103  Montgomery  Street 
P.O.  Box  29052 

San  Francisco,  CA  94129-0052 
T(415)  561-5300 

www.presidio.gov 

May  19,  2014 
Ms.  Denise  Tsuji 

Department  of  Toxic  Substances  Control 
700  Heinz  Avenue,  Building  F,  Suite  200 
Berkeley,  C A  94710-2721 

Subject:         Transmittal  of  Basewide  Report  of  Compliance 
1 999  Consent  Agreement  and 
Request  for  Acknowledgment  of  Satisfaction 
Presidio  of  San  Francisco,  California 

Dear  Ms.  Tsuji: 

Attached  is  the  final  Basewide  Report  of  Compliance,  1999  Consent  Agreement,  Presidio  Trust 
(T rust),  Department  of  the  Interior,  National  Park  Service  (DOI)  and  the  California 
Environmental  Protection  Agency  Department  of  Toxic  Substances  Control  (DTSC),  Presidio  of 
San  Francisco,  California.  This  report  documents  Presidio  Trust  (Trust)  compliance  with  the 
requirements  of  the  1 999  Consent  Agreement  and  references  key  reports  and  DTSC  approvals 
that  demonstrate  remedial  actions  for  sites  listed  in  the  Consent  Agreement  are  complete.  Based 
on  the  remedial  actions  implemented,  the  Trust  requests  the  DTSC  issue  an  Acknowledgement  of 
Satisfaction  per  Article  8.22  of  the  Consent  Agreement.  A  copy  of  the  Acknowledgement,  signed 
by  the  Trust  and  National  Park  Service,  was  sent  to  you  under  separate  cover. 

Completing  the  work  under  the  Consent  Agreement  was  a  significant  task  that  could  not  have 
been  accomplished  without  the  support  of  DTSC.  I  especially  thank  you  for  your  dedication  in 
working  with  the  Trust  to  ensure  that  this  complex  cleanup  was  completed  in  a  timely  fashion 
and,  more  importantly,  to  a  standard  reflective  of  the  Presidio's  continued  use  as  a  national  park 
and  public  asset. 

I  look  forward  to  receiving  a  copy  of  the  fully  executed  Acknowledgment  and  to  our  continuing 
work  under  the  O&M  and  future  voluntary  cleanup  agreements.  Please  contact  me  at  (415) 561- 
4259  if  I  can  provide  any  additional  information.  Thank  you  again  for  your  support. 

Sincerely, 
Eileen  Fanelli 

Environmental  Remediation  Program  Manager 

cc.      Brian  Ullensvang,  NPS 
Bruce  Handel,  USCOE 
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This  report  was  prepared  by  the  staff  of  AMEC 
under  the  supervision  of  the  Engineer(s)  and/or 
Geologist(s)  whose  seal(s)  and  signature(s)  appear 
hereon. 

The  findings,  recommendations,  specifications,  or 
professional  opinions  are  presented  within  the  limits 
described  by  the  client,  in  accordance  with 
generally  accepted  professional  engineering  and 
geologic  practice.  No  warranty  is  expressed  or 
implied. 


Margaret.  Stemper 
Senior  Engineering  Professional 


Mary  Jo  Heassler,  P.G. 
Associate  Geologist 
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BASEWIDE  REPORT  OF  COMPLIANCE 
1999  CONSENT  AGREEMENT 

Presidio  Trust  (Trust),  Department  of  the  Interior,  National  Park  Service 
(DOI),  and  California  Environmental  Protection  Agency,  Department  of 

Toxic  Substances  Control  (DTSC) 
Presidio  of  San  Francisco,  California 

1.0  INTRODUCTION 

1 .1  Purpose  and  Scope  of  Work 

This  Basewide  Report  of  Compliance  (Basewide  Report)  has  been  prepared  by  AMEC 
Environment  and  Infrastructure,  Inc.  (AMEC)  on  behalf  of  the  Presidio  Trust  (Trust)  to  document 
compliance  with  the  requirements  of  the  1999  Consent  Agreement  among  the  California 
Environmental  Protection  Agency,  Department  of  Toxic  Substances  Control  (DTSC),  the  Trust, 
and  the  Department  of  the  Interior  (DOI),  National  Park  Service  (NPS)  (DTSC,  Trust,  NPS, 
1999).  The  Consent  Agreement  outlines  actions  required  to  complete  remediation  at 
documented  waste  release  sites  at  the  Presidio  of  San  Francisco  (Presidio;  Figure  1).  The 
releases  occurred  during  the  time  period  that  the  United  States  Department  of  the  Army  (Army) 
occupied  and  managed  the  Presidio. 

This  Basewide  Report  was  prepared  in  response  to  DTSC's  November  6,  2013  direction  to 
prepare  and  submit  a  report  summarizing  previous  decision  documents  and  response  actions 
for  each  operable  unit  (OU)  listed  in  the  Consent  Agreement1.  To  this  end,  the  Basewide  Report 
documents  the  Trust's  fulfillment  of  the  tasks  identified  in  the  Consent  Agreement,  and 
describes  and  lists  key  reports  documenting  site-specific  investigations,  remediation,  and 
closure  activities  that  the  Trust  conducted  in  compliance  with  the  Consent  Agreement.  The 
information  presented  in  this  report  demonstrates  that  the  requirements  of  the  Consent 
Agreement  have  been  met  such  that  the  DTSC  can  issue  an  Acknowledgement  of  Satisfaction 
and  Termination  in  accordance  with  Section  8.22  of  the  Consent  Agreement. 

1 .2  Overview  of  Consent  Agreement 

The  Consent  Agreement  includes  an  overview  of  Presidio  history  and  defines  entities 
responsible  for  cleanup  and  management  of  the  Presidio,  which  include  the  Trust  and  NPS  and 
the  Army  as  the  predecessor  agency.  The  Consent  Agreement  also  outlines  requirements  and 
processes  (response  actions)  for  remediation  of  hazardous  substances  at  the  Presidio, 
consistent  with  the  Comprehensive  Environmental  Response,  Compensation,  and  Liability  Act 
(CERCLA)  and  the  Resource  Conservation  and  Recovery  Act  (RCRA).  The  goals  of  the 


1  November  6,  2013  email  from  Lori  Koch,  DTSC,  to  Eileen  Fanelli,  Presidio  Trust 
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response  actions  identified  in  the  Consent  Agreement  are  to  protect  public  health  and 
environment  and  promote  reuse  of  the  Presidio. 

Section  V  of  the  Consent  Agreement  outlines  a  Response  Action  Process  for  a  list  of  identified 
hazardous  substances  release  sites,  organized  by  OU.  The  Consent  Agreement  identifies 
specific  tasks  to  be  completed  at  each  OU  (Attachment  3  of  the  Consent  Agreement).  The  tasks 
include  remedial  investigations  (RIs),  feasibility  studies  (FSs),  remedial  action  plans  (RAPs)  or 
records  of  decision  (RODs),  remedial  design,  and  implementation  of  remedial  actions.  The 
Consent  Agreement  also  requires  that  the  Trust  prepare  and  submit  schedules  for  completing 
required  tasks  and  to  prepare  quarterly  reports  documenting  progress  toward  completion  of 
those  tasks. 

Importantly,  the  Consent  Agreement  acknowledged  that  previous  work  completed  by  the  Army 
could  be  relied  upon  as  the  Trust  implemented  the  tasks  for  each  OU.  The  Consent  Agreement 
also  recognized  that  the  Trust  and  NPS  would  be  proceeding  with  development  and 
construction  activities  within  the  Presidio  while  cleanup  was  on-going.  The  Trust  and  NPS  were 
allowed  to  proceed  with  planned  development  provided  that  soil  and  groundwater  were 
managed  in  a  manner  protective  of  human  health  and  the  environment. 

For  sites  where  operations  and  maintenance  activities  (O&M)  are  required  as  a  part  of  the 
remedial  action,  the  Consent  Agreement  stipulates  that  the  Trust  and  NPS  will  enter  into  an 
O&M  Agreement  with  DTSC  prior  to  DTSC's  issuing  site  certification  that  remedial  actions  had 
been  properly  implemented.  Additionally,  the  Consent  Agreement  allows  for  use  of  institutional 
controls  as  part  of  a  final  remedy  subject  to  DTSC  approval  of  the  controls  prior  to  site 
certification. 

Section  VII  of  the  Consent  Agreement  describes  the  requirements  for  public  participation  in  the 
cleanup  process.  Specifically,  the  Trust  was  required  to  implement  the  public  review  process 
specified  in  DTSC's  Public  Participation  Policy  and  Guidance  Manual.  Section  VIII  of  the 
Consent  Agreement  outlines  general  provisions  and  requirements;  including  requirements  for 
project  coordination  and  oversight,  quality  control  and  assurance,  payment  of  DTSC  costs,  and 
for  termination  of  the  Consent  Agreement. 

Various  provisions  of  the  Consent  Agreement  are  discussed  in  greater  detail  below  in  relation  to 
the  Trust's  conformance  with  the  Consent  Agreement. 

1 .3       Report  Organization 

This  report  is  organized  as  follows: 

Section  1.0,  Introduction:  Discusses  the  purpose  and  scope  of  the  report,  including  an 
overview  of  the  Consent  Agreement. 
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Section  2.0,  Background  and  Consent  Agreement  Requirements:  Briefly  describes  the 
location  and  history  of  the  Presidio;  describes  the  conversion  of  the  Presidio  to  a  National  Park 
from  a  U.S.  Army  base  and  transfer  of  the  environmental  cleanup  responsibilities  for  the 
Presidio  from  the  Army  to  the  Trust;  describes  regulatory  oversight  responsibilities;  and,  the 
response  actions  required  in  the  Consent  Agreement. 

Section  3.0,  Site  Response  Action  Compliance:  Details  the  work  completed  in  conformance 
with  the  Consent  Agreement. 

Section  4.0,  Post-Remediation  Site  O&M  Agreement  and  O&M  Plan:  Describes  the 
components  of  the  Presidio  O&M  Agreement  and  Plan,  and  identifies  sites  with  post- 
remediation  O&M  and  institutional  controls.  This  section  also  describes  the  Land  Use  Control 
Master  Reference  Report  (LUCMRR)  as  the  administrative  vehicle  for  implementing  Land  Use 
Controls  (LUCs)  in  Area  B  and  the  NPS  Compendium  as  the  administrative  vehicle  for  LUCs  in 
Area  A. 

Section  5.0,  Summary  and  Conclusions:  Summarizes  results  and  conclusions  of  the  Consent 
Agreement  compliance  assessment  that  documents  that  the  Trust  has  met  requirements  of  the 
Consent  Agreement  such  that  DTSC  can  issue  an  Acknowledgement  of  Satisfaction  for 
Termination  of  the  Consent  Agreement. 

Section  6.0,  References:  Presents  references  cited  in  the  document. 

Tables:  Summarizes  the  CERCLA  Program  Schedule  and  quarterly  reports  (Table  1),  response 
action  activities  for  Presidio  OUs,  listed  sites  (Table  2),  and  non-listed  sites  (Tables  3  and  4). 

Figures:  Present  the  location  of  the  Presidio,  the  OUs  and  sites  listed  in  the  Consent 
Agreement;  additional  sites  (non-listed),  sites  where  remedial  construction  has  been  completed; 
and  sites  where  O&M  or  land  use  controls  (LUCs)  are  in  place. 

Appendix  A,  Presidio  Remediation  Program  Schedule:  Presents  the  most  recent  update  to 
the  Presidio  Remediation  Program  Schedule  that  includes  activities  performed  for  remediation 
of  enumerated  and  additional  sites  included  in  or  subsequently  added  to  those  included  under 
the  Consent  Agreement  for  the  Trust  Remediation  Program. 

2.0  BACKGROUND  AND  CONSENT  AGREEMENT  REQUIREMENTS 

2.1  Background 

2.1.1      Site  Location  and  History 

The  Presidio  occupies  approximately  1 ,491  acres  at  the  northern  end  of  the  San  Francisco 
peninsula  and  is  located  within  the  limits  of  the  City  and  County  of  San  Francisco.  San 
Francisco  Bay  bounds  the  Presidio  to  the  north,  the  Pacific  Ocean  lies  to  the  west,  and 
residential  neighborhoods  are  located  to  the  south  and  east  (Figure  1). 
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The  Presidio  was  originally  established  in  1776  as  a  Spanish  military  garrison  and  then  was 
occupied  by  Mexico  from  1822  to  1835.  It  was  briefly  used  as  a  garrison  by  American  colonists 
in  1847  and  then  was  operated  as  military  post  by  the  Army  from  1848  through  1994.  During 
this  time,  the  Presidio  served  as  a  mobilization  and  embarkation  point  for  several  overseas 
conflicts,  was  used  as  a  medical  debarkation  center,  and  provided  coastal  defense  facilities  for 
the  San  Francisco  Bay  area.  Although  there  were  no  significant  heavy  industrial  operations  at 
the  Presidio,  light  industrial  operations  included  vehicle  and  aircraft  maintenance  and  repair,  fuel 
storage  and  distribution,  medical  and  laboratory  facility  operations,  weapons  operations,  printing 
and  painting,  and  dry  cleaning.  These  and  other  historical  activities  at  the  Presidio  involved  the 
storage  and  use  of  hazardous  materials  and  generated  hazardous  wastes  (including  waste 
solvents,  paints,  batteries,  and  corrosive  liquids)  and  other  miscellaneous  wastes  (including 
medical  wastes,  construction  and  building  debris,  and  municipal-type  wastes).  These  operations 
are  the  source  of  waste  releases  identified  in  the  Consent  Agreement. 

The  Presidio  was  recommended  for  closure  by  the  United  States  Secretary  of  Defense's 
Commission  on  Base  Realignment  and  Closure  (BRAC)  in  December  1989  and  the  Army 
assumed  responsibility  for  cleanup  of  hazardous  waste  releases  from  its  operations  at  the 
Presidio.  The  Army  conducted  site  assessment  and  cleanup  activities  under  the  oversight  of  the 
United  States  Environmental  Protection  Agency  (USEPA)  and  the  DTSC;  although  no  formal 
clean-up  agreements  or  orders  were  executed  among  the  three  agencies.  With  regard  to 
petroleum  releases  at  the  Presidio,  the  Water  Board  had  issued  Site  Cleanup  Requirements  to 
the  Army  for  the  Presidio  in  1 991  (Order  91  -082)  and  1 996  (Order  96-070)  that  detailed  the 
regulatory  cleanup  requirements  for  petroleum-release  sites. 

In  1994,  under  Public  Law  92-589,  land  management  responsibility  for  the  Presidio  was 
transferred  to  the  NPS  and  the  Presidio  became  part  of  the  Golden  Gate  National  Recreational 
Area  (GGNRA).  As  required  by  the  BRAC  Act,  the  Army  continued  to  perform  environmental 
investigations  and  cleanup  of  sites  at  the  Presidio  pursuant  to  "Environmental  Restoration  of  the 
Presidio  Interagency  Agreement  between  DOI  and  the  Army"  also  referenced  as 
Subagreement  #7. 

In  1996,  the  Trust  was  established  as  a  Federal  government  corporation  with  the  purpose  of 
managing  the  leasing,  maintenance,  rehabilitation,  and  improvement  of  the  non-coastal  portions 
of  the  Presidio  (designated  "Area  B")  under  the  Presidio  Trust  Act,  16  U.S.C.  §  460bb  appendix 
(Trust  Act).  The  NPS  retained  management  responsibility  for  the  coastal  portions  of  the  Presidio 
(Area  A).  Areas  A  and  B  of  the  Presidio  are  depicted  on  Figure  1 .  The  Army  continued  to  be 
responsible  for  environmental  remediation  in  both  Areas  A  and  B. 

On  May  24,  1999,  the  Army,  the  Trust,  and  the  NPS  entered  into  a  MOA,  referred  to  as  the 
Presidio  MOA  (Army,  Trust  and  NPS,  1999).  Pursuant  to  the  Presidio  MOA,  the  Army  delegated 
its  responsibility  for  remediation  of  the  Presidio  to  the  Trust  (both  Areas  A  and  B).  The  Army 
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retained  responsibility  for  the  cleanup  of  unknown  contamination  as  defined  in  the  MOA  as  well 
for  unexploded  ordnance;  nuclear,  biological,  and  chemical  weapons  or  agents;  offshore  areas; 
and  other  substances  and  conditions  specifically  outlined  in  the  MOA. 

On  May  24,  1999,  the  Trust  and  NPS  also  signed  the  Area  A  Memorandum  of  Agreement 
(Area  A  MOA)  (Trust  and  NPS,  1999),  through  which  the  Trust  took  on  the  responsibility  to 
complete  remediation  of  sites  in  Area  A  and  serve  as  the  primary  contact  with  the  regulatory 
agencies.  The  Area  A  MOA  also  outlined  the  relationship  between  the  NPS  and  Trust  during 
remediation  of  sites  in  Area  A. 

In  August  1999,  the  Trust  and  NPS  entered  into  a  Consent  Agreement  (DTSC,  Trust,  and  NPS, 
1999)  with  the  DTSC  that  established  requirements  and  procedures  for  cleanup  of  releases  of 
hazardous  substances  and  hazardous  waste  at  the  Presidio  consistent  with  CERCLA  and  the 
Resource  Conservation  and  Recovery  Act  (RCRA).  CERCLA  site  investigation  and  cleanup 
activities  are  overseen  by  the  DTSC,  and  the  completion  of  those  activities  are  documented  in 
this  report. 

In  2003,  the  Regional  Water  Quality  Control  Board  (Water  Board)  issued  a  revised  Order  and 
rescinded  the  prior  orders  (Water  Board,  2003).  The  Water  Board  retains  jurisdiction  over 
petroleum  sites  in  accordance  with  Water  Board  Order  R2-2003-080  (Order),  which  was  issued 
to  the  Trust,  NPS  and  U.S.  Army  (Water  Board,  2003).  Petroleum  site  investigation  and  cleanup 
activities  are  not  covered  in  this  report,  but  are  summarized  under  separate  cover  (EKI,  2014). 
The  Water  Board  rescinded  Order  R2-2003-080  on  May  14,  2014. 

2.1.2      Responsible  Parties 

The  Consent  Agreement  was  signed  by  the  DTSC,  Trust,  and  the  NPS  in  August  1999.  The 
NPS  and  Presidio  Trust  are  signatories  because  of  their  administrative  responsibility  for  Areas  A 
and  B  of  the  Presidio,  respectively.  The  Consent  Agreement  acknowledges  the  Presidio  MOA 
and  the  Area  A  MOA.  Remaining  Army  responsibilities  are  also  defined  in  Section  4.3  of  the 
Consent  Agreement  to  include: 

•  Unexploded  ordnance,  as  defined  in  Section  4.4  of  the  Presidio  MOA; 

•  Nuclear,  biological,  and  chemical  weapons  or  agents  as  defined  in  Section  4.4  of  the 
Presidio  MOA; 

•  Off-shore  areas  as  defined  in  Section  9.3  of  the  Presidio  MOA; 

•  The  former  Coast  Guard  installation  at  Fort  Point  as  defined  in  Section  9.3  of  the 
Presidio  MOA; 

•  The  California  Department  of  Transportation  (Caltrans)  and  Golden  Gate  Bridge  and 
Transportation  District  (GGBTD)  area,  as  defined  in  Section  9.3  of  the  Presidio  MOA, 
and 

•  Other  Unknown  Contamination,  as  defined  in  Section  1 .22  of  the  Presidio  MOA. 


\\PET-FS1\projects\Secretarial\Bay  Area  -  Pet  CA\PS  Presidio\Compliance  Report\Draft\PS64799_BW  Compliance  Report.docx 


5 


ame<P 


The  Consent  Agreement  further  clarifies  that  clean  up  within  the  Caltrans  and  GGBTD  areas  is 
being  conducted  subject  to  voluntary  clean  up  agreements  (VCAs)  between  DTSC  and  the 
agencies  respectively  for  contaminated  associated  with  Caltrans  and  GGBTD  operations.  To  the 
extent  that  DTSC  determines  that  contamination  in  these  areas  is  not  associated  with  Caltrans 
or  GGBTD  operations,  DTSC  reserved  the  right  to  confer  with  the  Trust  and  NPS  on  appropriate 
actions. 

2.1.3      Primary  Planning  Documents 

In  1963,  the  Presidio  was  designated  a  national  historic  landmark;  and  in  1966,  the  installation 
was  listed  on  the  National  Register  of  Historic  Places.  In  1999,  when  the  Trust  took  on 
responsibility  for  the  cleanup  of  the  Presidio,  it  did  so  with  the  intent  of  ensuring  that  remediation 
would  be  consistent  with  future  land  use  goals  and  objectives  and  reflective  of  the  Trust's 
mission  to  preserve  and  protect  the  Presidio  as  an  enduring  public  resource,  national  park,  and 
a  national  historic  landmark. 

Key  planning  documents  that  guide  decisions  at  the  Presidio  include  the  General  Management 
Plan  Amendment  (GMPA;  NPS,  1994),  the  Presidio  Trust  Management  Plan  (PTMP;  Trust, 
2002),  and  Vegetation  Management  Plan  and  Environmental  Assessment  (VMP;  NPS  and 
Trust,  2001).  These  three  documents  serve  as  land  use  Master  Plans  and  provide  the 
framework  for  understanding  current  and  future  land  uses  in  the  Presidio. 

The  1994  GMPA  provides  guidelines  for  the  management  and  improvement  of  Area  A  of  the 
Presidio.  In  2002,  the  Trust  prepared  the  PTMP  which  sets  forth  the  Trust's  land  use  policies 
and  the  general  management  framework  for  Area  B  of  the  Presidio.  The  Trust  and  NPS  also 
jointly  developed  the  VMP  to  guide  the  management  and  restoration  of  native  plant  habitat, 
historic  forest,  and  cultural  landscapes  at  the  Presidio.  In  conjunction  with  the  Board  Order  and 
the  Consent  Agreement,  the  PTMP,  GMPA,  and  VMP  have  been  used  to  develop  strategies  to 
effectively  remediate  and  protect,  preserve,  and  restore  the  Presidio's  cultural  and  biological 
resources,  and  to  enhance  the  overall  health  of  the  Presidio  and  the  public's  experience  at  the 
Presidio. 

2.2       Operable  Units,  Sites,  and  Prior  Work 

Under  the  oversight  of  DTSC,  the  Trust,  in  coordination  with  the  NPS,  is  responsible  for 
conducting  investigation  and  cleanup  activities  and  documenting  each  phase  of  the  response 
action  process  at  identified  sites  in  each  OU.  The  Consent  Agreement  references  actions  that 
were  completed  by  the  Army  and  identifies  additional  actions  to  be  completed  by  the  Trust.  The 
following  lists  the  OUs  and  sites  identified  in  the  Consent  Agreement,  summarizes  previous 
Army  actions,  and  the  additional  response  actions  required  under  the  Consent  Agreement. 
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2.2.1      Operable  Units  and  Sites 

The  Consent  Agreement  identifies  the  following  65  sites  within  six  OUs: 

•  OU  1 :  Public  Health  Service  Hospital 

o  Landfill  8 

o  Landfill  10 

o  Building  1827  Area 

•  OU  2:  Main  Installation 

o  Baker  Beach  Disturbed  Area  1 

o  Baker  Beach  Disturbed  Area  1 A 

o  Baker  Beach  Disturbed  Area  2 

o  Baker  Beach  Disturbed  Area  3 

o  Baker  Beach  Disturbed  Area  4 

o  Battery  Howe-Wagner 

o  Fill  Site  1 

o  Fill  Site  5 

o  Fill  Site  6  (subdivided  into  Fill  Site  6A  and  Fill  Site  6B) 

o  Graded  Area  9 

o  Landfill  2 

o  Landfill  4 

o  Landfill  E 

o  Building  215  Area 

o  Former  Building  609  Area 

o  Building  633  Firing  Range 

o  Building  669  Area 

o  Building  1167  Area 

o  Building  1244  Area 

o  Building  1245  Area 

o  Building  1351  Area 

o  Building  1750  Area 

o  El  Polin  Spring  Area 

o  Mountain  Lake  Area 

o  Nike  Facility  Area 

o  Nike  Swale 

o  Sewer  Lift  Station  #1  Area 

o  Transfer  Station  Area 

o  Building  302  Area 

o  Building  61 1  Area 

o  Building  662  Area  (including  Tanks  662.1  and  662.2) 

o  Building  680  Area 

o  Building  1057  Area 

o  Building  1 1 53  Area  (expanded  to  include  the  1 1 51  Area) 

o  Building  1369  Area 

o  Building  1388  Area 

o  Building  1450  Area 

o  Building  1451  Area 

o  Lobos  Creek 

o  Sewer  Lift  Station  #2  Area 
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•  OU  3:  Firing  Ranges 

o    Lobos  Creek  Protected  Range 
o    Lobos  Creek  Target  Butt  Range 
o    Machine  Gun  Butt 

o   California  Highway  Patrol  (CHP)  Pistol  Range 

•  OU  4:  Crissy  Field  Area 

o  East  of  Mason  (EOM) 

o  Fill  Site  7 

o  Building  640/643  Area 

o  Building  923/937  Area  (includes  Tanks  937.1 ,  937.2,  and  937.3) 

o  Building  924  Firing  Range 

o  Building  950  Area 

o  Building  979  Area  (includes  Tanks  979.1 ,  979.2,  979.3,  979.4,  979.5,  and  979.6) 

o  Crissy  Field  Rifle  Institute  and  Skeet  Ranges  (on  shore) 

o  Contingency  Action  Plan  Sites. 

•  OU  5:  Directorate  of  Engineering  and  Housing  Area 
o  Building  268  Area 

o  Building  269  Area  (includes  Tanks  269.1 ,  269.2,  269.3,  and  269.4) 

o  Building  283  Area 

o  Building  286  Area 

o  Buildings  292/293  Area 

o  DEH  Area  (Groundwater) 

•  OU  6:  Miscellaneous  Sites 

o    Tank  Site  1362 
o    Tank  Site  LR01 01.1 
o    Tank  Site  LR0101.2 

•  OU  7:  Basewide  Cumulative  Effects 

o    Basewide  Remedial  Action  Plan 

Based  on  guidance  from  DTSC,  this  Basewide  Report  will  satisfy  the  requirement  for  the 
Basewide  RAP. 

Several  sites  were  identified  after  the  Consent  Agreement  was  issued.  A  select  number  were 
remediated  under  the  authority  of  the  Consent  Agreement  based  on  proximity  to  listed  sites  and 
identified  potential  for  site  contaminants  to  pose  risk  to  human  health  and  the  environment. 
These  additional  sites  include: 

•  Former  Railroad  Tracks  Area  -  Two  railway  lines  used  to  deliver  and  transport 
petroleum  products  and  coal  via  railcar  to  the  Motor  Pool  and  Coal  Storage  Bin  Area. 

•  Coal  Storage  Bin  Area  -  Coal  storage  activities  were  conducted  at  Coal  Storage  Bin 
No.  604,  located  between  the  two  railway  lines. 

•  Baker  Beach  Disturbed  Area  2A  -  A  debris  fill  area  on  the  Baker  Beach  bluff  slope. 

•  Public  Health  Service  Hospital  (PHSH)  Fill  Site  -  Adjacent  to  and  east  of  Landfill  10 
(LF10)  and  discovered  during  investigation  of  LF10  in  2007.  Filling  was  performed  in 
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the  early  1930s  and  1950s  as  part  of  construction  and  expansion  of  the  PHSH 
building  complex. 

•  Barnard  Avenue  Protected  Range  (BAPR)  -  A  former  firing  range  pre-dating  Landfill 
E  (LFE)  and  located  adjacent  to  and  beneath  waste  disposed  at  LFE. 

In  addition  to  the  five  "unknown"  or  non-listed  sites  cited  above,  over  100  potential  waste 
release  sites  were  identified  that  were  not  listed  in  the  Consent  Agreement.  These  "unknown 
sites"  were  assessed  under  OU  7  per  direction  from  the  DTSC  provided  in  a  letter  dated 
February  12,  201 32.  These  additional  unknown  sites  include: 

•  Slag  Dump  -  An  area  where  clinker  was  disposed  along  Baker  Beach. 

•  Merchant  Road  Fill  Site  -  A  general  fill  area  identified  from  historic  photographs 
during  a  cultural  resource  investigation  at  the  Baker  Beach  Disturbed  Areas 
(BBDAs). 

•  Bluff  Skeet  Range  -  A  former  skeet  range  identified  during  clean  up  of  the  CHP 
Pistol  Range  and  confirmed  from  review  of  historic  photographs. 

•  Lendrum  Court  -  Debris  fill  and  ash  identified  in  shallow  trenches  within  a  North  Fort 
Scott  residential  neighborhood. 

•  Old  Fill  -  Fill  in  the  northern  end  of  the  Tennessee  Hollow  drainage  dating  from  the 
period  of  initial  (early  1900s)  Army  land  development  that  was  primarily  derived  from 
local  source  areas  and  contains  a  low  percentage  of  building  debris. 

•  Battery  Frontal  Slopes  -  Areas  adjacent  to  select  historic  coastal  batteries  where 
asphaltic  material  used  as  a  roofing  material  or  soil  cover  is  present  in  surrounding 
surface  soils. 

•  Sewer  Lift  Station  (SLS)  #1  Parking  Area  (SLF1  Parking  Area)  -  Fill  adjacent  to 
SLS#1  that  was  identified  during  cleanup  of  SLS#1 . 

•  1 999  IT  Miscellaneous  Sites  List  -  A  1 999  report  titled  Additional  Sites  of  Potential 
Environmental  Concern;  In  Depth  Historical  Research  (IT,  1 999),  prepared  for  the 
Army,  listed  numerous  potential  waste  release  sites  based  on  a  key  word  search  and 
a  literature  review  of  Army  records  (now  in  the  NPS  Archives).  In  this  document,  the 
Army  identified  581  Miscellaneous  Sites  of  which  148  were  determined  to  require 
additional  evaluation. 

The  Trust's  evaluation  of  the  sites  listed  above  are  presented  under  separate  cover.  "Unknown" 
sites  where  DTSC  determined  that  no  further  action  (NFA)  was  required  were  closed  under  the 
Consent  Agreement.  Sites  where  DTSC  determined  that  further  assessment  and/or  remediation 
under  CERCLA  was  required  were  deferred  to  future  investigation  and  remediation  under  new 
voluntary  site  clean-up  agreements  (VCAs).  Table  4  documents  the  status  of  these  sites. 

Sites  identified  in  the  Consent  Agreement  and  those  identified  subsequent  to  the  Consent 
Agreement  are  shown  on  Figure  2  and  Tables  2  through  4  list  the  sites,  response  actions 
performed,  and  DTSC  certification  date  or  status.  Tables  2  and  3  also  list  the  RAP  grouping  and 


2  February  12,  2013  letter  from  Denise  Tsuji,  DTSC  to  Eileen  Fanelli,  Presidio  Trust 
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DTSC-approved  decision  document  for  listed  sites  and  non-listed  sites  remediated  under  the 
Consent  Agreement. 

2.2.2     Army  Response  Actions 

Prior  to  the  Consent  Agreement,  under  Subagreement  #7,  the  Army  had  been  executing  its 
investigation  and  cleanup  responsibilities  to  address  environmental  conditions  at  the  Presidio. 
The  Army  response  actions,  and  the  key  reports/documents  prepared  are  summarized  below  by 
OU. 

OU  1,  Public  Health  Service  Hospital  (PHSH):  In  January  1995,  the  Army  completed  a  Record 
of  Decision  (ROD)  (Army,  1995)  for  OU  1  sites  -  Building  1827,  Landfill  10,  and  Landfill  8.  The 
Army  subsequently  implemented  the  remedial  actions  identified  in  the  ROD,  that  included 
building  demolition  and  soil  excavation  at  Building  1827  and  groundwater  monitoring  at  Landfills 
8  and  1 0,  which  were  otherwise  managed  in  place.  As  part  of  the  5-year  review  process,  the 
Trust  conducted  additional  testing  and  analysis  at  Landfills  8  and  1 0.  Based  on  that  analysis, 
DTSC  required  that  further  remedial  actions  be  implemented  at  the  two  landfill  sites. 

OU  2,  Main  Installation:  In  January  and  May  1997,  the  Army  prepared  RI/FS  reports, 
respectively,  for  the  Main  Installation  of  the  Presidio  (Dames  &  Moore,  1997a  and  b).  The  Army 
submitted  these  documents  to  DTSC,  although  DTSC  did  not  approve  them.  The  Trust  also 
reviewed  the  data  provided  in  these  reports  and  developed  comments  that  were  presented  in  a 
report  titled  Alternative  Remedial  Actions  for  Presidio  Main  Installation  Sites  (EKI,  1998).  The 
review  focused  on  whether  the  proposed  Army  remedial  actions  were  consistent  with  the 
planned  future  land  use  for  each  site.  For  several  sites,  the  Trust  proposed  additional  analysis 
and/or  alternative  remedies.  The  Consent  Agreement  acknowledges  that  the  Army's  RI/FS  did 
not  address  outstanding  DTSC  and  Trust  concerns.  It  acknowledged  that  the  Trust  would 
prepare  a  revised  Main  Installation  Feasibility  Study  that  would  include  updated  evaluations  of 
future  land  use,  human  health  and  ecologic  risk-based  cleanup  levels,  background 
concentrations  of  metals  in  soil  and  beneficial  uses  of  groundwater. 

OU  3,  Firing  Ranges:  In  July  1 997,  the  Army  prepared  a  Site  Investigation  Report  for  the  Small 
Arms  Firing  Ranges  (Montgomery  Watson,  1997).  Similar  to  the  Main  Installation  RI/FS,  the 
DTSC  did  not  approve  the  document.  The  Consent  Agreement  indicates  that  the  Trust  would 
prepare  an  RI/FS  and  RAP  for  the  firing  ranges  sites  incorporating  as  appropriate  the  data 
collected  by  the  Army. 

OU  4,  Crissy  Field:  In  April  1998,  the  Army  implemented  most  of  the  remedial  actions  at  Crissy 
Field  in  accordance  with  the  Crissy  Field  RAP  (Army,  1998).  DTSC  determined  that  the 
following  additional  areas  or  activities  needed  to  be  addressed  and  performed:  1)  contaminated 
soil  along  the  beach  front  at  the  skeet  ranges;  2)  contaminated  soil  under  the  electrical  line  at 
Fill  Site  7;  3)  post-wetlands  construction  sediment  sampling,  well  installation  activities,  and 
ongoing  monitoring.  This  work  was  also  completed  by  the  Army,  with  the  Trust  continuing  to 


\\PET-FS1\projects\Secretarial\Bay  Area  -  Pet  CA\PS  Presidio\Compliance  Report\Draft\PS64799_BW  Compliance  Report.docx 


10 


ame<P 


monitor  groundwater  after  1999.  Remedial  actions  were  also  identified  as  likely  to  be  required  in 
Attachment  3  of  the  Consent  Agreement. 

OU  5,  Directorate  of  Engineering  and  Housing  (DEH):  In  March  1997,  the  Army  completed  the 
DEH  RAP  (Army,  1997)  and  implemented  the  RAP  with  the  exception  of  ongoing  groundwater 
monitoring.  The  Army  submitted  reports  to  DTSC  documenting  implementation  of  remedial 
actions.  Remedial  actions  were  also  identified  in  Attachment  3  of  the  Consent  Agreement  as 
likely  to  be  required. 

OU  6,  Miscellaneous  Sites:  The  actions  implemented  by  the  Army  included  removal  of  and 
associated  reporting  for  Tank  1362.  Remedial  Actions  were  also  identified  in  Attachment  3  of 
the  Consent  Agreement  as  likely  to  be  required. 

3.0  SITE  RESPONSE  ACTION  COMPLIANCE 

3.1  Task  List  and  Required  Elements 

The  Response  Action  Process  for  the  Presidio  is  set  forth  in  Section  V  of  the  Consent 
Agreement,  and  includes  the  elements  of  the  Presidio  Remediation  Strategy  that  were 
implemented  at  each  listed  site  in  accordance  with  Section  5.4  and  summarized  by  OU  in 
Attachment  3  of  the  Consent  Agreement. 

The  Trust  has  been  responsible  for  assessment  and  remediation  of  hazardous  waste  sites 
associated  with  former  Army  operations  at  the  Presidio  of  San  Francisco  since  1999. 
Preliminary  to  moving  forward  with  site  remedial  decision  documents,  the  Trust  re-evaluated  the 
Army's  identified  remedial  alternatives  and  cleanup  levels  to  assess  whether  they  were 
protective  of  human  health  and  the  environment  based  on  planned  land  use.  As  part  of  this 
evaluation,  the  Trust  prepared  Development  of  Presidio-Wide  Cleanup  Levels  for  Soil, 
Sediment,  Groundwater,  and  Surface  Water  Presidio  of  San  Francisco,  California  (Cleanup 
Level  Document;  EKI,  2002)  to  present  the  approach  to  development  of  cleanup  levels  for  use 
at  the  Presidio.  In  the  Cleanup  Level  Document,  the  Trust  developed  preliminary  remediation 
goals  (PRGs)  for  detected  chemicals  in  soil,  sediment,  groundwater,  and  surface  water  and 
background  levels  for  metals  in  soil.  The  PRGs  developed  in  the  Cleanup  Level  Document  were 
based  on  the  Trust's  understanding  of  planned  land  use,  likely  receptors,  and  their  reasonable 
maximum  exposure  to  chemicals  at  the  Presidio.  Since  2002,  the  Trust  has  issued  several 
updates  to  the  Cleanup  Level  Document  in  response  to  identification  of  new  potential  chemicals 
of  concern  (PCOCs),  changes  in  regulatory  levels,  and  updated  guidance  regarding  calculation 
of  risk.  These  updates  included  calculation  of  human  health  PRGs  for  dioxins  and  furans 
(MACTEC,  2007),  revised  PRGs  for  carcinogenic  polynuclear  aromatic  hydrocarbons  (PAHs) 
(AMEC,  201 1 ),  and  a  revised  background  level  for  zinc  in  Colma  and  mixed  Dune  Sand  and 
Colma  formation  soils  (AMEC,  2013).  Additionally,  with  input  from  DTSC,  site-specific  PRGs 
were  developed  to  reflect  site-specific  receptors  and  reasonable  maximum  exposure  scenarios 
for  individual  sites.  PRGs  and  soil  background  levels  were  used  to  evaluate  potential  risks  from 


\\PET-FS1\projects\Secretarial\Bay  Area  -  Pet  CA\PS  Presidio\Compliance  Report\Draft\PS64799_BW  Compliance  Report.docx 


11 


amecP 


chemicals  detected  in  soil,  sediment,  groundwater,  and  surface  water  at  the  sites.  Site  cleanup 
levels  were  adopted  in  Final  RAPs  based  on  the  soil  type  present  and  planned  land  use. 

Sites  were  grouped  into  RAPs  (e.g.,  RAP  1)  based  on  the  planned  remediation  schedule  and  to 
limit  the  number  of  decision  documents  required  for  preparation  and  review.  In  most  cases,  the 
Trust  performed  additional  investigations  prior  to  preparation  of  FSs  or  RAPs.  Investigation  or  Rl 
summary  reports  were  prepared  that  documented  Army  and  Trust  investigation  results.  For 
select  sites,  results  of  risk  analyses  performed  as  part  of  RIs  or  preliminary  endangerment 
assessments  (PEAs)  showed  that  there  was  no  risk  from  chemicals  in  soil,  sediment, 
groundwater,  or  surface  water  to  potential  receptors.  For  those  sites,  no  FSs  or  RAPs  were 
prepared  by  the  Trust  and  the  sites  were  certified  by  the  DTSC  as  requiring  NFA.  For  most 
sites,  FSs  and  RAPs  were  prepared  documenting  the  Trust's  remedial  alternatives  analysis  and 
selection  process.  As  part  of  implementation  of  the  selected  remedies,  the  Trust  prepared 
remedial  design  documents  that  were  reviewed  by  the  DTSC.  Remedial  activities  were 
documented  in  Construction  Completion  Reports  (CCRs)  and  post-construction  monitoring 
evaluations  that  supported  the  Trust's  request  for  site  certification. 

The  Trust  also  prepared  the  LUCMRR  to  serve  as  the  implementation  and  enforcement  plan  to 
ensure  that  LUCs  in  place  in  Area  B  of  the  Presidio  are  maintained.  LUCs  for  sites  in  Area  A  are 
documented  in  the  NPS  Compendium.  The  O&M  agreement  was  prepared  and  signed  by  the 
Trust,  NPS  and  DTSC.  The  O&M  plan  was  developed  to  specify  requirements  for  annual 
inspection  and  reporting  at  sites  with  O&M  requirements  and  sites  where  LUCs  are  in  place. 
Following  rescission  of  the  Consent  Agreement,  sites  that  have  ongoing  O&M  requirements  will 
be  regulated  under  the  O&M  Agreement  and  managed  under  the  O&M  Plan.  O&M  is  further 
discussed  in  Section  4.0. 

The  activities  performed  and  documents  prepared  for  Consent  Agreement  listed  sites  are 
summarized  in  Table  2.  Table  2  specifically  documents  compliance  with  the  applicable  key 
elements  of  Section  5.4  (Presidio  Remediation  Strategy),  identifies  the  status  of  DTSC's  site 
certification;  and  identifies  which  sites  have  long-term  O&M  and/or  LUC  requirements.  As 
summarized  in  Table  2,  remedial  construction  work  was  performed  at  43  Consent  Agreement 
listed  sites,  LUCs  or  land  use  notifications  (LUNs)  were  the  only  remedial  action  at  4  sites,  for 
one  site  the  selected  action  was  groundwater  monitoring  only,  and  the  DTSC  identified  NFA  for 
17  listed  sites.  All  sites  are  shown  on  Figure  2,  remedial  construction  sites  are  shown  on 
Figure  3  and  Long-Term  Monitoring  and  LUC  sites  are  shown  on  Figure  4. 

The  response  actions  conducted  at  the  listed  sites  were  conducted  in  accordance  with  CERCLA 
and  RCRA,  in  a  manner  consistent  with  the  Presidio  Remediation  Strategy,  and  additional 
requirements  identified  in  Section  5  of  the  Consent  Agreement  (Section  2.3  of  this  report). 
Based  on  the  remedies  implemented,  residual  concentrations  of  contaminants  at  the  sites  do 
not  pose  risk  to  human  health  and  the  environment. 
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3.2  Additional  Sites 

Additional  sites  not  listed  in  the  Consent  Agreement  (Non-Listed  or  "Unknown"  Sites)  were 
subject  to  the  Response  Action  Process,  and  were  assessed  for  compliance  by  DTSC  as 
specified  in  DTSC's  Feb  12,  2013  letter.  For  the  160  sites  identified  since  execution  of  the 
Consent  Agreement,  response  actions  have  been  completed  by  the  Trust  for  five  sites,  as 
shown  in  Table  3.  Another  155  sites  were  evaluated  as  part  of  OU  73  and  of  those  sites,  the 
majority  were  recommended  for  NFA.  The  remaining  sites  will  require  additional  action,  which 
will  be  completed  under  site  specific  VCAs.  Table  4  summarizes  the  status  of  these  sites.  The 
Trust  is  in  the  process  of  preparing  VCAs  for  non-enumerated  or  Unknown  Sites  that  require 
additional  work.  The  VCAs  will  remain  in  effect  after  the  Consent  Agreement  is  terminated. 

3.3  Public  Participation  Requirements 

In  accordance  with  Section  7.1  of  the  Consent  Agreement,  the  Trust  prepared  and  implemented 
a  Community  Relations  Plan  (CRP;  Trust,  2001)  that  was  based  on  guidance  provided  in  DTSC 
Public  Participation  Policy  and  Procedures  Manual  and  the  Revised  Guidance  for  Public 
Participation  Under  the  Correction  Action  Regulations  (DTSC,  1997  and  1999).  The  goal  of  the 
CRP  is  to  promote  communication,  cooperation,  and  understanding  between  the  Trust  and  the 
public.  The  CRP  has  been  implemented  by  the  Trust  to  ensure  that  interested  parties  and  the 
general  public  receive  accurate,  timely,  and  pertinent  information  and  are  provided  with  an 
opportunity  to  comment  on  and  share  their  concerns  about  environment  remediation  activities  at 
the  Presidio. 

Key  elements  of  the  CRP  include  support  and  involvement  of  the  Presidio  Restoration  Advisory 
Board  (RAB);  public  meetings,  workshops,  and  presentations;  public  comment  periods;  fact 
sheets,  newsletters  and  media  outreach;  and  information  repositories.  These  CRP  elements  are 
further  discussed  below. 

3.3.1      Restoration  Advisory  Board 

In  1994,  members  of  the  Presidio  Technical  Review  Committee  became  founding  members  of 
the  new  Presidio  RAB.  Since  1994,  the  RAB  has  served  as  the  key  public  participation  body  for 
input  to  decision  makers  for  the  Presidio  Environmental  Remediation  Program.  The  RAB  is 
composed  of  regulatory  agency  members,  key  stakeholders  (e.g.,  NPS  and  Trust  Staff),  and 
community  members.  The  RAB  meets  the  second  Tuesday  of  every  month;  during  meetings  the 
RAB  is  updated  on  the  status  of  environmental  cleanup  activities,  planned  remediation  and 
investigation  activities,  and  provides  comment  on  their  review  of  technical  documents.  In 
addition  to  regular  RAB  meetings,  Trust,  NPS,  and  regulatory  agency  staff  also  attend  monthly 
RAB  committee  meetings  and  RAB  working  group  meetings,  as  requested,  to  focus  on  issue- 
specific  topics  related  to  cleanup  programs  or  other  RAB  business  or  concerns.  The  RAB  will  be 

3  Count  includes  148  buildings/sites  included  in  the  1999  IT  report,  Slag  Dump,  Bluff  Skeet  Range, 
Merchant  Road,  Battery  Frontal  Slopes,  SLS#1  parking  area,  Old  Fill,  and  Lendrum  Court. 
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voting  on  disbanding  in  April  2014,  and  is  preparing  a  report  documenting  their  activities  in 
support  of  the  Presidio  Environmental  Remediation  Program. 

3.3.2  Public  Meetings,  Workshops,  and  Presentations 

The  Trust  held  public  meetings  to  inform  community  organizations,  neighborhood  groups,  and 
the  general  public  when  technical  milestones  had  been  reached  and  to  provide  them  with  a 
forum  for  questions  and  comments.  Notifications  of  meetings  were  sent  to  individuals  on  the 
Presidio  Environmental  Remediation  Mailing  List  and  announcements  placed  in  local 
newspapers  and  newsletters. 

3.3.3  Public  Comment  Periods  for  RAPs  and  CEQA 

Decision  documents,  including  RAPs  and  CEQA  Initial  Studies  (ISs)  for  various  sites  or  groups 
of  sites  under  the  Consent  Agreement,  were  subject  to  a  minimum  public  comment  period  of  30 
days  per  the  requirements  of  CEQA.  The  comment  periods  were  provided  to  afford  the  public 
opportunities  to  review  environmental  planning  documents  for  sites  under  the  Consent 
Agreement  and  provide  written  or  oral  comments.  Public  meetings  were  also  held  during  the 
comment  periods  to  present  key  elements  of  the  planned  environmental  projects  and  provide  a 
forum  for  oral  comments  and  questions.  The  public  was  provided  notice  of  the  comment  period 
and  meetings  via  the  Presidio  E-Newsletter  (transmitted  to  Presidio  tenants),  advertised  in  the 
San  Francisco  Chronicle,  and  posted  on  the  Trust's  public  website  and  DTSC's  EnviroStor 
website.  The  time  periods  between  issuance  of  the  draft  and  final  RAPs  are  summarized  below. 


RAP  Name 

Sites  Included 

Date  Draft  RAP 
Issued  For  Public 
Comment 

Date  of  Final  RAP 
Including  Comment 
Response 

Crissy  Field  RAP 

Crissy  Field  Sites 

October  3,  1997 

April  10,  1998 

DEH  RAP 

Department  of 
Engineering  and 
Housing  Site 

January  1997 

April  7,  1997 

RAP  1 

Landfill  4  and  Fill 
Site  5 

June  3,  2002 

September  12,  2002 

RAP  2 

Fill  Site  6A,  BBDA  3 
and  BBDA  4 

August  27,  2003 

March  25,  2004 

RAP  3 

BBDA  1  and  BBDA 
2A  and  26  additional 
sites 

May  8,  2007 

June  3,  2007 

RAP  4 

Landfills  8  and  10, 
PHSH  Fill  Site,  and  4 
Small  Arms  Firing 
Ranges 

November  1 1 ,  2008 

March  4,  2009 
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RAP  Name 

Sites  Included 

Date  Draft  RAP 
Issued  For  Public 
Comment 

Date  of  Final  RAP 
Including  Comment 
Resoonse 

RAP  5A 

Fill  ^itp  1  anrl 

i  III  Olio  1  dl  IU 

Landfill  2 

March  22,  2010 

June  25,  2010 

RAP  5B/5C 

BBDA  1Aand 
BBDA2 

December  5,  2012 

April  11,  2013 

RAP  6A 

Landfill  E 

March  23,  201 1 

June  15,  2011 

RAP  8A 

Mountain  Lake 

March  19,  2012 

May  17,  2012 

3.3.4      Internet,  Fact  Sheets,  Newsletters,  and  Media  Outreach 

The  Trust  developed  an  Environmental  Remediation  section  of  its  internet  site  where  fact  sheets 
and  newsletters,  and  other  information  pertinent  to  the  Environmental  Remediation  Program 
were  available.  The  Trust  Internet  address  is  http://www.presidiotrust.gov. 


Fact  sheets  and  proposed  plans  for  remediation  programs  were  prepared  to  inform  the  public 
about  environmental  restoration  activities  and  specifically,  cleanup  projects  that  required  a 
public  review  period.  The  fact  sheets  and  proposed  plans  were  generally  prepared  prior  to 
public  meetings  and  contained  information  concerning  the  date  and  locations  of  the  meetings  as 
well  as  points  of  contact  for  further  information.  The  fact  sheets  and  proposed  plans  also 
provided  information  concerning  the  locations  of  documents  pertaining  to  decisions  leading  to 
the  plans  for  site  cleanup  (Administrative  Record).  Fact  sheets  and  proposed  plans  were  mailed 
to  parties  on  the  Presidio  Environmental  Remediation  mailing  list,  DTSC  RAP  Mailing  List,  and 
to  Presidio  tenants  near  the  remediation  project  sites.  Early  on  in  the  program,  the  Trust 
produced  a  newsletter,  the  Presidio  CleanUp  News,  to  provide  the  public  with  updates 
concerning  the  progress  of  the  Presidio  Environmental  Remediation  Program.  The  newsletters 
were  mailed  to  the  parties  on  the  Presidio  Environmental  Remediation  Mailing  List. 

In  addition,  the  Trust  periodically  sends  press  releases  to  local  media  to  advise  the  media  and 
the  public  of  the  status,  findings,  significant  milestones,  or  special  events  with  respect  to  the 
Environmental  Remediation  Program. 

3.3.5      Information  Repositories  and  Administrative  Record 

An  information  repository  for  the  Presidio  Environmental  Remediation  Program  is  located  at  the 
Presidio  Trust  Library  at  1 03  Montgomery  Street  at  the  Presidio  and  at  the  DTSC  Berkeley 
office.  The  repository  includes  documents  produced  to  support  the  Environmental  Remediation 
Program,  copies  of  pertinent  laws  and  regulations,  the  Administrative  Record,  fact  sheets, 
newsletters,  and  other  relevant  information. 
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3.4  Schedules  and  Quarterly  Reports 

In  accordance  with  Section  5.4  (D)  of  the  Consent  Agreement,  the  Trust  has  prepared  and 
submitted  to  DTSC  detailed  Quarterly  Reports  that  include  a  summary  of  the  quarterly  activities 
as  well  as  an  overview  of  the  work  completed  to  date  under  the  Presidio  Environmental 
Remediation  Program.  The  quarterly  reports  provide  a  summary  of  milestones  reached  during 
the  quarter,  describe  work  activities  planned  for  the  next  quarter,  and  identify  issues  toward 
meeting  project  requirements  and  deadlines.  Also  included  are  tables  listing  key  regulatory 
submittals  and  correspondence  between  the  Trust  and  regulatory  agencies,  including  the 
DTSC.  In  addition,  the  quarterly  reports  provide  a  financial  summary  and  updates  to  the 
Presidio  Remediation  Program  Schedule. 

The  Presidio  Remediation  Program  Schedule  has  been  developed  and  maintained  by  the  Trust 
in  accordance  with  Section  5.4  (C)  of  the  Consent  Agreement.  As  the  program  has  moved 
forward,  the  schedule  has  been  updated  and  modified  to  reflect  extended  document  review 
times,  adding  additional  activities,  or  removing  activities  that  were  no  longer  necessary  to  be 
completed.  Changes  to  the  Presidio  Remediation  Program  Schedule  have  been  made  in 
consultation  with  the  DTSC. 

The  current  Presidio  Remediation  Program  Schedule  is  presented  in  Appendix  A.  Table  1 
summarizes  the  Quarterly  Reports  submitted  since  2008,  when  the  most  recent  baseline 
schedule  was  established. 

3.5  General  Provisions 

The  Trust  has  followed  general  provision  requirements  itemized  under  Section  VIII  of  the 
Consent  Agreement  as  discussed  below. 

3.5.1  Project  Coordinator 

In  compliance  with  Section  8.1  of  the  Consent  Agreement,  the  Trust  identified  a  Project 
Coordinator  whose  responsibilities  are  to  receive  notices,  comments,  and  approvals  from 
DTSC.  The  Project  Coordinator  is  also  responsible  for  the  Presidio  Remediation  Program 
Schedule,  budgets,  preparing  quarterly  status  reports,  and  financial  reports,  overall 
management  of  the  Environmental  Remediation  Program,  coordination  and  communication  with 
the  DTSC,  RAB,  NPS,  public,  and  other  stakeholders.  Since  January  2008,  Eileen  Fanelli, 
Environmental  Remediation  Program  Manager,  served  as  the  Trust  Project  Coordinator.  She 
supervises  Trust  Environmental  Remediation  staff  and  consulting  and  construction  firms  under 
contract  to  the  Trust.  Ms.  Fanelli  is  a  Professional  Geologist  in  the  State  of  California. 

3.5.2  Project  Engineer/Geologist 

In  compliance  with  Section  8.2  of  the  Consent  Agreement,  response  actions  were  performed 
under  the  direction  and  supervision  of  a  qualified  professional  engineer  or  professional  geologist 
in  the  State  of  California.  The  work  was  either  directly  supervised  by  qualified  Trust  staff  or  a 
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Trust  consultant.  Documents  submitted  to  the  DTSC  for  formal  review  were  signed  by  a 
professional  geologist  or  engineer. 

3.5.3  Quality  Control/Quality  Assurance 

In  accordance  with  Section  8.3  of  the  Consent  Agreement,  the  Trust  prepared  and  has  followed 
a  Presidio-Wide  Quality  Assurance  Project  Plan  and  Sampling  and  Analysis  Plan  (QAPP; 
TetraTech,  2001).  The  QAPP  presents  policies,  project  organization,  and  quality  assurance  and 
quality  control  (QA/QC)  measures  to  be  implemented  for  environmental  investigations  or 
remedial  work  undertaken  by  the  Trust  at  the  Presidio  as  part  of  the  Environmental  Remediation 
Program. 

3.5.4  Notice  and  Communications,  DTSC  Review  and  Approval,  and  Presidio  Access 

Sections  8.4  and  8.5  of  the  Consent  Agreement  indicate  that  notices  to  DTSC  shall  be  in  writing 
and  specify  that  DTSC  approvals  and  decisions  will  be  communicated  in  writing  by  the 
Mitigation  Branch  Chief  or  Designee.  Section  8.6  also  specifies  that  if  the  DTSC  determines  that 
a  document  submitted  for  approval  fails  to  comply  with  requirements  of  the  Consent  Agreement, 
the  DTSC  may  return  comments  to  the  Trust  with  recommended  changes.  The  Trust  and  DTSC 
have  followed  these  protocols  and  the  Trust  maintains  copies  of  DTSC  correspondence. 
Response  to  DTSC  comments  are  provided  as  either  attachments  to  the  revised  document  or 
as  separate  submittals  to  the  DTSC. 

In  accordance  with  Section  8.10  of  the  Consent  Agreement,  the  Trust  has  provided  the  DTSC 
with  access  to  all  sites  at  the  Presidio  and  to  contract  laboratories  for  inspection. 

3.5.5  Data  and  Document  Availability,  Record  Retention,  Plans,  Schedules,  Reports, 
and  Sampling 

The  central  repository  for  reports  prepared  as  part  of  the  Environmental  Remediation  Program 
that  have  been  submitted  to  the  DTSC,  is  the  Trust  library  at  1 03  Montgomery  Street.  The  Trust 
also  maintains  electronic  versions  of  the  reports  on  a  server  that  is  accessed  by  Trust  staff.  In 
accordance  with  Section  of  8.12  of  the  Consent  Agreement,  these  reports  will  be  preserved  and 
maintained  a  minimum  of  six  years  after  conclusion  of  activities  performed  under  the  Consent 
Agreement. 

In  accordance  with  Section  8.1 1  of  the  Consent  Agreement,  the  Trust  notified  the  DTSC  of  field 
sampling  efforts  to  allow  DTSC  the  opportunity  to  collect  duplicate  samples  and/or  observe 
sampling  activities.  The  Trust  has  also  provided  DTSC  with  validated  and  non-privileged 
sampling,  testing,  and  monitoring  data  pertaining  to  work  performed  under  the  Consent 
Agreement.  In  general,  these  data  have  been  provided  as  attachments  (generally  as  electronic 
files  provided  on  disc)  to  monitoring,  investigation,  and  construction  completion  reports  and/or 
uploaded  to  a  SharePoint  site  set  up  by  the  Trust  for  the  purpose  of  data  exchange  during 
conduct  of  the  work.  Analytical  data  provided  by  the  laboratory  as  electronic  deliverables  are 
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also  uploaded  and  stored  in  a  database  maintained  by  the  Trust,  which  serves  as  the  central 
repository  of  analytical  data  collected  as  part  of  the  Environmental  Remediation  Program. 

In  accordance  with  Section  8.18,  plans,  schedules,  reports,  and  specifications  that  were 
prepared  by  the  Trust  and  approved  by  DTSC  were  implemented  by  the  Trust,  unless  the  plans 
were  revised  or  modified  in  consultation  with  the  DTSC.  Schedules  were  regularly  updated  to 
reflect  resource  constraints  as  well  as  the  actual  duration  of  stakeholder  and  DTSC  plan  review 
and  approval. 

3.5.6  Payment  of  Costs 

In  accordance  with  Section  8.16  of  the  Consent  Agreement,  the  DTSC  has  billed  the  Trust 
quarterly  for  oversight  activities  under  the  Consent  Agreement.  The  billing  provides  DTSC 
incurred  costs  and  describes  the  oversight  activities  performed  during  the  billing  period.  All 
DTSC  invoices  submitted  to  date  have  been  paid  by  the  Trust. 

3.5.7  Process  for  Acknowledgement  of  Satisfaction  and  Termination 

As  specified  in  the  requirements  of  Section  8.22  of  the  Consent  Agreement,  Termination  and 
Satisfaction,  the  Consent  Agreement  may  be  terminated  pursuant  to  either  Section  8.22  (A)  or 
(B)  below: 

(A)  Acknowledgement  of  Satisfaction. 

(i)  The  provisions  of  the  [Consent]  Agreement  shall  be  deemed  satisfied  and  this 
Agreement  will  terminate  upon  execution  by  the  Parties  of  an  Acknowledgement  of 
Satisfaction  ("Acknowledgement").  DTSC  will  prepare  the  Acknowledgement  for  the 
Parties'  signature.  The  Acknowledgement  will  specify  that  the  Trust  has 
demonstrated  to  DTSC's  satisfaction  that  the  terms  of  this  Agreement,  including 
payment  of  DTSC's  costs,  have  been  satisfactorily  completed.  The 
Acknowledgement  will  affirm  the  Trust's  continuing  obligation  to  preserve  all  records. 

(ii)  The  Trust  may  request  in  writing  that  DTSC  prepare  the  Acknowledgement. 
Within  sixty  (60)  days  after  receiving  the  request,  DTSC  shall  either  approve  the 
request  and  prepare  the  Acknowledgement  or  shall  deny  the  request  and  provide  a 
written  explanation  of  its  denial  to  the  Trust. 

(B)  Any  Party  may  terminate  its  participation  in  [the  Consent]  Agreement  by  giving  ninety 
(90)  days  written  notice  to  the  other  Parties. 

This  report  has  been  prepared  to  meet  the  Consent  Agreement  requirement  for  a  report 
documenting  OU  7  -  Basewide  Cumulative  Effects,  and  in  response  to  a  November  6,  2013  e- 
mail  from  DTSC  requesting  a  report  summarizing  previous  decision  documents  and  response 
actions  for  each  OU  listed  in  the  Consent  Agreement.  As  described  in  the  Conclusions  in 
Section  5.2  of  this  report,  the  Trust  requests  that  subsequent  to  DTSC  review  and  approval  of 
this  report,  the  Consent  Agreement  be  terminated  because  the  Trust  has  met  the  requirements 
of  the  Response  Action  Process  as  summarized  in  Section  3.0  (Site  Response  Action 
Compliance)  of  this  report. 
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4.0         POST-REMEDIATION  SITE  O&M  AGREEMENT  AND  O&M  PLAN 

Section  5.13  of  the  Consent  Agreement  requires  the  Trust,  NPS,  and  DTSC  to  enter  into  an 
O&M  Agreement  for  sites  with  post-remediation  O&M  prior  to  DTSC  Certification  of  a  site.  In 
2012,  the  Presidio  Operation  &  Maintenance  Agreement  (O&M  Agreement)  was  signed  by  the 
Trust,  NPS,  and  DTSC. 

The  O&M  Agreement,  between  the  Trust,  DTSC,  and  DOI  [NPS]  under  CERCLA  42  U.S.C. 
Section  9601,  etseq.,  and  H&SC  Section  25355.5(a)(1)(c)  (DTSC,  Trust,  NPS,  2012),  is  an 
enforceable  agreement  to  1 )  oversee  investigation  and/or  remediation  of  a  release  or 
threatened  release  of  hazardous  substances  at  or  from  the  Presidio,  and  2)  oversee  O&M  of 
post-remediation  activities  at  the  Presidio.  The  O&M  Agreement  applies  to  both  Areas  A  and  B 
of  the  Presidio,  and  supersedes  Section  5.13  (Operation  and  Maintenance)  of  the  Consent 
Agreement  where  O&M  is  a  component  of  a  site  remedy.  After  Termination  of  the  Consent 
Agreement,  the  O&M  Agreement  will  continue  to  remain  in  effect  for  the  specific  sites  that 
require  O&M  as  part  of  the  remedy.  The  O&M  Agreement  specifies  that  for  sites  requiring  O&M, 
the  O&M  requirements  will  be  left  in  place,  operated  and  maintained  by  the  Trust  until  DTSC 
authorizes  the  Trust  in  writing  to  discontinue  or  modify  part  or  all  of  the  O&M  requirements. 
Included  in  the  O&M  Agreement  are  sites  where  Land  Use  Controls  (LUCs)  have  been 
implemented  by  the  Trust  to  restrict  specific  land  use  and/or  to  notify  land  use  planners  and 
stakeholders  of  the  presence  of  residual  contamination  that  poses  risk  based  on  unrestricted 
land  use. 

Sites  where  Long  Term  Monitoring  and  LUCs  are  in  place  are  shown  on  Figure  5. 
LUCs 

Pursuant  to  Title  22  California  Code  of  Regulations  (CCR)  Section  67391.1,  DTSC  requires  a 
land  use  covenant  be  executed  and  recorded  when  hazardous  materials  remain  at  a  site  at 
concentrations  that  are  not  suitable  for  unrestricted  land  use.  An  exception  to  this  requirement  is 
for  property  owned  by  the  federal  government.  Title  22,  Section  67391 .1  (f)  states  that  when  it  is 
not  feasible  to  record  a  land  use  covenant  for  property  owned  by  the  federal  government,  other 
mechanisms  may  be  used  to  ensure  future  land  use  will  be  compatible  with  the  levels  of  waste 
that  remain  on  the  property.  The  Presidio  Trust  Land  Use  Control  Master  Reference  Report 
(LUCMRR)  serves  as  the  implementation  and  enforcement  plan  to  ensure  that  LUCs  in  place  at 
the  Presidio  are  maintained  to  protect  public  health  and  the  environment  (Trust,  2009).  The 
LUCMRR  applies  to  Area  B  of  the  Presidio.  The  LUCMRR  has  been  incorporated  into  the  O&M 
Plan  to  track  O&M  activities  for  LUC  sites.  The  LUCMRR  is  amended  for  each  site  where  LUCs 
are  selected  as  a  component  of  the  site  remedy  with  site-specific  LUCMRR  addenda.  For  Area 
A  sites,  land  use  restrictions  are  documented  through  the  site-specific  O&M  Plan  (e.g.,  O&M 
Plan  for  Landfill  1 0)  and  by  notification  placed  in  the  Golden  Gate  National  Recreation  Area 
Compendium. 
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Long  Term  O&M  Plan  and  Activities 

O&M  activities  are  designed  to  maintain  the  remedy  at  a  site  to  ensure  that  the  remedy  remains 
protective  of  human  health  and  the  environment  in  the  long  term  to  address  residual 
contamination  that  poses  risk  based  on  unrestricted  land  use  criteria.  The  Trust  has  prepared 
and  DTSC  has  approved  the  O&M  Plan  for  the  Presidio  that  includes  requirements  for  annual 
inspection  and  reporting  of  sites  with  O&M  requirements,  including  sites  where  LUCs  are  in 
place  that  are  managed  and  documented  in  the  LUCMRR  (Trust,  2012).  The  O&M  Plan 
describes  the  operation,  maintenance,  inspection,  and  monitoring  activities  required  for  current 
remediation  sites  at  the  Presidio.  For  sites  covered  by  the  O&M  Plan,  the  O&M  activities  are 
specified  in  decision  documents  that  describe  the  remedies  for  the  sites.  The  decision  document 
is  the  RAP  or  ROD,  as  applicable,  for  CERCLA  sites.  After  remedial  construction  is  complete, 
the  site  O&M  activities  identified  in  the  decision  document  are  included  in  the  O&M  Plan. 

The  Trust  has  been  implementing  the  O&M  Plan  since  it  was  approved  by  DTSC  on  November 
7,  2012.  Inspection  and  monitoring  procedures  required  for  O&M  sites  include  routine  inspection 
of  containment  caps  and  repair  as  needed,  groundwater  and  surface  water  sampling,  landfill 
gas  sampling,  and  maintenance  of  and  compliance  with  LUCs.  The  O&M  plan  is  updated  as 
necessary  and  approved  by  DTSC. 

O&M  Frequency  and  Reporting 

Frequencies  of  the  inspection  and  monitoring  procedures  vary  by  site.  The  inspection  and 
monitoring  frequencies  required  for  each  site  are  detailed  in  the  site-specific  appendices  to  the 
O&M  Plan.  The  Trust  assesses  inspection  and  monitoring  frequencies  on  a  regular  basis,  and  if 
appropriate,  recommends  modified  frequencies.  Inspection  and  monitoring  results  are 
documented  in  the  annual  O&M  report,  as  well  as  any  modifications  in  inspection  and 
monitoring  scope  and  schedule. 

The  O&M  and  LUCMRR  reporting  are  combined  into  the  annual  O&M  report  and  submitted  to 
DTSC  and  the  Water  Board.  The  annual  O&M  report  provides  inspection  logs;  summaries  of 
groundwater,  surface  water,  and  landfill  gas  monitoring  activities;  and  LUC  inspection  logs. 
These  reports  include,  as  applicable,  descriptions  of  inspection  observations,  maintenance  and 
repair  activities,  inspection  records,  photographs,  and  maps  showing  site  features  requiring 
repair  or  maintenance.  Each  O&M  site  is  reviewed  annually  to  ensure  the  remedies  are 
functioning  as  planned  and  will  propose  modifications  and  discontinuance  of  monitoring 
activities,  as  applicable. 

Five- Year  Reviews 

Section  121  of  CERCLA  requires  remedial  actions  which  result  in  hazardous  substances, 
pollutants,  or  contaminants  remaining  at  the  site  above  levels  that  allow  for  unlimited  use  and 
unrestricted  exposure  be  reviewed  every  five  years  to  ensure  protection  of  human  health  and 
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the  environment.  As  required  by  CERCLA,  the  remedies  of  O&M  sites  with  contaminants 
remaining  above  levels  that  do  not  allow  for  unrestricted  use  will  be  evaluated  every  five  years, 
and  Five-Year  Review  Reports  will  be  prepared  by  the  Trust  and  submitted  to  DTSC.  Based  on 
the  results  of  the  five-year  reviews,  the  Trust  may  request  in  the  Five-Year  Review  Reports  to 
modify  ongoing  monitoring  and  maintenance  activities.  Approved  changes  to  the  O&M  activities 
will  be  reflected  in  the  O&M  Plan  and  annual  O&M  reports. 

O&M  Procedures  for  Future  Sites 

For  sites  covered  in  future  decision  documents,  if  the  decision  document  contains  O&M 
activities,  the  O&M  Plan  will  be  updated  to  include  those  O&M  activities.  O&M  activities  that  are 
included  in  a  site  remedy  are  specified  in  the  decision  document  for  each  site.  The  O&M  also 
provides  provisions  for  five-year  reviews  that  are  conducted  in  compliance  with,  as  applicable, 
Sections  5.11  (Institutional  Controls),  5.13  (Operation  and  Maintenance)  and  5.14  (Five-Year 
Review)  of  the  Consent  Agreement.  Attachment  A  of  the  O&M  Plan  lists  the  sites  at  the  Presidio 
with  O&M  activities  and/or  LUCs. 

5.0  SUMMARY  AND  CONCLUSIONS 

5.1  Summary 

The  completion  of  the  Response  Action  Process  per  the  requirements  set  forth  in  the  Consent 
Agreement  is  documented  in  this  Basewide  Report.  As  described  in  Section  3.0  of  this  report, 
the  Trust  has  followed  the  Presidio  Remediation  Strategy  prescribed  in  Section  5.4  of  the 
Consent  Agreement,  by  maintaining  the  Presidio  Remediation  Program  Schedule,  conducting 
quarterly  meetings  and  preparing  quarterly  reports  documenting  compliance  with  the  Consent 
Agreement;  consulting  regularly  with  DTSC,  and  completing  response  actions  appropriate  to  the 
65  Listed  Sites  and  160  Non-Listed  Sites  as  summarized  in  Tables  2,  3,  and  4.  Tables  2  and  3 
also  identify  each  element  of  the  Response  Action  Process  completed  for  each  site  and  dates  of 
DTSC  certification.  Of  the  65  listed  sites  and  160  non-listed  sites,  DTSC  Certification  or  NFA 
has  been  received  for  the  majority  of  the  sites.  DTSC,  the  Trust,  NPS  and  Army  are  entering 
into  VCAs  for  the  remaining  sites  (Tables  2,  3,  and  4). 

Decision  documents  for  sites  under  the  Consent  Agreement  implemented  remedies  using 
cleanup  levels  that  were  protective  of  the  most  sensitive  of  potential  human  or  ecological 
receptors  based  on  current,  planned,  as  well  as  hypothetical  land  use.  These  cleanup  levels 
reflected  Presidio-wide  PRGs  that  were  conservatively  based  on  exposure  durations  and 
pathways  that  represented  reasonable  maximum  exposure  scenarios  for  potential  human  and 
ecological  receptors  at  the  Presidio  (EKI,  2002).  Given  the  conservative  nature  of  the  Presidio- 
wide  PRGs  there  are  no  expected  residual  risks  or  cumulative  effects  following  site  remediation. 
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5.2  Conclusions 

The  Trust  has  demonstrated  through  the  compliance  assessment  presented  herein  that  the 
Response  Action  Process  was  followed  and  completed  by  the  Trust  in  accordance  with  the 
Presidio  Remediation  Strategy  (Section  5.4  of  the  Consent  Agreement)  and  additional 
requirements  (Sections  5.5  through  5.20  of  the  Consent  Agreement).  In  addition,  this  report 
meets  the  Consent  Agreement  requirement  for  a  report  documenting  OU  7  -  Basewide 
Cumulative  Effects  and  Basewide  RAP.  Based  on  this  compliance  assessment,  there  is 
documentation  to  support  DTSC  preparation  of  an  Acknowledgment  of  Satisfaction  for 
Termination  of  the  1999  Consent  Agreement. 

Based  on  discussions  with  the  DTSC,  future  sites  identified  as  requiring  assessment  and/or 
remediation  at  the  Presidio  after  Termination  of  the  Consent  Agreement,  will  be  managed  under 
the  VCA  Program.  Under  the  VCA,  DTSC  will  enter  into  site-specific  agreements  with  project 
proponents  for  DTSC  oversight  of  site  assessment,  investigation,  and/or  removal  or  remediation 
activities;  and  the  project  proponents  will  pay  DTSC's  reasonable  costs  for  those  services. 
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SUMMARY  LISTING  OF  CERCLA  PROGRAM  SCHEDULE  AND  QUARTERLY  REPORTS  SINCE  2008 

Basewide  Report  of  Compliance 
Presidio  of  San  Francisco,  California 


Date  of  Submittal 

Document  Title 

September  24,  2008 

Presidio  Trust  Remediation  Program  Quarterly  Program  Status  Report,  Financial  Report  Number  14  Third 
Quarter  Fiscal  Year  2008 

November  10,  2008 

Presidio  Trust  Remediation  Program  Quarterly  Program  Status  Report,  Financial  Report  Number  15 
Fourth  Quarter  Fiscal  Year  2008 

February  27,  2009 

Presidio  Trust  Remediation  Program  Quarterly  Program  Status  Report,  Financial  Report  Number  16  First 
Quarter  Fiscal  Year  2009 

May  26,  2009 

Presidio  Trust  Remediation  Program  Quarterly  Program  Status  Report,  Financial  Report  Number  1 7 
Second  Quarter  Fiscal  Year  2009 

August  20,  2009 

Presidio  Trust  Remediation  Program  Quarterly  Program  Status  Report,  Financial  Report  Number  18  Third 
Quarter  Fiscal  Year  2009 

November  17,  2009 

Presidio  Trust  Remediation  Program  Quarterly  Program  Status  Report,  Financial  Report  Number  19 
Fourth  Quarter  Fiscal  Year  2009 

February  26,  2010 

Presidio  Trust  Remediation  Program  Quarterly  Program  Status  Report,  Financial  Report  Number  20  First 
Quarter  Fiscal  Year  2010 

May  11,  2010 

Presidio  Trust  Remediation  Program  Quarterly  Program  Status  Report,  Financial  Report  Number  21 
Second  Quarter  Fiscal  Year  2010 

August  7,  2010 

Presidio  Trust  Remediation  Program  Quarterly  Program  Status  Report,  Financial  Report  Number  22  Third 
Quarter  Fiscal  Year  2010 

November  22,  2010 

Presidio  Trust  Remediation  Program  Quarterly  Program  Status  Report,  Financial  Report  Number  23 
Fourth  Quarter  Fiscal  Year  2010 

February  15,  2011 

Presidio  Trust  Remediation  Program  Quarterly  Program  Status  Report,  Financial  Report  Number  24  First 
Quarter  Fiscal  Year  201 1 

May  9,  201 1 

Presidio  Trust  Remediation  Program  Quarterly  Program  Status  Report,  Financial  Report  Number  25 
Second  Quarter  Fiscal  Year  201 1 

August  10,  2011 

Presidio  Trust  Remediation  Program  Quarterly  Program  Status  Report,  Financial  Report  Number  26  Third 
Quarter  Fiscal  Year  201 1 

November  14,  2011 

Presidio  Trust  Remediation  Program  Quarterly  Program  Status  Report,  Financial  Report  Number  27 
Fourth  Quarter  Fiscal  Year  201 1 
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SUMMARY  LISTING  OF  CERCLA  PROGRAM  SCHEDULE  AND  QUARTERLY  REPORTS  SINCE  2008 

Basewide  Report  of  Compliance 
Presidio  of  San  Francisco,  California 


Date  of  Submittal 

Document  Title 

January  12,  2012 

Presidio  Trust  Remediation  Program  Quarterly  Program  Status  Report,  Financial  Report  Number  28  First 
Quarter  Fiscal  Year  2012 

April  9,  2012 

Presidio  Trust  Remediation  Program  Quarterly  Program  Status  Report,  Financial  Report  Number  29 
Second  Quarter  Fiscal  Year  2012 

July  12,  2012 

Presidio  Trust  Remediation  Program  Quarterly  Program  Status  Report,  Financial  Report  Number  30  Third 
Quarter  Fiscal  Year  2012 

October  12,  2012 

Presidio  Trust  Remediation  Program  Quarterly  Program  Status  Report,  Financial  Report  Number  31 
Fourth  Quarter  Fiscal  Year  2012 

January  15,  2013 

Presidio  Trust  Remediation  Program  Quarterly  Program  Status  Report,  Financial  Report  Number  32  First 
Quarter  Fiscal  Year  2013 

April  15,  2013 

Presidio  Trust  Remediation  Program  Quarterly  Program  Status  Report,  Financial  Report  Number  33 
Second  Quarter  Fiscal  Year  2013 

July  8,  2013 

Presidio  Trust  Remediation  Program  Quarterly  Program  Status  Report,  Financial  Report  Number  34  Third 
Quarter  Fiscal  Year  2013 

October  15,  2013 

Presidio  Trust  Remediation  Program  Quarterly  Program  Status  Report,  Financial  Report  Number  35 
Fourth  Quarter  Fiscal  Year  2013 

January  15,  2014 

Presidio  Trust  Remediation  Program  Quarterly  Program  Status  Report,  Financial  Report  Number  36  First 
Quarter  Fiscal  Year  2014 

April  15,  2014 

Presidio  Trust  Remediation  Program  Quarterly  Program  Status  Report,  Financial  Report  Number  37 
Second  Quarter  Fiscal  Year  2014  [pending] 

(a)  This  table  summarizes  quarterly  reports  provided  in  accordance  with  the  current  baseline  schedule.  Prior  to  September  2008,  reports 
were  submitted  on  a  quarterly  basis  in  a  different  format. 
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SUMMARY  OF  RESPONSE  ACTION  PROCESS  FOR  LISTED  SITES 

Basewide  Report  of  Compliance 
Presidio  of  San  Francisco.  California 


amecP 


Operable  Unit 

Site 

Remedial 
Action  Plan 

(RAP) 
Designation 

Remedial  Investigations  (RIs) 

(Date  of  investigation/Party/Reference) 

Feasibility  Studies  (FSs) 

(Party/Reference) 

RAP  and  CEQA (1) 

(Reference) 

Selected  Remedial 
Action 

nciiicuidi  L/caiyu  \r\uf 

(Party/Reference  and  Date 
of  DTSC  Approval) 

Institutional 
Controls'2' 

(Type  of  control, 
reference  document, 
and  Date  of  DTSC 
approval) 

Implementation  of  Final 
RAP  and  Construction 
Completion  Report  (CCR) 

(Dates/Party/Reference  and 
Date  of  DTSC  Approval) 

Post  Remediation 
Monitoring 
Requirement 

(Type  and  Date  of 
DTSC  Approval) 

Certification 

(Trust  Request 
Date/Reference  and 
Date  of  DTSC  Certification) 

Operation  and 
Maintenance 
Requirement 

(Type  and  Date  of 
DTSC  Approval) 

1.0.  OU  1  -  Public 
Health  Service 
Hospital 

1.1  Landfill  8 

RAP  4 

1990  /Army/PHSH  Rl  (Stollar.1 993) 

2002/Trust/LF8  &  LF10  5-Year  and  FIR  (URS.  2004); 

2007,  2008/Trust  /LF8,  LF10,  PHSH  Fill  FS  (EKI,  2008e) 

Trust/LF8.  LF10,  PHSH  Fill  FS  (EKI, 
2008e) 

RAP  4  (EKI.  2009) 

Permeable  Cover.  LUC 

LF8,  LF10.  GA9  RAWP 
(SES,  2009) 
DTSC  Approval: 
07/23/2009 

LUC  (Trust.  2011b) 
DTSC  Approval: 
3/26/2014 

2009-201 0/Trust/LF8,  LF10, 
GA9  CCR  (SES,  2013) 
DTSC  Approval:  1 1/28/2012 

Groundwater 
monitoring 
(Geosyntec,  2013b) 
DTSC  Approval: 
04/14/2014 

Dec  2012/  LF8  Cert  Requesf 

(Trust,  201 2f) 

DTSC  Cert:  05/13/2014 

Cover  inspection: 
DTSC  Approval: 
06/28/2012 

1.2  Landfill  10 

RAP  4 

1990  /Army/  PHSH  Rl  (Stollar.  1993) 

2001 ,  2002/Trust/LF8  &  LF1 0  5-Year  and  FIR  (URS, 

2004); 

2007,  2008/Trust/LF8,  LF10,  PHSH  Fill  FS  (EKI,  2008e) 

Trust/LF8.  LF10,  PHSH  Fill  FS  (EKI, 
2008e) 

RAP  4  (EKI,  2009) 

Permeable  Cover,  LUC 

Trust/LF8.  LF10,  GA9 
RAWP  (SES,  2009) 
DTSC  Approval: 
07/23/2009 

LUC  (Trust  2011c) 
DTSC  Approval: 
3/26/2014 

2009-201 0/TrustLF8.  LF10. 
GA9  CCR  (SES.  2012) 
DTSC  Approval:  1 1/28/2012 

Groundwater 
monitoring 
(Geosyntec,  2013b) 
DTSC  Approval: 
04/14/2014 

Jan  2013/GA9and  LF10 
Cert  Request  (Trust,  2013b) 
DTSC  Cert:  05/13/2014 

Groundwater 
monitoring  and 
cover  inspection 
DTSC  Approval: 
06/28/2012  (for 
cover);  4/1 1/2014 
(with  modification 
for  monitoring) 

1.3  Building  1827  Area 

PHSH  ROD 

1990/Army/PHSH  Rl  (Stollar.  1993) 

Army/PHSH  FS  (Watkins-Johnson, 
1993) 

PHSH  RAP  (Watkins- 
Johnson,  1994) 
PHSH  ROD  (US  Army, 
1995) 

Excavation  and  Offsite 
Disposal 

Army/B1827  RD 
(Montgomery  Watson, 
1995) 

NA 

1 995/Army/Bldg  1827  Cert 
Request  (Trust,  2008b) 

NA 

Jul2008/Bldg  1827  Cert 
Request  (Trust,  2008b) 
DTSC  Cert:  5/10/12 

NA 

2.0.  OU  2  -  Main 
Installation 

2.1  Baker  Beach  Disturbed 
Area  1 

RAP  3 

1 992-1 995/Army/Main  Installation  Rl  (Dames  &  Moore, 
1997a) 

2004,  2005-2006/Trust/BBDAs  FIR  (MACTEC,  2006a) 

Trust/Revised  Main  Installation  Sites 
FS  (EKI,  2003a);  Eight  Sites 
Supplemental  FS  (MACTEC,  2006c) 

RAP  3  (MACTEC,  2007b) 

Excavation  and  Offsite 
Disposal,  Recycle 
Debris,  and  Monitor 
Seep/Groundwater 

Trust/BBDAs  1  and  2A  RD 
(MACTEC,  2007c) 

NA 

2007-2008/Trust/BBDAs  1 
and  2A  CCR  (MACTEC, 
2008) 

DTSC  Approval:  2/12/2014 

Erosion  Control 
Monitoring; 
Seep  and 
Groundwater 
Monitoring/Post- 
Remediation 
GW/Seep  Evaluation 
(AMEC,  2012b) 

June  201 2.  BBDA  1  Site  Cert 
Request  (Trust,  2012a) 
DTSC  Cert:  05/15/2014 

Groundwater/ 
seep  monitoring 
(Trust,  201 4e) 
DTSC  Approval: 
04/1 1/2014 

2.2  Baker  Beach  Disturbed 
Area  1A 

RAP  5B 

1 992-1 995/Army/(Dames  &  Moore,  1997a) 
2003,  2004,  2005/Trust/BBDAs  FIR  (MACTEC,  2006a); 
2006,  2010/Trust/BBDA  1A  Rl  Summary  Report  (AMEC, 
201 2d) 

DTSC  Approval;  07/23/2012 

Trust/Revised  Main  Installation  Sites 
FS  (EKI,  2003a),  RAP  5B  (AMEC, 
2013b) 

RAP  5B  (AMEC,  2013a) 

Excavation  and  offsite 
disposal  of  asphalt 
source  material 

Trust/BBDA  1ARDIP 

(AMEC,  201 3e) 

DTSC  Approval:  5/1 0/201 3 

NA 

201 3/Trust/BBDA  1ACCR 

(AMEC,  2014a) 

DTSC  Approval:  3/28/2014 

Erosion  Control 
Monitoring 

Mar  2014/BBDA  1 A  Cert 
Request  (Trust,  2014a) 
DTSC  Cert:  3/28/2014 

NA 

2.3  Baker  Beach  Disturbed 
Area  2 

RAP  5C 

1 992-1 995/Army/  Main  Installation  Rl  (Dames  &  Moore, 
1997a) 

2003,  2005/Trust/BBDAs  FIR  (MACTEC,  2006a) 
2006,  2009,  201 1 ,  201 3/Trust/BBDA  2  Rl  Summary 
Report  (AMEC,  2012a) 
DTSC  Approval:  06/29/2012 

Trust/Revised  Main  Installation  Sites 
FS  (EKI,  2003a);  RAP  5C  (AMEC, 
2013d) 

RAP  5C  (AMEC,  2013d) 

Excavation  and  offsite 
disposal  of  debris  fill 

Trust/BBDA  2  RDIP 
(Geosyntec,  2013a) 
DTSC  Approval: 
06/19/2013 

NA 

201 2-201 3/Trust/BBDA  2 
CCR  (Geosyntec,  2014) 
DTSC  Approval:  2/13/14 

Erosion  Control 
Monitoring 

Feb  201 4/BBDA  2  Site  Cert 
Request  (Trust,  2014b) 
DTSC  Cert:  2/13/14 

NA 

2.4  Baker  Beach  Disturbed 
Area  3 

RAP  2 

1992, 1 994/Army/Main  Installation  Rl  (Dames  &  Moore, 
1997a) 

2000/Trust/Samp  Results  Select  Main  Installation  Sites 
(EKI,  2000a) 

Trust/Revised  Main  Installation  Sites 
FS  (EKI,  2003a) 

RAP  2  (T&R,  2004b) 

Excavation  and  Offsite 
Disposal,  Recycle 
Debris,  and  Monitor 
Water 

Trust/BBDAs  3  and  4  RAP 
Work  Plan  (T&R,  2004c) 

NA 

2004-2005/Trust/BBDAs  3 
and  4  CCR  and  Addendum 
(T&R,  2005,  2007) 

Groundwater 
monitoring'5' 

May  2009/BBDA  3  and 
BBDA  4  Cert  Request  (Trust, 
2009b) 

DTSC  Cert:  11/19/2012 

NA 

2.5  Baker  Beach  Disturbed 
Area  4 

RAP  2 

1992-1 995/Army/Main  Installation  Rl  (Dames  &  Moore, 
1997a) 

2000/Trust/Samp  Results  Select  Main  Installation  Sites 
(EKI,  2000a) 

Trust/Revised  Main  Installation  Sites 
FS  (EKI,  2003a) 

RAP  2  (T&R.  2004b) 

Excavation  and  Offsite 
Disposal,  No  Action  for 
Surface  Water 

Trust/BBDAs  3  and  4  RAP 
Work  Plan  (T&R,  2004c) 

NA 

2004/Trust/BBDA  3  and  4 
CCR  and  Addendum  (T&R, 
2005,  2007) 

NA 

May  2009/BBDA  3  and 
BBDA  4  Cert  Request  (Trust, 
2009b) 

DTSC  Cert:  11/19/2012 

NA 

2.6  Battery  Howe-Wagner 

RAP  6B 

1992, 1 995/Army/Main  Installation  Rl  (Dames  &  Moore, 
1997a) 

Ofinn  Onni  /Tn  ict/AHHonHi  i m  O  QnH  AHHonHi  im  tn 
tUUU'tUU  1/  1  lUoL/MUUcMUUIIl  £L  dl  1U  MUUcilUUlIi  <J  IU 

Samp  Results  (EKI,  2001b  and  2002a) 
BHW  Rl  Summary  Report  (AMEC,  2012c) 
DTSC  Approval;  07/13/2012 

NA 

NA 

No  Further  Action 

NA 

NA 

NA 

NA 

NA 

NA 

2.7  Fill  Site  1 

RAP  5A 

1992, 1 995/Army/Main  Installation  Rl  (Dames  &  Moore, 
1997a) 

2000/Trust/Samp  Results  Select  Main  Installation  Sites 
(EKI,  2000a) 

2009/Trust/FDR  for  FS1  and  LF2  (MACTEC,  2009) 
DTSC  Approval;  01/25/2010 

Trust/Revised  Main  Installation  Sites 
FS  (EKI,  2003) 

RAP  5A  (MACTEC.  2010) 

Excavation  and  Offsite 
Disposal,  Recycle 
Debris,  and  Monitor 
Groundwater 

Trust/FS1  &  LF2  RAWP 
(KJ,  2010) 

NA 

2010  Trust  FS1  and  LF2  CCR 
(KJ,  2012a) 

DTSC  Approval:  05/02/2012 

Groundwater 
monitoring  (Roux, 
2013) 

DTSC  Concurrence: 
8/9/13 

Soil:  May  201 2/FS1  and  LF2 
CCR  (KJ,  2012) 
DTSC  Cert:  5/10/2012 

NA 

2.8  Fill  Site  5 

RAP  1 

1990,1 994/Army/Main  Installation  Rl  (Dames  &  Moore, 
1997a) 

2000/Trust/Samp  Results  Select  Main  Installation  Sites 
(EKI,  2000a) 

Trust  RAP  1  (T&R.  2002b) 

RAP  1  (T&R.  2002b) 

Excavation  and  Offsite 
Disposal,  Recycle  Debris 

Remedial  Action  Work  Plan 
for  LF4  and  FS5  (T&R, 
2002c) 

NA 

2003/Trust/LF4  and  FS5  CCR 
(T&R,  2004f) 

Groundwater 

monitoring'5' 

Mar  2009/FS5  Cert  Request 

(Trust,  2009a) 

DTSC  Cert:  11/29/2012 

NA 

2.9  Fill  Site  6  -  Fill  Site  6A 

RAP  2 

1990,1 994/Army/Main  Installation  Rl  (Dames  &  Moore, 
1997a) 

2000/Trust/Samp  Results  Select  Main  Installation  Sites 
(EKI,  2000a) 

2001 /Trust/Samp  Results  Addendum  1  (EKI,  2001a) 

Trust/Revised  Main  Installation  Sites 
FS  (EKI,  2003) 

RAP  2  (T&R,  2004b) 

Excavation  and  Offsite 
Disposal,  Recycle 
Debris,  Monitor 
Groundwater 

Trust/FS  6A  Clean  Closure 
Work  Plan  (MACTEC, 
2005a) 

LUC/LUN  (AMEC, 
2014b) 

DTSC  Approval: 
03/28/2014 

2005/Trust/FS6A  CCR 

(MACTEC,  2006b) 

DTSC  Approval:  04/07/2014 

Groundwater 
monitoring'5' 

Aug  2009/FS6A  Cert 
Request  (Trust 
Feb  2014/2014  FS6ACert 
Request  (Trust,  2014c) 
DTSC  Cert:  04/07/2014 

NA 
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TABLE  2 

SUMMARY  OF  RESPONSE  ACTION  PROCESS  FOR  LISTED  SITES 

Basewide  Report  of  Compliance 
Presidio  of  San  Francisco.  California 


amecP 


Operable  Unit 

Site 

Remedial 
Action  Plan 

(RAP) 
Designation 

Remedial  Investigations  (RIs) 

(Date  of  investigation/Party/Reference) 

Feasibility  Studies  (FSs) 

(Party/Reference) 

RAP  and  CEQA 11 1 

(Reference) 

Selected  Remedial 
Action 

Remedial  Design  (RD) 

(Party/Reference  and  Date 
of  DTSC  Approval) 

Institutional 
Controls'2' 

(Type  of  control, 
reference  document, 
and  Date  of  DTSC 
approval) 

Implementation  of  Final 
RAP  and  Construction 
Completion  Report  (CCR) 

(Dates/Party/Reference  and 
Date  of  DTSC  Approval) 

Post  Remediation 
Monitoring 
Requirement 

(Type  and  Date  of 
DTSC  Approval) 

Certification 

(Trust  Request 
Date/Reference  and 
Date  of  DTSC  Certification) 

Operation  and 
Maintenance 
Requirement 

(Type  and  Date  of 
DTSC  Approval) 

2.0.  OU  2  -  Main 
Installation 

2.10  Fill  Site  6  -  Fill  Site  6B 

RAP  6B 

1990.  1994/Army/Main  Installation  Rl  (Dames  &  Moore, 
1997a) 

1997/Army/Bldg  1065  SI  (IT,  1997a) 

2006,  2009,  2012,  2013/Trust/FS6B  PEA  (AMEC, 

2013c) 

NA 

NA 

LUC 

NA 

LUC  (AMEC.  2014b) 
DTSC  Approval: 
03/28/2014 

NA 

NA 

Nov  2013/FS6B  PEA 
(AMEC,  2013c) 
DTSC  Cert:  11/13/2013 

NA 

2.1 1  Graded  Area  9 

RAP  3 

1990,  1 992/Army/Main  Installation  Rl  (Dames  &  Moore, 
1997) 

2000/Trust/Samp  Results  Select  Main  Installation  Sites 
(EKI,  2000a) 

Trust/Revised  Main  Installation  Sites 
FS  (EKI,  2003a);  Eight  Sites 
Supplemental  FS  (MACTEC,  2006c) 

RAP  3  (MACTEC,  2007b) 

Cover  and  LUC  for  Soil, 
No  Action  for 
Groundwater 

Trust/Remedial  Action  Work 
Plan/Design  Report  for  LF8, 
LF10,  and  GA9  (SES, 
2009) 

DTSC  Approval:07/23/2009 

LUC  (Trust,  201 1d) 
DTSC  Approval: 
03/26/2014 

2010/Trust/LF8,  LF10,  GA9 
CCR  (SES,  2012) 
DTSC  approval:  11/28/12 

NA 

Jan  2013/GA9  and  LF10 
Cert  Request  (Trust,  2013b) 
DTSC  Cert:  05/13/2014 

Cover  inspection 
DTSC  Approval: 
06/2012  and 
04/11/2014 

2.12  Landfill  2 

RAP  5A 

1 990-1 995/Army/Main  Installation  Rl  (Dames  &  Moore, 
1997a) 

2009/Trust/FDR  for  FS1  and  LF2  (MACTEC,  2009) 
DTSC  Approval:  01/25/2010 

Trust/Revised  Main  Installation  Sites 
FS  (EKI,  2003a) 

RAP  5A  (MACTEC,  2010) 

Excavation  and  Offsite 
Disposal,  Recycle 
Debris,  Monitor 
Groundwater 

Trust/  FS1  &  LF2  RAWP 
(KJ,2010) 

NA 

2010-201 1/Trust/FS1  and  LF2 

CCR  (KJ,  2012a) 

DTSC  Approval:  05/02/2012 

Groundwater  and 
surface  water 
monitoring  (Roux, 
2013) 

DTSC  Concurrence: 
8/9/13 

Soil:  May  2012/FS1  and  LF2 
CCR  (KJ,  2012) 
DTSC  Cert:  5/10/2012 

NA 

2.13  Landfill  4 

RAP  1 

1990-1 995/Army/Main  Installation  Rl  (Dames  &  Moore, 
1997a) 

2000/Trust/Samp  Results  Select  Main  Installation  Sites 
(EKI,  2000a) 

Trust/RAP  1  (T&R.  2002b) 

RAP  1  (T&R.  2002b) 

Excavation  and  Offsite 
Disposal,  Recycle  Debris 

Trust/Remedial  Action  Work 
Plan  for  LF4  and  FS5  (T&R, 
2002c) 

NA 

2003/Trust7LF4  and  FS5  CCR 
(T&R,  2004f) 

Groundwater 
monitoring'5' 

May  2009/LF4  Cert  Request 

(Trust,  2009c) 

DTSC  Cert:  11/29/2012 

NA 

2.14  Landfill  E 

RAP  6A 

1990-1 995/Army/Main  Installation  Rl  (Dames  &  Moore, 
1997a);  Landfill  Design  Summary  Report  (Montgomery 
Watson,  1999a) 

2002,  2003/Trust/LFE  FSR  (EKI,  2003b) 

201 0/T rust/LFE  FR  and  Rl  (Geosyntec,  201 1  a) 

DTSC  Approval:  03/22/201 1 

Trust/Revised  Main  Installation  Sites 
FS  (EKI,  2003a);  Draft  Report,  FS, 
LFE  (CH2M  Hill,  2005);  RAP  6A 
(Geosyntec,  201 1b) 
DTSC  Approval:  06/1 5/201 1 

RAP  6A  (Geosyntec, 
2011b) 

Cover,  Excavation  and 
Offsite  Disposal.  Recycle 
Debris,  Monitor  Seep 
Water 

Army/PreDesign  Work  Plan 
(Montgomery  Watson, 
1996);  Landfill  Design 
Summary  Report 
(Montgomery 
Watson, 1999). 
Trust/LFE  RDIP 
(Geosyntec,  2011c) 
DTSC  Approval: 
06/21/2011 

LUC  (Trust,  201 2d) 
DTSC  Approval: 
11/01/2012 

2011 /Trust/LFE  CCR 

(Geosyntec,  2012b) 

DTSC  Approval:  11/01/2012 

Groundwater  and 
seep  water 
monitoring;  Landfill 
gas  monitoring 
(Trust,  201 1e) 
DTSC 

Approvals  2/1 3/11 

Aug2012/LFE  CCR  and 
Cert  Request  (Trust,  2012c) 
DTSC  Cert:  12/5/2012 

Groundwater 
monitoring  and 
cover  inspection 
(Geosyntec, 
2012a) 

DTSC  Approval: 
11/14/2012 

2.15  Building  215  Area 

RAP  3 

1994-1 995/Army/Main  Installation  Rl  (Dames  &  Moore, 
1997a) 

2001 /Trust/Addendum  4  Samp  Results  (EKI.  2002b) 

TrustyRevised  Main  Installation  Sites 
FS  (EKI,  2003a) 

RAP  3  (MACTEC,  2007b) 

No  Further  Action 

NA 

NA 

NA 

NA 

NA 

NA 

2.16  Former  Building  609  Area 

RAP  3 

1990-1 995/Army/Main  Installation  Rl  (Dames  &  Moore, 
1997) 

2002/Trust/Comm/PX  SI  Report  (T&R,  2003c) 

Trust/Revised  Main  Installation  Sites 
FS  (EKI,  2003a) 

RAP  3  (MACTEC,  2007b) 

LUC  (or  Soil.  No  Action 
for  Groundwater 

NA 

LUC  (AMEC 
Geomatrix,  2009a)'3' 

NA 

NA 

NA 

NA 

2.17  Building  633  Firing  Range 

RAP  3 

1 995/Army/Main  Installation  Rl  (Dames  &  Moore,  1 997a) 
1 998/Army/LTTD  Sampling  (Montgomery  Watson,  1999) 
2002/Trust/Comm/PX  SI  Report  (T&R,  2003c) 

Trust/Revised  Main  Installation  Sites 
FS  (EKI,  2003a) 

RAP  3  (MACTEC,  2007b) 

Limited  Excavation  and 
Offsite  Disposal,  LUC 
and  Maintain  Existing 
Cover  for  Soil,  No  Action 
for  Groundwater 

Trust/RAP  3 

Implementation  Work  Plan 
(Geomatrix,  2007) 

LUC  (AMEC 
Geomatrix,  2009a)'3' 
DTSC  Approval; 
03/26/2014 

2008/TrusLFmal  RAP  3  CCR 

(AMEC,  201 4d) 

DTSC  Approval:  03/28/2014 

NA 

April  2014/RAP  3  Cert 
Request  (Trust,  201 4d). 
DTSC  Cert:  04/23/2014 

NA 

2.18  Building  669  Area 

RAP  3 

1994-1 995/Army/Main  Installation  Rl  (Dames  &  Moore, 
1997a) 

Trust/Revised  Main  Installation  Sites 
FS  (EKI,  2003a) 

RAP  3  (MACTEC,  2007b) 

Excavation  and  Offsite 
Disposal,  No  Action  for 
Groundwater 

Trust/RAP  3 

Implementation  Work  Plan 
(Geomatrix,  2007) 

LUC  (AMEC,  2014c) 
DTSC  Approval: 
03/28/2014 

2008/Trust/Final  RAP  3  CCR 

(AMEC,  201 4d) 

DTSC  Approval:  03/28/2014 

NA 

April  2014/RAP  3  Cert 
Request  (Trust,  201 4d). 
DTSC  Cert:  04/23/2014 

NA 

2.19  Building  1167  Area 

RAP  3 

1990-1 995/Army/Main  Installation  Rl  (Dames  &  Moore, 
1997a) 

2004/Trust/Six  Sites  Pre-Remedial  Design  Inv  Report 
(MACTEC,  2005b) 

Trust/Revised  Main  Installation  Sites 
FS  (EKI,  2003a) 

RAP  3  (MACTEC,  2007b) 

Excavation  and  Offsite 
Disposal,  No  Action  for 
Groundwater 

Trust/RAP  3 

Implementation  Work  Plan 
(Geomatrix,  2007) 

NA 

2008/Trust/Final  RAP  3  CCR 

(AMEC,  2014b) 

DTSC  Approval:  03/28/2014 

NA 

April  2014/RAP  3  Cert 
Request  (Trust,  201 4d). 
DTSC  Cert:  04/23/2014 

NA 

2.20  Building  1244  Area 

RAP  3 

1990, 1994/Army/Main  Installation  Rl  (Dames  &  Moore, 
1997a) 

2001/Trust/Addendum  4  Samp  Results  (EKI,  2002b) 

Trust/Revised  Main  Installation  Sites 
FS  (EKI,  2003a);  Eight  Sites 
Supplemental  FS  (MACTEC,  2006c) 

RAP  3  (MACTEC,  2007b) 

LUN  for  Soil.  No  Action 
for  Groundwater 

NA 

LUN  (AMEC,  2014g) 

NA 

NA 

NA 

NA 

2.21  Building  1245  Area 

RAP  3 

1994/Army/Main  Installation  Rl  (Dames  &  Moore,  1997a) 
2001/Trust/Addendum  4  Samp  Results  (EKI,  2002b) 

Trust/Revised  Main  Installation  Sites 
FS  (EKI,  2003a) 

RAP  3  (MACTEC,  2007b) 

No  Further  Action 

NA 

NA 

NA 

NA 

NA 

NA 

2.22  Building  1351  Area 

RAP  3 

1990.  1994,  1 995/Army/Main  Installation  Rl  (Dames  & 
Moore,  1997a) 

2001/Trust/Addendum  4  Samp  Results  (EKI,  2002b) 
2004/Trust/Six  Sites  Pre-Remedial  Design  Inv  Report 
(MACTEC,  2005b) 

Trust/Revised  Main  Installation  Sites 
FS  (EKI,  2003a) 

RAP  3  (MACTEC,  2007b) 

Excavation  and  Offsite 
Disposal,  No  Action  for 
Groundwater 

Trust/RAP  3 

Implementation  Work  Plan 
(Geomatrix,  2007) 

NA 

2008/Trust/Final  RAP  3  CCR 

(AMEC,  201 4d) 

DTSC  Approval:  03/28/2014 

NA 

April  2014/RAP  3  Cert 
Request  (Trust,  201 4d). 
DTSC  Cert:  04/23/2014 

NA 
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TABLE  2 

SUMMARY  OF  RESPONSE  ACTION  PROCESS  FOR  LISTED  SITES 

Basewide  Report  of  Compliance 
Presidio  of  San  Francisco.  California 


amecP 


Operable  Unit 

Site 

Remedial 
Action  Plan 

(RAP) 
Designation 

Remedial  Investigations  (RIs) 

(Date  of  investigation/Party/Reference) 

Feasibility  Studies  (FSs) 

(Party/Reference) 

RAP  and  CEQA (1) 

(Reference) 

Selected  Remedial 
Action 

Remedial  Design  (RD) 

(Party/Reference  and  Date 
of  DTSC  Approval) 

Institutional 
Controls'2' 

(Type  of  control, 
reference  document, 
and  Date  of  DTSC 
approval) 

Implementation  of  Final 
RAP  and  Construction 
Completion  Report  (CCR) 

(Dates/Party/Reference  and 
Date  of  DTSC  Approval) 

Post  Remediation 
Monitoring 
Requirement 

(Type  and  Date  of 
DTSC  Approval) 

Certification 

(Trust  Request 
Date/Reference  and 
uaie  oi  u  i  oL/  oeriiiicaiionj 

Operation  and 
Maintenance 
Requirement 

(Type  and  Date  of 
DTSC  Approval) 

2.0.  OU  2  -  Main 
Installation 

2.23  Building  1750  Area 

RAP  3 

1 990-1 995/Army/Main  Installation  Rl  (Dames  &  Moore, 
1997a) 

Trust/Revised  Main  Installation  Sites 
FS  (EKI,  2003a) 

RAP  3  (MACTEC,  2007b) 

No  Further  Action 

NA 

NA 

NA 

NA 

NA 

NA 

2.24  El  Polin  Spring  Area 

nAr  ort 

1 990-1 999/Army/Main  Installation  Rl  (Dames  &  Moore, 
1997a) 

2000-2009/Trust/Basewide  Groundwater  Monitoring 
Reports 

Trust/Revised  Main  Installation  Sites 
FS  (EKI,  2003a) 

DAD  £A  /MAPTCr1  onm\ 

No  Further  Action 

M  A 

M  A 

MA 

M  A 

M  A 

MA 

2.25  Mountain  Lake  Area 

RAP  8A 

1990-1 995/Army/Main  Installation  Rl  (Dames  &  Moore, 
1997a) 

1 998/Trust/ML  Sediment  Sampling  (EKI,  1998) 
2000/Trust/Results  PHSH  Sites  (EKI,  2000b) 
2001 ,  2004/Trust/ML  Rl  Summary  (URS,  201 1 ) 

Trust/RAP  8A(KJ,  2012b) 

RAP  8A(KJ,  2012b) 

Dredging  and  Offsite 
Disposal  of  Sediment 

Trust/MLRDIP(KJ,2013) 

NA 

2013/Trust/ML  CCR  (KJ, 
2014) 

DTSC  Approval:  03/13/2014 

Erosion  Control 
Monitoring 

Mar  2014/  ML  CCR  (KJ, 
2014) 

DTSC  Cert:  03/25/2014 

NA 

2.26  NIKE  Facility  Area 

RAP  3 

1990, 1 992,1 994/Army/Main  Installation  Rl  (Dames  & 
Moore,  1997a) 

2006/Trust/FIR  for  NIKE.  Bldg  1450/1451,  Bldg  1369 
(MACTEC,  2007a) 

Trust/Revised  Main  Installation  Sites 
FS  (EKI,  2003a) 

RAP  3  (MACTEC,  2007b) 

Excavation  and  Offsite 
Disposal,  LUN  for  Soil, 
No  Action  and  LUC  for 
Groundwater,  Monitor 
Seep/Groundwater 

Trust/RAP  3 

Implementation  Work  Plan 
(Geomatrix,  2007) 

LUN/LUC  (AMEC, 

2009b) 

DTSC 

Approval  :03/0 7/20 14 

2008/Trust/Final  RAP  3  CCR 

(Trust,  201 4d) 

DTSC  Approval:  03/28/2014 

Seep/groundwater 
monitoring  (AMEC, 
2013a) 

April  2014/RAP3Cert 
Request  (Trust,  201 4f). 
DTSC  Cert:  05/15/2014 

Groundwater 
Monitoring 
(AMEC,  2014c) 
DTSC  Approval: 
03/7/2014  with 
modification 

2.27  NIKE  Swale 

RAP  3 

2000,  2003/Trust/Samp  Results  Select  Main  Installation 
Sites  (EKI,  2000a);  Nike  Swale  FSR  (EKI,  2004a) 

Trust/Revised  Main  Installation  Sites 
FS  (EKI,  2003a) 

RAP  3  (MACTEC,  2007b) 

Excavation  and  Offsite 
Disposal,  No  Action  for 
Surface/Groundwater 

Trust/RAP  3 

Implementation  Work  Plan 
(Geomatrix,  2007) 

NA 

2008/Trust/Final  RAP  3  CCR 

(AMEC,  201 4d) 

DTSC  Approval:  03/28/2014 

NA 

April  2014/RAP3Cert 
Request  (Trust,  201 4f). 
DTSC  Cert:  05/15/2014 

NA 

2.28  Sewer  Lift  Station  #1  Area 

RAP  3 

1 995/Army/Main  Installation  Rl  (Dames  &  Moore, 
1997a) 

2004/Trust/Six  Sites  Pre-Remedial  Design  Inv  Report 
(MACTEC,  2005b) 

Trust/Revised  Main  Installation  Sites 
FS  (EKI,  2003a) 

RAP  3  (MACTEC,  2007b) 

Excavation  and  Offsite 
Disposal,  No  Action  for 
Groundwater 

Trust/RAP  3 

Implementation  Work  Plan 
(Geomatrix,  2007) 

NA 

2008/Trust/Final  RAP  3  CCR 

(AMEC,  201 4d) 

DTSC  Approval:  03/28/2014 

NA 

April  20 14;  RAP  3  Cert 
Request  (Trust,  201 4f). 
DTSC  Cert:  04/23/2014 

NA 

2.29  Transfer  Station  Area 

RAP  3 

1990,1992, 1 995/Army/Main  Installation  Rl  (Dames  & 
Moore,  1997a) 

Trust/Revised  Main  Installation  Sites 
FS  (EKI,  2003a) 

RAP  3  (MACTEC,  2007b) 

Excavation  and  Offsite 
Disposal,  No  Action  for 
Groundwater 

Trust/RAP  3 

Implementation  Work  Plan 
(Geomatrix,  2007) 

NA 

2008/Trust/Final  RAP  3  CCR 

(AMEC,  201 4d) 

DTSC  Approval:  03/28/2014 

NA 

April  2014/RAP  3  Cert 
Request  (Trust,  201 4f) 
DTSC  Cert:  04/23/2014 

NA 

2.30  Building  302  Area 

RAP  3 

1 995/Army/Main  Installation  Rl  (Dames  &  Moore,  1997a) 

Trust/Revised  Main  Installation  Sites 
FS  (EKI,  2003a) 

RAP  3  (MACTEC,  2007b) 

No  Further  Action 

NA 

NA 

NA 

NA 

NA 

NA 

2.31  Building  61 1  Area 

RAP  3 

1991 /Army/Main  Installation  Rl  (Dames  &  Moore,  1997a) 

Revised  Main  Installation  Sites  FS 
(EKI,  2003a) 

RAP  3  (MACTEC,  2007b) 

No  Further  Action 

NA 

NA 

NA 

NA 

NA 

NA 

2.32  Building  662  Area 

RAP  3 

1990,1 994/Army/Main  Installation  Rl  (Dames  &  Moore, 
1997a) 

2004/Trust/Six  Sites  Pre-Remedial  Design  Inv  Report 
(MACTEC,  2005b) 

Trust/Revised  Main  Installation  Sites 
FS  (EKI,  2003a) 

RAP  3  (MACTEC,  2007b) 

Limited  Excavation  and 
Offsite  Disposal,  LUC  for 
Soil,  No  Action  for 
Groundwater 

RAP  3  Implementation 
Work  Plan  (Geomatrix, 
2007) 

LUC  (AMEC 
Geomatrix,  2011) 
DTSC  Approval: 
03/17/2014 

2008/Trust/Final  RAP  3  CCR 

(AMEC,  2014d) 

DTSC  Approval:  03/17/2014 

NA 

Mar2013.'Bldg  662  Cert 
Request  (Trust,  2013) 
DTSC  Cert:  3/17/14 

NA 

2.33  Building  680  Area 

RAP  3 

1 987.1 990/Army/Main  Installation  Rl  (Dames  &  Moore, 
1997a) 

1 997-1 998/Army/Removal  Action/Soil  Removal  CCR  (IT, 
1999a) 

Army/EE/CA  &  RAWP  (US  Army, 
1996) 

Trust/Revised  Main  Installation  Sites 
FS  (EKI,  2003a);  Eight  Sites 
Supplemental  FS  (MACTEC,  2006c) 

RAP  3  (MACTEC,  2007b) 

Excavation  and  Offsite 
Disposal,  No  Action  for 
Groundwater 

RAP  3  Implementation 
Work  Plan  (Geomatrix, 
2007) 

NA 

NA 

NA 

April  2014/RAP  3  Cert 
Request  (Trust,  201 4f). 
DTSC  Cert:  04/23/2014 

NA 

2.34  Building  1057  Area 

RAP  3 

1 994/Army/Main  Installation  Rl  (Dames  &  Moore, 
1997a) 

2004/Trust/Removal  Action/Sump  Cleaning  Report 
(CEM,  2004) 

TrustyRevised  Main  Installation  Sites 
FS  (EKI,  2003a) 

RAP  3  (MACTEC,  2007b) 

No  Further  Action 

NA 

NA 

NA 

NA 

NA 

NA 

2.35  Building  1151/1153  Area 

RAP  3 

1987/Army/Enhanced  PA  (ANL,  1989) 

1990,  1 994/Army/Main  Installation  Rl  (Dames  &  Moore, 

1997a) 

1989/Army  Removal  Action/Transformer  Removal  (E.C. 
Jordan  Company,  1990) 

1997/Army  Removal  Action/Soil  Removal  CCR  (IT 
Corporation,  1999a) 

Army/EE/CA  &  RAWP  (US  Army, 
1996) 

Trust/Revised  Main  Installation  Sites 
FS  (EKI,  2003a);  Eight  Sites 
Supplemental  FS  (MACTEC,  2006c) 

RAP  3  (MACTEC,  2007b) 

LUC  for  Soil,  No  Action 
for  Groundwater 

NA 

LUC  (EKI,  2006b) 
DTSC  Approval: 
05/16/2014 

NA 

NA 

NA 

NA 

2.36  Building  1369  Area 

RAP  3 

1994/Army/  Main  Installation  Rl  (Dames  &  Moore. 
1997a) 

2006/Trust/FIR  for  NIKE,  Bldg  1450/1451 ,  Bldg  1369 
(MACTEC,  2007a) 

Trust/Revised  Main  Installation  Sites 
FS  (EKI,  2003a) 

RAP  3  (MACTEC,  2007b) 

No  Further  Action 

NA 

NA 

NA 

NA 

NA 

NA 

2.37  Building  1388  Area 

RAP  3 

1 994/Army/Main  Installation  Rl  (Dames  &  Moore,  1 997a) 

Trust/Revised  Main  Installation  Sites 
FS  (EKI,  2003a) 

RAP  3  (MACTEC,  2007b) 

No  Further  Action 

NA 

NA 

NA 

NA 

NA 

NA 

2.38  Building  1450/1451  Area 

RAP  3 

1990, 1 994/Army/Main  Installation  Rl  (Dames  &  Moore, 
1997a) 

2001/Trust/Addendum  4  Sampling  Results  (EKI,  2002b) 
2005/Trust/Tank  1451.1  SIR  (Geomatrix,  2005), 
2006/Trust/  FIR  for  NIKE,  Bldg  1450/1451 ,  Bldg  1369 
(MACTEC,  2007a) 

Trust/Revised  Main  Installation  Sites 
FS  (EKI,  2003a) 

RAP  3  (MACTEC,  2007b) 

No  Further  Action 

NA 

NA 

NA 

NA 

NA 

NA 
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TABLE  2 

SUMMARY  OF  RESPONSE  ACTION  PROCESS  FOR  LISTED  SITES 

Basewide  Report  of  Compliance 
Presidio  of  San  Francisco.  California 


amecP 


Operable  Unit 

Git* 

bite 

Remedial 
Action  Plan 

(RAP) 
Designation 

Remedial  Investigations  (RIs) 

(Date  of  investigation/Party/Reference) 

Feasibility  Studies  (FSs) 

(Party/Reference) 

RAP  and  CEQA (1) 

(Reference) 

Selected  Remedial 
Action 

Remedial  Design  (RD) 

(Party/Reference  and  Date 
of  DTSC  Approval) 

Institutional 
Controls'2' 

(Type  of  control, 
reference  document, 
and  Date  of  DTSC 
approval) 

Implementation  of  Final 
RAP  and  Construction 
Completion  Report  (CCR) 

(Dates/Party/Reference  and 

[""lota  r\f  RTCP  A r\r»rr\wol\ 

uaie  ot  u  i  ou  Approval) 

Post  Remediation 
Monitoring 
Requirement 

(Type  and  Date  of 
u  i  oL/  Approval; 

Certification 

(Trust  Request 
Date/Reference  and 
Date  of  DTSC  Certification) 

Operation  and 
Maintenance 
Requirement 

(Type  and  Date  of 
u  i  ou  Approval; 

2.0.  OU  2  -  Main 
Installation 

2.39  Sewer  Lift  Station  #2  Area 

RAP  3 

1994/Army/Main  Installation  Rl  (Dames  &  Moore,  1997a) 

Trust/Revised  Main  Installation  Sites 

rO  ICfM.]  ^UuOd) 

RAP  3  (MACTEC.  2007) 

No  Further  Action 

NA 

NA 

NA 

NA 

NA 

NA 

2.40  Lobos  Creek 

RAB  8B  -  (Rl) 

1990, 1 992/Army/Main  Installation  Rl  (Dames  &  Moore, 
1997a) 

2000,  2002,  2012/Trust/Final  Rl  Lobos  Creek  (Arcadis, 
2013) 

DTSC  Approval:  1/13/2014 

NA 

NA 

No  Further  Action 

NA 

NA 

NA 

NA 

NA 

NA 

3.0  OU  3  -  Firing 
Ranges 

3.1  Lobos  Creek  Protected 
Range 

RAP  4 

1996/Army/SIR  for  Small  Arms  Firing  Ranges 
(Montgomery  Watson,  1997a) 
2003/Trust/Small  Arms  Ranges  Rl  (T&R,  2004a) 

Trust/Small  Arms  Ranges  FS  (T&R, 
2004e) 

RAP  4  (EKI,  2009) 

No  Further  Action 

NA 

NA 

NA 

NA 

NA 

NA 

3.2  Lobos  Creek  Target  Butt 
Range 

RAP  4 

1996/Army/SIR  for  Small  Arms  Firing  Ranges 
(Montgomery  Watson,  1997a) 

2003/Trust/Small  Arms  Firing  Ranges  Rl  (T&R,  2004a) 

Trust/Small  Arms  Ranges  FS  (T&R, 
2004e) 

RAP  4  (EKI,  2009) 

No  Further  Action 

NA 

NA 

NA 

NA 

NA 

NA 

3.3  Machine  Gun  Butt 

RAP  4 

1996/Army/SIR  for  Small  Arms  Firing  Ranges 
(Montgomery  Watson,  1997a) 

2003/Trust)  Small  Arms  Firing  Ranges  Rl  (T&R,  2004a) 
2008/Trust/MGB  FIR  (EKI,  2008a) 

Trust/Small  Arms  Ranges  FS  (T&R, 
2004e) 

RAP  4  (EKI,  2009) 

No  Further  Action 

NA 

NA 

NA 

NA 

NA 

NA 

3.4  CHP  Pistol  Range 

RAP  4 

1996/Army/SIR  for  Small  Arms  Firing  Ranges 
(Montgomery  Watson,  1997a) 

2003/Trust/Small  Arms  Firing  Ranges  Rl  (T&R,  2004a) 

Trust/Small  Arms  Ranges  FS  (T&R, 
2004e) 

RAP  4  (EKI,  2009) 

Excavation  and  Offsite 
Disposal 

Trust/CHP  Pistol  Range 
RAWP  (EKI,  2011) 

NA 

2012/TrustCHP  Pistol  Range 
CCR  (EKI,  2012b) 

NA 

Jun  2012/CHP  Range  Cert 
Request  (Trust,  2012b) 
DTSC  Cert:  11/16/2012 

NA 

4.0  OU  4  -  Crissy 
Field  Area 

4.1  East  of  Mason  (EOM) 

Crissy  Field 
Area  RAP 

1994, 1 995/Army/Main  Installation  Rl  (Dames  &  Moore, 
1997a) 

Army/Main  Installation  Sites  FS 
(Dames  &  Moore,  1997b) 

CF  RAP  (US  Army,  1998a) 

Excavation  and  Offsite 
Disposal 

Army/CF  RAWP  (IT,  1998b) 

NA 

1998/Army/CF  Pre- 
Remediation  Sampling 
Summary  (IT,  1998a);  CF 
Data  Summary  Report  (US 
Army,  1998b);  CF  Closure 
Report  (IT,  1999b) 

NA 

Jul  2004/CF  OU4 
Implementation  Report  (EKI, 
2004b)14' 

Jul  2008/Rev  CF  Cert 
Request  (Trust.  2008a) 
DTSC  Cert:  1/21/11 

NA 

4.2  Fill  Site  7 

Crissy  Field 
Area  RAP 

1990,1992,1994,1995/Army/Maln  Installation  Rl  (Dames 
&  Moore,  1997a) 

Army/Main  Installation  Sites  FS 
(Dames  &  Moore,  1997b) 

CF  RAP  (US  Army.  1998a) 

Excavation  and  Offsite 
Disposal 

Army/CF  RAWP  (IT,  1998b) 

NA 

1 998/Army/FS7  Closure 
Sampling  (T&R,  2002a) 

NA 

Jul  2004/CF  OU4 
Implementation  Report  (EKI, 
2004b)'4' 

Jul  2008/Rev  CF  Cert 
Request  (Trust,  2008a) 
DTSC  Cert:  1/21/11 

NA 

4.3  Building  640/643  Area 

Crissy  Field 
Area  RAP 

1990.1992,  1994/Army/Main  Installation  Rl  (Dames  & 
Moore,  1997a) 

Army/Main  Installation  Sites  FS 
(Dames  &  Moore,  1997b);  640/643 
EE/CA  &  RAWP  (US  Army,  1997b) 

CF  RAP  (US  Army.  1998a) 

Excavation  and  Offsite 
Disposal 

Army/CF  RAWP  (IT,  1998b) 

NA 

1998/Army/640/643  Data 
Report  (US  Army,  1999a);  CF 
Closure  Report  (IT,  1999b) 

NA 

Jul  2004/CF  OU4 
Implementation  Report  (EKI, 
2004b)'4' 

Jul  2008/Rev  CF  Cert 
Request  (Trust,  2008a) 
DTSC  Cert:  1/21/11 

NA 

4.4  Building  923/937  Area 

Crissy  Field 
Area  RAP 

1981-1992/Army/937  Characterization  Report  (Watkins- 
Johnson,  1993),  Main  Installation  Rl  (Dames  &  Moore, 
1997a) 

1992  and  1994  Removal  Actions/Army/937  UVB  System 
Update  (Dames  &  Moore,  1997c) 
2002,  2005-2006/Trust/Vapor  Intrusion  Sampling  Report 
(EKI,  2006b) 

Army/Main  Installation  Sites  FS 
(Dames  &  Moore,  1997b);  923/937 
EE/CA  &  RAWP  (US  Army,  1997c) 

CF  RAP  (US  Army,  1998a) 

Excavation  and  Offsite 
Disposal 

Army/CF  RAWP  (IT,  1998b) 
Trust/  B937  Remedial 
Construction  Work  Plan, 
Addendum  and  RD  (EKI, 
2008b  and  2008d) 
DTSC  Approval: 
04/30/2008 

LUC  (Trust,  201 3e) 
DTSC  Approval: 
03/17/2014 

1998/Army/CF  Closure  Report 
(IT,  1999b);  923/937  Data 
Summary  Report  (US  Army, 
1999c) 

2011 /Trust/937  CCR  (EKI, 
2012a) 

Indoor  air,  ambient 
air,  and  sub-slab 
vapor  sampling 
(Trust  2013d) 

Jul  2004/CF  OU4 
Implementation  Report  (EKI, 
2004b)'4' 

Jul  2008/Rev  CF  Cert 
Request  (Trust,  2008a) 
Nov  2013/Post-Remediation 
Subslab  Vapor  Data  and 
Cert  Request  (Trust,  2013d) 
DTSC  Cert:  03/17/2014 

NA 

4.5  Building  924  Firing  Range 

Crissy  Field 
Area  RAP 

1996/Army/SIR  for  Small  Arms  Firing  Ranges 
(Montgomery  Watson,  1997a) 

NA 

CF  RAP)  (US  Army. 
1998a) 

Excavation  and  Offsite 
Disposal 

Army/CF  RAWP  (IT.  1998b) 

NA 

1998/Army/CF  Pre- 
Remediation  Sampling 
Summary  (IT,  1998a);  CF 
Closure  Report  (IT,  1999b); 
924  Firing  Range  Data 
Summary  Report  (US  Army, 
1999b) 

NA 

Jul  2004/  CF  OU4 
Implementation  Report  (EKI, 
2004b)'4' 

Jul  2008/Rev  CF  Cert 
Request  (Trust.  2008a) 
DTSC  Cert:  1/21/11 

NA 

4.6  Building  950  Area 

Crissy  Field 
Area  RAP 

1990.  1994,1 995/Army/Main  Installation  Rl  (Dames  & 
Moore,  1997a) 

Army/Main  Installation  Sites  FS 
(Dames  &  Moore,  1997b);  950 
EE/CA  &  RAWP  (US  Army,  1997d) 

CF  RAP  (US  Army.  1998a) 

Excavation  and  Offsite 
Disposal 

Army/CF  RAWP  (IT.  1998b) 

NA 

1 998-1 999/Army/B950  Data 
Summary  Report  (US 
Army,1999d);  CF  Closure 
Report  (IT,  1999b) 

NA 

Jul  2004/CF  OU4 
Implementation  Report  (EKI, 
2004b)'4' 

Jul  2008/Rev  CF  Cert 
Request  (Trust,  2008a) 
DTSC  Cert:  1/21/11 

NA 
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TABLE  2 

SUMMARY  OF  RESPONSE  ACTION  PROCESS  FOR  LISTED  SITES 

Basewide  Report  of  Compliance 
Presidio  of  San  Francisco.  California 


amecP 


Operable  Unit 

Site 

Remedial 
Action  Plan 

(RAP) 
Designation 

Remedial  Investigations  (RIs) 

(Date  of  investigation/Party/Reference) 

Feasibility  Studies  (FSs) 

(Party/Reference) 

RAP  and  CEQA (1) 

(Reference) 

Selected  Remedial 
Action 

Remedial  Design  (RD) 

(Party/Reference  and  Date 
of  DTSC  Approval) 

Institutional 
Controls'2' 

(Type  of  control, 
reference  document, 
and  Date  of  DTSC 
approval) 

Implementation  of  Final 
RAP  and  Construction 
Completion  Report  (CCR) 

(Dates/Party/Reference  and 
Date  of  DTSC  Approval) 

Post  Remediation 
Monitoring 
Requirement 

(Type  and  Date  of 
DTSC  Approval) 

Certification 

(Trust  Request 
Date/Reference  and 
Date  of  DTSC  Certification) 

Operation  and 
Maintenance 
Requirement 

(Type  and  Date  of 
DTSC  Approval) 

4.0  OU  4  -  Crissy 
Field  Area 

4.7  Building  979  Area 

Crissy  Field 
Area  RAP 

1 990-1 995/Army/Main  Installation  Rl  (Dames  &  Moore, 
1997a) 

NA 

CF  RAP  (Army,  1998a) 

Excavation  and  Offsite 
Disposal 

Army/CF  RAWP  (IT.  1998b) 

NA 

1998/Army/Bldg  900s  CCR 
(T&R,  2003b) 

Groundwater 
Monitoring/Big  900s 

C  Voir  /El/I  OAHQM 

Jul  2004/CF  OU4 
Implementation  Report  (EKI, 
2004b)'4' 

Jul  2008/Rev  CF  Cert 
Request  (Trust,  2008a) 
DTSC  Cert:  1/21/1 1 

NA 

4.8  Crissy  Field  Rifle  Institute 
and  Skeet  Ranges 

Crissy  Field 
Area  RAP 

1990-1 995/Army/Main  Installation  Rl  (Dames  &  Moore, 
1997a);  SIR  for  Small  Arms  Firing  Ranges  (Montgomery 
Watson,  1997) 

2000/Trust/CFRI  &  Skeet  Range  SIR  (T&R,  2001) 

NA 

CF  RAP  (Army,  1998a) 

Excavation  and  Offsite 
Disposal 

Army/CF  RAWP  (IT,  1998b) 
Trust/CFRISR  WP  (T&R, 
2001b) 

NA 

2002/Trust/CF  Rifle  and  Skeet 
RA  Excavation  Report  (T&R, 
2003a) 

NA 

Jul  2004/CF  OU4 
Implementation  Report  (EKI, 
2004b)'4' 

Jul  2008/Rev  CF  Cert 
Request  (Trust,  2008a) 
DTSC  Cert:  1/21/11 

NA 

4.9  Contingency  Action  Plan 
Sites 

Crissy  Field 
Area  RAP 

1990-1 995/Army/Main  Installation  Rl  (Dames  &  Moore, 
1997a) 

NA 

CF  RAP  (Army,  1998a) 

Excavation  and  Offsite 
Disposal 

Army/CF  RAWP  (IT.  1998b) 

NA 

1 998-2001  /Army/Trust/CF 
OU4  Implementation  Report 
(EKI,  2004b)'4' 

NA 

Jul  2008/Rev  CF  Cert 
nequesi  ( i  rusi,  ^uuoaj 
DTSC  Cert:  1/21/11 

NA 

5.0  OU  5  Directorate 
of  Engineering  and 
Housing  (DEH)  Area 

5.1  Building  268  Area 

DEH  RAP 

1990-1 995/Army/Main  Installation  Rl  (Dames  &  Moore, 
1997a) 

Army/DEH  RAP  (US  Army,  1997a) 

DEH  RAP  (US  Army, 
1997a) 

Excavation  and  Offsite 
Disposal 

Army/DEH  Remediation 
Work  Plan  (IT,  1997b) 

NA 

1 997-1 998/Army/DEH 
Closure  Report  (MACTEC, 
2003);  DEH  Closure  Report 
Addendum  (T&R,  2004d) 

Groundwater 
Monitoring'51 

Jul/2004/DEH  Area  Cert 
Request  (Trust,  2004) 
DTSC  Cert:  12/20/2006 

NA 

5.2  Building  269  Area 

DEH  RAP 

1990-1 995/Army/Main  Installation  Rl  (Dames  &  Moore, 
1997a) 

Army/DEH  RAP  (US  Army.  1997a) 

DEH  RAP  (US  Army, 
1997a) 

Excavation  and  Offsite 
Disposal 

DEH  Remediation  Work 
Plan  (IT,  1997b) 

NA 

1997-1 998/Army/DEH 
Closure  Report  (MACTEC, 
2003);  DEH  Closure  Report 
Addendum  (T&R,  2004d) 

Groundwater 
Monitoring'51 

Jul  2004/DEH  Area  Cert 
Request  (Trust,  2004) 
DTSC  Cert:  12/20/2006 

NA 

5.3  Building  283  Area 

DEH  RAP 

1990-1 995/Army/Main  Installation  Rl  (Dames  &  Moore, 
1997a) 

DEH  RAP  (US  Army,  1997a) 

Army/DEH  RAP  (US  Army, 
1997a) 

Excavation  and  Offsite 
Disposal  -  No  excavation 
performed  based  on  pre- 
excavation  sampling. 

DEH  Remediation  Work 
Plan  (IT,  1997b) 

NA 

Army/DEH  Closure  Report 
(MACTEC,  2003);  DEH 
Closure  Report  Addendum 
(T&R,  2004d) 

Groundwater 
Monitoring'5' 

Jul  2004/DEH  Area  Cert 
Request  (Trust,  2004) 
DTSC  Cert:  12/20/2006 

NA 

5.4  Building  286  Area 

DEH  RAP 

1990-1 995/Army/Main  Installation  Rl  (Dames  &  Moore, 
1997a) 

DEH  RAP  (US  Army.  1997a) 

Army  DEH  RAP  (US  Army, 
1997a) 

Excavation  and  Offsite 
Disposal 

DEH  Remediation  Work 
Plan  (IT,  1997) 

NA 

1997-1 998/Army/DEH 
Closure  Report  (MACTEC, 
2003);  DEH  Closure  Report 
Addendum  (T&R,  2004d) 

Groundwater 
Monitoring'5' 

Jul  2004/DEH  Area  Cert 
Request  (Trust,  2004) 
DTSC  Cert:  12/20/2006 

NA 

5.0  OU  5  Directorate 
of  Engineering  and 
Housing  (DEH)  Area 

5.5  Buildings  292/293  Area 

DEH  RAP 

1990-1 995/Army/Main  Installation  Rl  (Dames  &  Moore, 
1997a) 

DEH  RAP  (US  Army,  1997a) 

Army/DEH  RAP  (US  Army, 
1997a) 

Excavation  and  Offsite 
Disposal 

DEH  Remediation  Work 
Plan  (IT,  1997b) 

NA 

1997-1 998/Army/DEH 
Closure  Report  (MACTEC, 
2003);  DEH  Closure  Report 
Addendum  (T&R,  2004d) 

Groundwater 
Monitoring'5' 

Jul  2004/DEH  Area  Cert 
Request  (Trust,  2004) 
DTSC  Cert:  12/20/2006 

NA 

5.6  DEH  Area  (Groundwater) 

DEH  RAP 

1990-1 995/Army/Main  Installation  Rl  (Dames  &  Moore, 
1997a) 

2003-2004/Trust/Basewide  Groundwater  Monitoring 
Reports 

DEH  RAP  (US  Army.  1997a) 

Army/DEH  RAP  (US  Army, 
1997a) 

Groundwater  Monitoring 

DEH  Remediation  Work 
Plan  (IT,  1997b) 

NA 

Army/DEH  Closure  Report 
(MACTEC,  2003);  DEH 
Closure  Report  Addendum 
(T&R,  2004d) 

Groundwater 
Monitoring'5' 

Jul  2004/DEH  Area  Cert 
Request  (Trust,  2004) 
DTSC  Cert:  12/20/2006 

NA 

6.0  OU  6  - 
Miscellaneous  Sites 

6.1  Tank  Site  1362 

NA 

1996  Removal  Action/Army/Tank  Removal  Report 
(Montgomery  Watson,  1997b),  Tank  Closure  Report  (IT, 
1998c). 

NA 

NA 

Tank  Removal 

NA 

NA 

NA 

NA 

02/201 1/Tank  1362  Cert 
Request  (Trust,  201 1a) 
DTSC  Cert:  4/1 9/2011 

NA 

6.2  Tank  Sites 
LR0101.1/LR0101.2 

NA 

1 989,1 993/Army/Enhanced  PA  (ANL,  1989), 
Confirmatory  Survey  (Oak  Ridge,  1993) 
1 994-1 995/NPS/Environmental  Condition  Assessment, 
(Iris,  2000) 

2000-2002  Removal  Action/Trust/LDAC  Closure  Report 
(Harding  ESE,  2002) 

NA 

NA 

Building  Demolition/Tank 
Removal 

NA 

NA 

LDAC  Closure  Report 
(Harding  ESE,  2002). 

NA 

09/2002/LDAC  NFA 
Determination  (Trust  2002) 
DTSC  Cert:  11/4/2002 

NA 

Footnotes: 

(1 )  DTSC  signed  approved  RAP 

(2)  Institutional  controls  are  documented  in  site  specific  addenda  to  Land  Use  Control  Master  Reference  Report 

(3)  Building  609  Area  and  Building  633  Firing  Range  are  part  of  the  larger  Commissary/PX  LUC  Area 

(4)  July  2004  CF  OU4  Implementation  Report  (EKI,  2004b)  provided  a  summary  of  construction  completion  documents  for  the  purposes  of  site  certification. 

(5)  Evaluation  of  groundwater  monitoring  results  was  presented  in  the  request  for  certification. 


Acronyms: 

BBDA  =  Baker  Beach  Disturbed  Area 

BHW  =  Battery  Howe  Wagner 

CF  =  Crissy  Field 

CHP  =  California  Highway  Patrol 

CCR  =  Construction  completion  report 

DEH  =  Department  of  Engineering  and  Housing 

EE/CA  =  Engineering  Evaluation/Cost  analysis 

FIR  =  Field  Investigation  Report 


FR  =  Field  Report 

FS1  =  Fill  Site  1 

FS6A  =  Fill  Site  6A 

FS7  =  Fill  Site  7 

FS  =  Feasibility  Study 

FSR  =  Field  Sampling  Report 

GA9  =  Graded  Area  9 

LDAC  =  Letterman  Digital  Arts  Center 


LF  =  Landfill 

LUC  =  Land  Use  Control 

LUN  =  Land  Use  Notification 

ML  =  Mountain  Lake 

NA  =  Not  applicable 

OU  =  Operable  Unit 

PA  =  Preliminary  Assessment 

PHSH  =  Public  Health  Service  Hospital 


RAP  =  Remedial  Action  Plan 

RAWP  =  Remedial  Action  Work  Plan 

RD  =  Remedial  Design 

Rl  =  Remedial  Investigation 

ROD  =  Record  of  Decision 

SI  =  Site  Investigation 

SIR  =  Site  Investigation  Report 
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amecP 


References: 

AMEC,  2012a 
AMEC,  2012b 


Remedial  Investigation  Summary  Report,  Baker  Beach  Disturbed  Area  2,  Presidio  of  San  Francisco,  California.  May.  (BBDA  2  Rl  Summary). 

Evaluation  of  Post-Remediation  Groundwater  and  Seep/Surface  Water  Monitoring  Results,  Baker  Beach  Disturbed  Area  1,  Presidio  of  San  Francisco,  California.  June.  (Post-Remediation  GW/Seep  Evaluation). 
AMEC,  2012c.  Remedial  Investigation  Summary  Report,  Battery  Howe-Wagner  (BHW),  Presidio  of  San  Francisco,  California.  June.  (BHW  Rl  Summary  Report). 
AMEC,  201 2d.  Revised  Remedial  Investigation  Report,  Baker  Beach  Disturbed  Area  1A,  Presidio  of  San  Francisco,  California.  August.  (BBDA  1A  Rl  Summary). 
AMEC,  2013a.  Evaluation  of  Post-Remediation  Groundwater  and  Seep  Water  Monitoring  Results,  Nike  Facility,  Presidio  of  San  Francisco,  California  (NIKE  GW  Evaluation).  January  23. 
AMEC,  2013b.  Final  Feasibility  Study  and  Remedial  Action  Plan  for  Baker  Beach  Disturbed  Area  1A.  March.  (RAP  5B). 

AMEC,  2013c.  Preliminary  Endangerment  Assessment,  Fill  Site  6B,  Presidio  of  San  Francisco,  San  Francisco,  California.  November.  (FS6B  PEA). 
AMEC,  2013d.  Final  Remedial  Action  Plan,  Baker  Beach  Disturbed  Area  2,  Presidio  of  San  Francisco,  California.  March.  (RAP  5C). 
AMEC,  201 3e.  Final  Remedial  Design  Implementation  Plan,  Baker  Beach  Disturbed  Area  1A,  Presidio  of  San  Francisco,  California.  April.  (BBDA  1A  RDIP). 
AMEC,  2014a.  Construction  Completion  Report,  Remedial  Design  Plan  for  Baker  Beach  Disturbed  Area  1A  .  January.  (BBDA  1A  CCR). 

AMEC,  2014b.  Fill  Site  6A  and  Fill  Site  6B  Site  Specific  Addendum  to  the  Presidio  Trust  Land  Use  Control  Master  Reference  Report.  March.  (FS6A/FS6B  LUCMRR  Addendum). 
AMEC,  2014c.  Building  669  Area  Site  Specific  Addendum  to  the  Presidio  Trust  Land  Use  Control  Master  Reference  Report.  March.  (B669  LUCMRR  Addendum). 
AMEC,  201 4d.  RAP  3  Construction  Completion  Report,  12  Main  Installation  Sites,  Presidio  of  San  Francisco,  California.  April.  (Final  RAP  3  CCR). 

AMEC,  201 4g.  Building  1244  Area  Land  Use  Notification,  Site-Specific  Addendum  to  the  Presidio  Trust  Land  Use  Controls  Master  Reference  Report.  April.  (Bldg  1244  LUCMRR  Addendum). 

AMEC  Geomatrix,  Inc.,  2009a.  Commissary/PX  Study  Area  Land  Use  Control  Site-Specific  Addendum  to  the  Presidio  Trust  Land  Use  Control  Master  Reference  Report.  July  28.  (Com/PX  LUCMRR  Addendum). 

AMEC  Geomatrix,  Inc.,  2009b.  NIKE  Facility  Land  Use  Control  and  Land  Use  Notification  Site-Specific  Addendum  to  the  Presidio  Trust  Land  Use  Control  Master  Reference  Report.  July  28.  (NIKE  LUCMRR  Addendum). 

AMEC  Geomatrix,  Inc.,  201 1 .  Building  662  Area  Land  Use  Control  and  Land  Use  Notification  Site-Specific  Addendum  to  the  Presidio  Trust  Land  Use  Control  Master  Reference  Report.  December  7.  (662  LUCMRR  Addendum). 

ANL,  November  1989.  Enhanced  Preliminary  Assessment  Report:  Presidio  of  San  Francisco  Military  Reservation,  San  Francisco,  California.   Prepared  for  US  Army  Toxic  and  Hazardous  Materials  Agency.  (Enhanced  PA). 

Arcadis,  2013.  Final  Remedial  Investigation  Report,  Lobos  Creek,  Presidio  of  San  Francisco,  California.  December  13.  (Final  Rl  Lobos  Creek). 

CEM,  2004.  Cleaning  of  Sump  Located  at  Building  1057.  Letter  from  Mr  Fred  Chandler,  CEM,  to  Mr.  Chris  Nelson  Trust.  July  28.  (Sump  Cleaning  Report). 

CH2MHill,  2005.  Draft  Report,  Feasibility  Study,  Landfill  E.  (Draft  Report,  FS,  LFE). 

Dames  &  Moore,  1997a.  Final  Remedial  Investigation  Report,  Presidio  Main  Installation,  Presidio  of  San  Francisco.  January.  (Main  Installation  Rl). 
Dames  &  Moore,  1997b.  Final  Feasibility  Study  Report,  Presidio  Main  Installation,  Presidio  of  San  Francisco.  January.  (Army  Main  Installation  Sites  FS). 
Dames  &  Moore,  1997c.  Update  Building  937  UVB  System.  July.  (937  UVB  System  Update). 

DTSC,  2012.  Letter  from  George  Chow,  DTSC  to  Eileen  Fanelli,  Trust  concerning  review  of  Remedial  Investigation  Summary  Report,  Battery  Howe  Wagner  Site.  July  13. 
EC.  Jordan  Company,  1990.  Final  Technical  Plan,  Data  Item  A003,  Presidio  of  San  Francisco.  (Transformer  removal). 

EKI,  1998.  Report  of  Sediment  Sampling  at  Mountain  Lake.  The  Presidio  Trust,  San  Francisco,  California.  November.  (ML  Sediment  Sampling). 

EKI,  2000a.  Sampling  Results  for  Selected  Main  Installation  Sites,  Presidio  of  San  Francisco,  California.  October  10.  (Samp  Results  Select  Main  Installation  Sites). 

EKI,  2000b.  Draft  Sampling  Results  for  Selected  Public  Health  Service  Hospital  Sites.  November  (Results  PHSH  Sites). 

EKI,  2001a.  Addendum  No.  1  to  Sampling  Results  for  Selected  Main  Installation  Sites  (Fill  Site  6),  Presidio  of  San  Francisco,  California.  April  9.  (Addendum  1  Samp  Results). 

EKI,  2001b.  Draft  Addendum  No.  2  to  Sampling  Results  for  Selected  Main  Installation  Sites  (Battery  Howe/Wagner),  Presidio  of  San  Francisco,  California.  May.  (Addendum  2  Samp  Results). 

EKI,  2002a.  Draft  Addendum  No.  3  to  Sampling  Results  for  Selected  Main  Installation  Sites  (Battery  Howe/Wagner  Passive  Soil  Gas  Investigation),  Presidio  of  San  Francisco,  California.  January.  (Addendum  3  Samp  Results). 

EKI,  2002b.  Addendum  No.  4  to  Sampling  Results  for  Five  Main  Installation  Sites,  Presidio  of  San  Francisco,  California.  February  26.  (Addendum  4  Samp  Results). 

EKI,  2003a.  Presidio  Trust  Revised  Feasiblity  Study  Report,  Main  Installation  Sites,  Presidio  of  San  Francisco,  California.  March.  (Revised  Main  Installation  Sites  FS) 

EKI,  2003b.  Landfill  E  Field  Sampling  Report,  Presidio  of  San  Francisco,  California.  June.  (LFE  FSR). 

EKI,  2004a.  NIKE  Swale  Field  Sampling  Report,  Presidio  of  San  Francisco,  California.  March  22.  (NIKE  Swale  FSR).n 

EKI,  2004b.  Crissy  Field  Operable  Unit  4,  Implementation  Report,  Presidio  of  San  Francisco,  California.  July  29.  (CF  OU4  Implementation  Report). 

EKI,  2006a.  Buildings  933  and  937  Vapor  Intrusion  Assessment  and  Field  Sampling  Report,  Presidio  of  San  Francisco,  California.  October  12.  (Vapor  Intrusion  Sampling  Report). 

EKI,  2006b.  Building  1 151/1 153  Area  Land  Use  Control  and  Land  Use  Notification  Site-Specific  Addendum  to  the  Presidio  Trust  Land  Use  Control  Master  Reference  Report.  December  7.  (1 151/1 153  LUCMRR  Addendum). 
EKI,  2008a.  Machine  Gun  Butt  Field  Investigation  Report,  Presidio  of  San  Francisco,  California.  (MGB  FIR). 

EKI,  2008b.  Building  937  Remedial  Construction  Work  Plan,  Presidio  of  San  Francisco,  California.  March  5.  (937  Remedial  Construction  Work  Plan). 
EKI,  2008c.  Building  900s  Area  Groundwater  Five  year  Review  Report,  Presidio  of  San  Francisco,  San  Francisco,  California.  July  25.  (Big  900s  5-Year). 

EKI,  2008d.  Building  937  Remedial  Construction  Work  Plan  Addendum  and  Remedial  Design,  Presidio  of  San  Francisco,  California.  September  12.  (937  Work  Plan  Addendum  and  RD). 

EKI,  2008e.  Feasibility  Study  for  Landfills  8  and  10  and  PHSH  Fill  Site,  Presidio  of  San  Francisco,  California.  November.  (LF8,  LF10,  PHSH  Fill  FS). 

EKI,  2009.  Final  Remedial  Action  Plan  for  Landfills  8  and  10,  PHSH  Fill  Site,  and  Four  Small  Arms  Firing  Ranges,  Presidio  of  San  Francisco,  California.  March  4.  (RAP  4) 

EKI,  201 1.  Draft  CHP  Pistol  Range  Remedial  Action  Work  Plan,  Presidio  of  San  Francisco,  California.  May.  (CHP  Pistol  Range  RAWP). 

EKI,  2012a.  Remedial  Action  Construction  Completion  Report,  Building  937,  Presidio  of  San  Francisco,  California.  January  26.  (937  CCR). 

EKI,  2012b.  CHP  Pistol  Range  Remedial  Action  Construction  Completion  Report,  Presidio  of  San  Francisco,  California.  June.  (CHP  Pistol  Range  CCR). 

Geomatrix,  2005.  Site  Investigation  Report,  Tank  1451.1  Mini-CAP  site,  the  Presidio  of  San  Francisco,  California.  October.  (Tank  1451.1  SIR). 

Geomatrix,  2007.  Remedial  Action  Plan  Implementation  Work  Plan,  12  Main  Installation  Sites,  Presidio  of  San  Francisco,  California.  November  21.  (RAP  3  Implementation  Work  Plan). 

Geosyntec,  201 1a.  Field  Report  and  Rl  Sampling  Summary,  Landfill  E,  Presidio  of  San  Francisco,  California.  (LFE  FR  and  Rl). 

Geosyntec,  201 1b.  Final  Feasibility  Study/Remedial  Action  Plan,  Landfill  E,  Presidio  of  San  Francisco,  California.  June.  (RAP  6A). 

Geosyntec,  201 1c.  Final  Remedial  Design  and  Implementation  Plan  -  Landfill  E,  Presidio  of  San  Francisco,  California.  (LFE  RDIP). 

Geosyntec,  2012a.  Operation  &  Maintenance  Plan,  Landfill  E,  Presidio  of  San  Francisco,  California.  January.  (LFE  O&M  Plan). 

Geosyntec,  2012b.  Construction  Completion  Report,  Landfill  E,  Presidio  of  San  Francisco,  California.  August.  (LFE  CCR). 

Geosyntec,  2013a.  Final  Remedial  Design  and  Implementation  Plan,  Baker  Beach  Disturbed  Area  2,  Presidio  of  San  Francisco,  California.  March.  (BBDA  2  RDIP). 

Geosyntec,  2013b.  Evaluation  of  Post-Remediation  Groundwater  Monitoring  Results,  Landfill  10  (LF10)  and  Landfill  8  (LF8),  Presidio  of  San  Francisco,  California.  (LF10  &  LF8  GW  Eval). 

Geosyntec,  2014.  Construction  Completion  Report,  Baker  Beach  Disturbed  Area  2,  Presidio  of  San  Francisco,  California.  March.  (BBDA  2  CCR). 

Harding  ESE,  2002.  Closure  Report,  Letterman  Digital  Arts  Center  Site,  Presido  of  San  Francisco,  California.  (LDAC  Closure  Report). 

Iris,  2000.   Phase  II  Environmental  Site  Assessment,  Letterman  Digital  Center,  San  Francisco,  California.  September  11.  (Environmental  Condition  Assessment). 
IT,  1997a.  Site  Investigation  Report,  Building  1065,  Presidio  of  San  Francisco,  California.  (Bldg  1065  SI). 

IT,  1997b.  Remediation  Work  Plan,  Directorate  of  Engineering  and  Housing  Area,  Presidio  of  San  Francisco,  California.  October  31.  (DEH  Remediation  Work  Plan). 
IT,  1998a.  Pre-Remediation  Sampling  Data  Summary,  Crissy  Field,  Presidio  of  San  Francisco,  California.  May  22.  (CF  Pre-Remediation  Sampling  Summary). 
IT,  1998b.  Remedial  Action  Work  Plan,  Crissy  Field  Area,  Presidio  of  San  Francisco,  California.  July  23.  (CF  RAWP). 

IT,  1998c.  Petroleum  Tank  Closure  and  Recommended  Site  Action  Report,  Presidio  Fuel  Tank  Removal  Program,  Presidio  of  San  Francisco,  California.  November.  (Tank  Closure  Report). 
IT,  1999a.  Soil  Removal  Completion  Report,  Buildings  680  and  1 153,  Presidio  of  San  Francisco,  California.  (Soil  Removal  CCR). 
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References: 

IT,  1999b.  Soil  Remediation  Closure  Report,  Crissy  Field  Area,  Presidio  of  San  Francisco,  California.  June  7.  (CF  Closure  Report). 

KJ,  2010.  Remedial  Action  Work  Plan,  Fill  Site  1  and  Landfill  2  Remedial  Design,  The  Presidio,  San  Francisco,  California.  May  12.  (FS1  &  LF2  RAWP). 

KJ,  2012a.  Construction  Completion  Report,  Fill  Site  1  and  Landfill  2,  The  Presidio,  San  Francisco,  California.  March.  (FS1  and  LF2  CCR). 

KJ,  2012b.  Final  Feasibility  Study/Remedial  Action  Plan,  Mountain  Lake,  Presidio  of  San  Francisco,  California.  May.  (RAP  8A). 

KJ,  2013.  Remedial  Design  Implementation  Plan,  Mountain  Lake,  Presidio  of  San  Francisco,  California.  February  26.  (ML  RDIP). 

KJ,  2014.  Construction  Completion  Report,  Fill  Site  1  and  Landfill  2,  The  Presidio,  San  Francisco,  California.  March.  (FS1  LF2  CCR). 

MACTEC,  2003.  Final  Closure  Report,  DEH  Study  Area,  Presidio  of  San  Francisco,  California.  September  30.  (DEH  Closure  Report). 

MACTEC,  2005a.  Clean  Closure  Work  Plan,  Fill  Site  6A,  Presidio  of  San  Francisco,  San  Francisco,  California.  March  29.  (FS6A  Clean  Closure  Work  Plan). 

MACTEC,  2005b.  Pre-Remedial  Design  Investigation  Report,  Six  Remedial  Action  Plan  Sites,  Presidio  of  San  Francisco,  California.  May  17.  (Six  Sites  Pre-Remedial  Design  Inv  Report). 
MACTEC,  2006a.  Field  Investigation  Report,  Baker  Beach  Disturbed  Areas  1,  1A,  2,  and  2A,  Presidio  of  San  Francisco,  California.  June.  (BBDAs  FIR). 
MACTEC,  2006b.  Draft  Construction  Completion  Report,  Fill  Site  6A  Remediation,  Presidio  of  San  Francisco,  California.  July  31.  (FS6A  CCR). 

MACTEC,  2006c.  Supplemental  Feasiblity  Study  to  Main  Installation  Sites  FS  for  Eight  Sites,  Presidio  of  San  Francisco,  California  .  October.  (Eight  Sites  Supplemental  FS). 

MACTEC,  2007a.  Field  Investigation  Report,  Nike  Facility,  Building  1450/1451  Area,  and  Building  1369  Area,  Presidio  of  San  Francisco,  California.  February  13.  (FIR  for  NIKE,  Bldg  1450/1451,  Bldg  1369). 
MACTEC,  2007b.  Remedial  Action  Plan,  Baker  Beach  Disturbed  Areas  1  and  2A  and  Twenty-Six  Other  Sites,  Presidio  of  San  Francisco,  California.  June.  (RAP  3). 

MACTEC,  2007c.  Final  Remedial  Design  Document  and  Remedial  Action  Work  Plan,  Baker  Beach  Disturbed  Areas  1  and  2A,  Presidio  of  San  Francisco,  California.  July.  (BBDAs  1  and  2A  RD). 
MACTEC,  2008.  Construction  Completion  Report,  Baker  Beach  Disturbed  Areas  1  and  2A  Landfill  Removal,  Presidio  of  San  Francisco,  California.  December.  (BBDAs  1  and  2A  CCR). 
MACTEC,  2009.  Field  Data  Report,  Data  Gaps  Investigation,  Fill  Site  1  and  Landfill  2,  Presidio  of  San  Francisco,  California.  December  31.  (FDR  FS1  and  LF2). 
MACTEC,  2010.  Final  Remedial  Action  Plan  for  Fill  Site  1,  Landfill  2,  and  El  Polin  Spring,  Presidio  of  San  Francisco,  California.  June.  (RAP  5A). 
Montgomery  Watson,  1995.  Building  1827  Removal  Design  Final  Design  Documents,  Presidio  of  San  Francisco,  San  Francisco,  California.  May.  (B1827  RD). 
Montgomery  Watson,  1996.  Landfill  E  Remedial  Design,  Predesign  Study  Work  Pin.  November  (LFE  Pre-Design  Work  Plan). 

Montgomery  Watson,  1997a.  Final  Site  Investigation  Report  for  the  Small  Arms  Firing  Ranges,  Presidio  of  San  Francisco,  California.  July.  (SIR  for  Small  Arms  Firing  Ranges). 
Montgomery  Watson,  1997b.  UST  Number  1362,  Tank  Removal  Documentation  Report.  (Tank  Removal  Report). 

Montgomery  Watson,  1999a.  Landfill  Design  Summary  Report,  Presidio  of  San  Francisco,  San  Francisco,  California.  November.  (Landfill  Design  Summary  Report). 

Montgomery  Watson,  1999b.  Letter  Report  -  LTTD  Area  Post  Operations  Sampling  Results,  Presidio  of  San  Francisco,  California.  (LTTD  Sampling). 

Oak  Ridge,  1993.  Confirmatory  Survey  of  the  Letterman  Army  Institute  of  Research,  Presidio  of  San  Francisco,  California.  September  7.  (Confirmatory  Survey). 

Roux,  2013.  Revised  Evaluation  of  Post-Remediation  Groundwater  and  Seep  Water  Monitoring  Results,  Fill  Site  1  and  Landfill  2  (FS1/LF2),  Presidio  of  San  Francisco,  California.  July.  (FS1/LF2  GW  Eval). 
SES,  2009.  Remedial  Action  Work  Plan,  Landfill  8,  Landfill  10  and  Graded  Area  9,  Presidio  of  San  Francisco,  California.  May  11.  (LF8,  LF10,  GA9  RAWP). 
SES,  2013.  Construction  Completion  Report  Landfill  8,  Graded  Area  9  and  Landfill  10,  Presidio  of  San  Francisco,  California.  January.  (LF8,  LF10,  GA9  CCR). 

Stollar,  1993.  Final  Remedial  Investigation  Report  for  the  Former  U.S.  Public  Health  Services  Hospital,  Former  Public  Health  Services  Hospital,  Presidio  of  San  Francisco,  California.  (PHSH  Rl). 

T&R,  2001a.  Site  Investigation  Report,  Crissy  Field  Rifle  Institute  and  Skeet  Ranges  Beach  Area,  Presidio  of  San  Francisco.  October.  (CFRI  &  Skeet  Range  SIR). 

T&R,  2001b.  Work  Plan  to  Implement  Provisions  of  the  Final  Crissy  Field  Remedial  Action  Plan,  Crissy  Field  Rifle  Institute  and  Skeet  Range  Beach  Area.  October.  (CFRISR  WP). 

T&R,  2002a.  Draft  Fill  Site  7  Closure  Sampling  Report,  Presidio  of  San  Francisco,  California.  October.  (FS7  Closure  Sampling). 

T&R,  2002b.  Remedial  Action  Plan  and  Evaluation  of  Alternatives  for  Landfill  4  and  Fill  Site  5.  September  12.  (RAP  1). 

T&R,  2002c.  Work  Plan  to  Implement  the  Remedial  Action  Plan  for  Landfill  4  and  Fill  Site  5.  October  28.  (Remedial  Action  Work  Plan  for  LF4  and  FS5). 

T&R,  2003a.  Draft  Remedial  Action  Excavation  Report,  Crissy  Field  Rifle  Institute  and  Skeet  Range  Beach  Area.  February.  (CF  Rifle  and  Skeet  RA  Excavation  Report). 

T&R,  2003b.  Draft  Buiding  900s  Area  Construction  Completion  Report.  March.  (Bldg  900s  CCR). 

T&R,  2003c.  Draft  Site  Investigation  Report,  Commissary/Post  Exchange  Study  Area,  Presidio  of  San  Francisco,  California.  August.  (Comm/PX  SI  Report). 

T&R,  2004a.  Draft  Small  Arms  Firing  Ranges  Remedial  Investigation  Report,  Presidio  of  San  Francisco,  California.  February.  (Small  Arms  Ranges  Rl). 

T&R,  2004b.  Remedial  Action  Plan  For  Fill  Site  6A  and  Baker  Beach  Disturbed  Areas  3  and  4,  Presidio  of  San  Francisco,  California.  March  25.  (RAP  2). 

T&R,  2004c.  Work  Plan  to  Implement  Baker  Beach  Disposal  Areas  3  and  4  RAP,  Presidio  of  San  Francisco,  California.  May  27.  (BBDAs  3  and  4  RAP  Work  Plan). 

T&R,  2004d.  Addendum  to  the  DEH  Area  Operable  Unit  Closure  Report,  Presidio  of  San  Francisco,  California.  July  22.  (DEH  Closure  Report  Addendum). 

T&R,  2004e.  Draft  Small  Arms  Firing  Ranges  Feasibility  Study  Report.  November.  (Small  Arms  Ranges  FS). 

T&R,  2004f.  Draft  Construction  Completion  Report,  Landfill  4  and  Fill  Site  5,  Presidio  of  San  Francisco,  California.  November  15.  (LF4  and  FS5  CCR). 

T&R,  2005.  Draft  Construction  Completion  Report  Baker  Beach  Disturbed  Areas  3  and  4,  Presidio  of  San  Francisco,  California.  August  23.  (BBDAs  3  and  4  CCR). 

T&R,  2007.  Draft  Battery  Crosby  Road  Construction  Report,  Addendum  to  Construction  Completion  Report  Baker  Beach  Disturbed  Areas  3  and  4,  Presidio  of  San  Francisco,  California.  January  30.  (BBDAs  3  and  4  CCR  Addendum). 

Trust,  2002.  No  Further  Action  Determination  -  Letterman  Digital  Arts  Center  Site,  Presidio  of  San  Francisco.  September  30.  (LDAC  NFA  Determination). 

Trust,  2004.  Request  for  Final  Certification,  DEH  Area  Operable  Unit,  Presidio  of  San  Francisco,  California.  July  22.  (DEH  Cert  Request). 

Trust,  2008a.  Revised  Certification  Request,  Crissy  Field  Operable  Unit  4  Sites,  Presidio  of  San  Francisco.  July.  (Revised  CF  Cert  Request). 

Trust,  2008b.  Implementation  Report  and  Request  for  Final  Certification,  Building  1827  Area,  Presidio  of  San  Francisco.  July.  (Bldg  1827  Cert  Request). 

Trust,  2008c.  Certification  and  Closure  Request,  Baker  Beach  Disturbed  Area  2A,  Presidio  of  San  Francisco,  California  .  December.  (BB2A  Cert  Request). 

Trust,  2009a.  Certification  and  Closure  Request,  Fill  Site  5,  Presidio  of  San  Francisco.  March  2.  (FS5  Cert  Request). 

Trust,  2009b.  Certification  and  Closure  Request,  Baker  Beach  Disturbed  Areas  3  and  4,  Presidio  of  San  Francisco.  May.  (BB3  and  BB4  Cert  Request). 

Trust,  2009c.  Certification  and  Closure  Request,  Landfill  4,  Presidio  of  San  Francisco.  May.  (LF4  Cert  Request). 

Trust,  2009d.  Site  Certification  Request,  Fill  Site  6A,  Presidio  of  San  Francisco,  California.  August.  (FS6A  Cert  Request). 

Trust,  201 1a.  Request  for  Site  Certification  Underground  Storage  Tank  (UST)  1362,  Presidio  of  San  Francisco,  California.  February  8.  (Tank  1362  Cert  Request). 

Trust,  201 1b.  Landfill  8  Site-Specific  Addendum  to  the  Presidio  Trust  Land  Use  Controls  Master  Reference  Report.  May.  (LF8  LUCMRR  Addendum). 

Trust,  2011c.  Landfill  10  Site-Specific  Addendum  to  the  Presidio  Trust  Land  Use  Controls  Master  Reference  Report.  May.  (LF10  LUCMRR  Addendum). 

Trust,  201 1  d.  Graded  Area  9  Site-Specific  Addendum  to  the  Presidio  Trust  Land  Use  Controls  Master  Reference  Report.  May.  (GA9  LUCMRR  Addendum). 

Trust,  201 1e.  Post-Remediation  Groundwater  and  Surface  Water  Monitoring  Plan,  Landfill  E,  Presidio  of  San  Francisco,  California.  December  6.  (LFE  GW  Mon  Plan). 

Trust,  2012a.  Transmittal  of  Remedial  Construction  Completion  Report  and  Request  for  Site  Certification,  Baker  Beach  Disposal  Area  1,  Presidio  of  San  Francisco,  California  .  June.  (BBDA  1  Cert  Request). 
Trust,  2012b.  Transmittal  of  Remedial  Construction  Completion  Report  and  Request  for  Site  Certification,  CHP  Pistol  Range,  Presidio  of  San  Francisco,  California.  June  22.  (CHP  Range  Cert  Request). 

Trust,  2012c.  Transmittal  of  the  Final  Construction  Completion  Report,  Operation  and  Maintenance  Plan,  Addendum  to  the  Land  Use  Controls  Master  Reference  Report,  and  Request  for  Site  Certification,  Landfill  E,  Presidio  of  San  Francisco, 
California.  August.  (LFE  CCR  and  Cert  Request) 

Trust,  201 2d.  Landfill  E  Site-Specific  Addendum  to  the  Presidio  Trust  Land  Use  Controls  Master  Reference  Report.  May.  (LFE  LUCMRR  Addendum). 
Trust,  201 2f.  Transmittal  of  Additional  Soil  Sampling  Data  and  Request  for  Site  Certification,  Landfill  8.  December.  (LF8  Cert  Request). 
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SUMMARY  OF  RESPONSE  ACTION  PROCESS  FOR  LISTED  SITES 

Basewide  Report  of  Compliance 
Presidio  of  San  Francisco,  California 


TABLE  2 


References: 

Trust,  2013a.  Evaluation  of  Post-Remediation  Groundwater  and  Seep  Water  Monitoring  Results  and  Request  to  Cease  Groundwater  Monitoring  and  Remove  LUC  for  Groundwater,  Former  Nike  Site.  January.  (Nike  Post-Remediation  Eval). 
Trust,  2013b.  Transmittal  of  Final  Construction  Completion  Report,  Landfill  8,  Graded  Area  9,  Landfill  10,  and  Request  for  Site  Certification  GA9  and  LF10,  Presidio  of  San  Francisco,  California.  January.  (GA9  and  LF10  Cert  Request). 
Trust,  2013c.  Response  to  DTSC  Comments,  Request  for  Site  Certification,  and  Transmittal  of  the  Updated  Land  Use  Control  Site-Specific  Addendum,  Building  662,  Presidio  of  San  Francisco,  California.  March  1 .  (Bldg  662  Cert  Request). 
Trust,  2013d.  Transmittal  of  Post-Remediation  Indoor  Air  and  Subslab  Vapor  Data  and  Request  for  Site  Certification,  Building  937,  Presidio  of  San  Francisco,  California.  March  1 .  (937  Cert  Request). 
Trust,  201 3e.  Building  923/937  Site-Specific  Addendum  to  the  Presidio  Trust  Land  Use  Controls  Master  Reference  Report.  (Update).  November  4.  (923/937  LUCMRR  Addendum). 

Trust,  2014a.  Request  for  Site  Certification,  and  Transmittal  of  the  Construction  Completion  Report,  Baker  Beach  Disturbed  Area  1  A,  Presidio  of  San  Francisco,  California.  March.  (BBDA  1A  Cert  Request). 
Trust,  2014b.  Transmittal  of  Final  Construction  Completion  Report  and  Request  for  Site  Certification,  Baker  Beach  Disturbed  Area  2.  February  12.  (BBDA  2  Site  Cert). 

Trust,  2014c.  Transmittal  of  Revised  Fill  Site  6A  and  Fill  Site  6B  Land  Use  Control  Site  Specific  Addendum  to  the  Presidio  Trust  Land  Use  Controls  Master  Reference  Report  and  Request  for  Site  Certification  FS6A.  February  14.  (2014  FS6A  Cert 
Request). 

Trust,  201 4d.  Groundwater  Monitoring,  Operation  and  Maintenance  Plan  and  Groundwater  LUC,  Nike  Facility,  Presidio  of  San  Francisco,  California.  February  28.  (NIKE  O&M  Plan). 
Trust,  2014e.  Seep  Water  Monitoring,  Operation  and  Maintenance  Plan,  Baker  Beach  Disturbed  Area  1,  Presidio  of  San  Francisco,  Califorina.  February  28.  (O&M  Plan  BBDA  1). 

Trust,  201 4f.  Transmittal  of  the  Final  Construction  Completion  Report  and  Site  Certification  Request,  RAP  3-12  Main  Installation  Sites,  Presidio  of  San  Francisco,  California.  April  7.  (RAP  3  Site  Cert  Request). 
URS,  2004.  Five  Year  Review  and  Filed  Investigation  Report  for  Landfills  8  and  10,  Presidio  of  San  Francisco,  California.  January.  (LF8  &  LF10  5-Year  and  FIR). 
URS,  2011.  Remedial  Investigation  Summary  and  Risk  Evaluation,  Mountain  Lake,  Presidio  of  San  Francisco,  California.  October.  (ML  Rl  Summary). 
US  Army,  1995.  Record  of  Decision,  Decision  Summary,  Former  U.S.  Public  Health  Servides  Hospital.  January.  (PHSH  ROD) 

US  Army,  1996.  Engineering  Evaluation/Cost  Analysis  Removal  Action  Work  Plan,  Buildings  680  and  1153,  Presidio  of  San  Francisco,  California.  Army  Environmental  Center.  (680  &1153  EE/CA  &  RAWP). 

US  Army,  1997a.  Final  Remedial  Action  Plan  for  the  Former  Directorate  of  Engineering  and  Housing  Study  Area,  Presidio  National  Park.  April  7.  (DEH  RAP). 

US  Army,  1997b.  Engineering  Evaluation/Cost  Analysis,  Removal  Action  Workplan,  Building  640/643  Area,  Presidio  of  San  Francisco.  June.  (640/643  EE/CA  &  RAWP). 

US  Army,  1997c.  Engineering  Evaluation/Cost  Analysis,  Removal  Action  Workplan,  Buildings  923/937  Site,  Presidio  of  San  Francisco.  June.  (923/937  EE/CA  &  RAWP). 

US  Army,  1997d.  Engineering  Evaluation/Cost  Analysis,  Removal  Action  Workplan,  Building  950  Site,  Presidio  of  San  Francisco.  June.  (950  EE/CA  &  RAWP). 

US  Army,  1998a.  Final  Remedial  Action  Plan,  Crissy  Field  Area,  Presidio  of  San  Francisco.  April  10.  (CF  RAP). 

US  Army,  1998b.  Remediation  Data  Summary  Report  for  the  Crissy  Field  Area  at  the  Presidio  of  San  Francisco.  October  8.  (CF  Data  Summary  Report). 

US  Army,  1999a.  Buildings  640/643  Area,  Remediation  Data  Summary  Buildings  640/643  Area,  Remediation  Data  Summary  Report  for  the  Crissy  Field  Area  (640/643  Data  Report). 

US  Army,  1999b.  Building  924  Firing  Range,  Remediation  Data  Summary  Report  for  the  Crissy  Field  Area  at  the  Presidio  of  San  Francisco.  February  8.  (924  Firing  Range  Data  Summary  Report). 

US  Army,  1999c.  Buildings  923/937  Area,  Remediation  Data  Summary  Report  for  the  Crissy  Field  Area  at  the  Presidio  of  San  Francisco.  April  15.  (923/937  Data  Summary  Report). 

US  Army,  1999d.  Building  950  Area,  Remediation  Data  Summary  Report  for  the  Crissy  Field  Area  at  the  Presidio  of  San  Francisco.  May  17.  (B950  Data  Summary  Report). 

Watkins-Johnson,  1993.  Soil  and  Groundwater  Pollution  Characterization  Report  for  Building  937.  September.  (937  Characterization  Report). 

Watkins-Johnson  Environmental,  Inc.,  1993.  Feasibility  Study  for  the  Former  U.S.  Public  Health  Services  Hospital.  November.  (PHSH  FS). 

Watkins-Johnson  Environmental,  Inc.,  1994,  Revised  Draft  Remedial  Action  Plan  for  the  Former  U.S.  Public  Health  Services  Hospital.  October.  (PHSH  RAP). 
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TABLE  3 

SUMMARY  OF  RESPONSE  ACTION  PROCESS  FOR  NON-LISTED  SITES  REMEDIATED  UNDER  THE  CONSENT  AGREEMENT 

Basewide  Report  of  Compliance 
Presidio  of  San  Francisco,  California 


amecP 


Site  Group 

Site 

Remedial 

A r*t  ion  PI  sin 

(RAP) 
Designation 

Remedial  Investigations 

(Date  of  Investigation/Party/Reference) 

Feasibility  Studies 

(Party/Reference) 

Remedial  Action 
Plans  (RAPs)  and 

CEQA 
Documentation'1' 

(Reference) 

Selected  Remedial  Action 

Remedial  Design 

(Party/Reference) 

Institutional 
Controls'2' 

(Type  of  control, 
reference 
document,  and  date 
of  DTSC  approval) 

Implementation  of  Final 
RAP  and  Construction 
Completion  Report 
(CCR) 

(Dates/Party/Reference 
and  Date  of  DTSC 
Approval) 

Post  Remediation 
Monitoring 
Requirement 

(Type  and  Date  of 
DTSC  Approval) 

Certification 

(Trust  Request 
Date/Reference 
Date  of  DTSC 
Certification) 

Operation  and 
Maintenance 
Requirement 

7.0  Additional 
Sites  (Not  Listed 
in  Consent 
Agreement, 
Addressed  in 
Existing  RAPs) 

7.1  Baker  Beach  Disturbed 
Area  2A 

RAP  3 

2003-2004//Trust/  Pre-Remedial  Design 
Investigation  Report  (MACTEC,  2005) 
2006/Trust/BBDAs  FIR  (MACTEC,  2006a) 

Trust/Eight  Sites, 
Supplemental  FS 
(MACTEC,  2006b) 

RAP  3  (MACTEC. 
2007a) 

Excavation  and  Offsite 
Disposal,  Recycle  Debris, 
Monitor  Seep  Water 

Trust/BBDAs  1  and 
2A  RD  (MACTEC, 
2007b) 

NA 

2007-2008/Trust/BBDAs 
1  and  2A  CCR 
(MACTEC,  2008) 
DTS  Approval:  2/12/2014 

Erosion  Control 
Monitoring 

Dec  2008/  BB2A  Cert 
Request  (Trust,  2008) 
DTSC  Cert:  05/15/2014 

NA 

7.2  Former  Railroad  Tracks 
Area 

RAP  3 

2002-2003/Trust/SIR  (T&R,  2003) 

Trust/Eight  Sites 
Supplemental  FS 
(MACTEC,  2006b) 

RAP  3  (MACTEC, 
2007a) 

Limited  Excavation  and 
Offsite  Disposal,  LUC  and 
Maintain  Existing  Cover  for 
Soil,  No  Action  for 
Groundwater 

Trust/RAP  3 
Implementation 
Work  Plan 
(Geomatrix,  2007) 

LUC  (AMEC 
Geomatrix,  2009)'3' 
DTSC  Approval; 
03/26/2014 

2008/T rust/Final  RAP  3 
CCR  (AMEC,  2014) 
DTSC  Approval: 
03/28/2014 

NA 

April  2014/RAP  3  Cert 
Request  (Trust,  2014). 
DTSC  Cert:  04/23/2014 

NA 

7.3  Former  Coal  Storage  Bin 
Area 

RAP  3 

2002-2003/Trust/SIR  (T&R,  2003) 

Trust/Eight  Sites 
Supplemental  FS 
(MACTEC,  2006b) 

RAP  3  (MACTEC, 
2007a) 

Limited  Excavation  and 
Offsite  Disposal,  Cover  and 
LUC  for  Soil,  No  Action  for 
Groundwater 

Trust/RAP  3 
Implementation 
Work  Plan 
(Geomatrix,  2007) 

LUC  (AMEC 
Geomatrix,  2009)(3> 
DTSC  Approval; 
03/26/2014 

2009/T rust/Final  RAP  3 
CCR  (AMEC,  2014) 
DTSC  Approval: 
03/28/2014 

NA 

April  2014/RAP  3  Cert 
Request  (Trust,  2014). 
DTSC  Cert:  04/23/2014 

NA 

7.4  Barnard  Avenue 
Protected  Range 

RAP  6C 

1996/Army/  SIR  for  Small  Arms  Firing 
Ranges  (MW,  1997) 

2003/T rust/Small  Arms  Firing  Ranges  Rl 
(T&R,  2004a),  BAPR  Rl  Summary  Report 
(Geosyntec,  2012) 
DTSC  Approval:  02/27/2012 

Trust/Small  Arms  Firing 
Ranges  FS  (T&R,  2004b); 
BAPR  RAW  (Geosyntec, 
2013) 

BAPR  RAW 
(Geosyntec,  2013) 
DTSC  Approval: 
04/23/2013 

Excavation  and  Offsite 
Disposal 

Trust/BAPR  RAW 
(Geosyntec,  2013) 
DTSC  Approval: 
04/23/2013 

LUC/LUN 

(Geosyntec,  2014a 
&  2014b) 
DTSC  Approval: 
05/09/2014 

2014/Trust/BAPRCCR 
(Geosyntec,  2014c) 
DTSC  Approval: 
05/09/2014 

Erosion  Control 
Monitoring 

May  2014/BAPR  CCR 
(Geosyntec,  2014c) 
DTSC  Cert:  05/12/2014 

NA 

7.5  PHSH  Fill  Site 

RAP  4 

1 990/Army/PHSH  Rl  (Stollar,  1993) 
2007-2008/Trust/LF8,  LF10,  PHSH  Fill  FS 
(EKI,  2008) 

Trust/LF8,  LF10,  PHSH 
Fill  FS  (EKI,  2008) 

RAP  4  (EKI,  2009) 

Permeable  Cover,  LUC 

NA 

LUC  (Trust,  2011) 
DTSC  Approval: 
3/26/2014 

NA 

NA 

Jan  2013/  PHSH  Fill 
Cert  Request  (Trust, 
2013) 

DTSC  Cert:  05/13/2014 

NA 

Footnotes: 

(1)  Referenced  document  was  signed/approved  by  DTSC 

(2)  Institutional  controls  are  documented  in  site  specific  addenda  to  Land  Use  Control  Master  Reference  Report 

(3)  Former  Railroad  Tracks  and  Former  Coal  Storage  Bin  areas  are  part  of  the  larger  Commissary/PX  LUC  Area. 


Acronyms: 

BAPR  =  Barnard  Avenue  Protected  Range 
BBDAs  =  Baker  Beach  Disturbed  Areas 
CCR  =  Construction  Completion  Report 


DTSC  =  Department  of  Toxic  Substances  Control 
FIR  =  Field  Investigation  Report 
FS  =  Feasibility  Study 


LUC  =  Land  Use  Control 
NA  =  Not  Applicable 
PHSH  =  Public  Health 


RAP  =  Remedial  Action  Plan 
RAW  =  Remedial  Action  Workplan 
Rl=  Remedial  Investigation 
SIR  =  Site  Investigation  Report 


References: 

AMEC,  2014.  RAP  3  Construction  Completion  Report,  12  Main  Installation  Sites,  Presidio  of  San  Francisco,  California.  April.  (Final  RAP  3  CCR). 

AMEC  Geomatrix,  Inc.,  2009.  Commissary/PX  Study  Area  Land  Use  Control  Site-Specific  Addendum  to  the  Presidio  Trust  Land  Use  Control  Master  Reference  Report.  July  28.  (Com/PX  LUCMRR  Addendum). 

EKI,  2008.  Feasibility  Study  for  Landfills  8  and  10  and  PHSH  Fill  Site,  Presidio  of  San  Francisco,  California.  November.  (LF8,  LF10,  PHSH  Fill  FS). 

EKI,  2009.  Final  Remedial  Action  Plan  for  Landfills  8  and  10,  PHSH  Fill  Site,  and  Four  Small  Arms  Firing  Ranges,  Presidio  of  San  Francisco,  California.  March  4.  (RAP4). 

Geomatrix,  2007.  Remedial  Action  Plan  Implementation  Work  Plan,  12  Main  Installation  Sites,  Presidio  of  San  Francisco,  California.  November  21.  (RAP  3  Implementation  Work  Plan). 

Geosyntec,  2012.  Remedial  Investigation  Summary  Report,  Barnard  Avenue  Protected  Range  (BAPR),  Presidio  of  San  Francisco,  California.  February.  (BAPR  Rl  Summary  Report). 

Geosyntec,  2013.  Final  Removal  Action  Work  Plan,  Barnard  Avenue  Protected  Range,  Presidio  of  San  Francisco,  California.  April.  (BAPR  RAW). 

Geosyntec,  2014a.  Barnard  Avenue  Protected  Range  Land  Use  Notification,  Site  Specific  Addendum  to  the  Presidio  Trust  Land  Use  Controls  Master  Reference  Report.  May  2.  (BAPR  LUN;  LUCMRR  Addendum). 

Geosyntec,  2014b.  Barnard  Avenue  Protected  Range  Land  Use  Control,  Site  Specific  Addendum  to  the  Presidio  Trust  Land  Use  Controls  Master  Reference  Report.  May  2.  (BAPR  LUC;  LUCMRR  Addendum). 

Geosyntec,  2014c.  Final  Construction  Completion  Report,  Barnard  Avenue  Protected  Range  Removal  Action,  Presidio  of  San  Francisco,  California.  May  2.  (BAPR  CCR). 

MACTEC,  2005.  Pre-Remedial  Design  Investigation  Report,  Six  Remedial  Action  Plan  Sites,  Presidio  of  San  Francisco,  California.  May  17.  (Pre-Remedial  Design  Investigation  Report). 

MACTEC,  2006a.  Field  Investigation  Report,  Baker  Beach  Disturbed  Areas  1,  1A,  2,  and  2A,  Presidio  of  San  Francisco,  California.  June.  (BBDAs  FIR). 

MACTEC,  2006b.  Supplemental  Feasiblity  Study  to  Main  Installation  Sites  FS  for  Eight  Sites,  Presidio  of  San  Francisco,  California.  October.  (Eight  Sites  Supplemental  FS). 

MACTEC,  2007a.  Remedial  Action  Plan,  Baker  Beach  Disturbed  Areas  1  and  2A  and  Twenty-Six  Other  Sites,  Presidio  of  San  Francisco,  California.  June.  (RAP  3). 

MACTEC,  2007b.  Final  Remedial  Design  Document  and  Remedial  Action  Work  Plan,  Baker  Beach  Disturbed  Areas  1  and  2A,  Presidio  of  San  Francisco,  California.  July.  (BBDAs  1  and  2A  RD). 
MACTEC,  2008.  Construction  Completion  Report,  Baker  Beach  Disturbed  Areas  1  and  2A  Landfill  Removal,  Presidio  of  San  Francisco,  California.  December.  (BBDAs  1  and  2A  CCR). 
Montgomery  Watson,  1997.  Final  Site  Investigation  Report  for  the  Small  Arms  Firing  Ranges,  Presidio  of  San  Francisco,  California.  July.  (SIR  for  Small  Arms  Firing  Ranges). 

Stollar,  1993.  Final  Remedial  Investigation  Report  for  the  Former  U.S.  Public  Health  Services  Hospital,  Former  Public  Health  Services  Hospital,  Presidio  of  San  Francisco,  California.  February.  (PHSH  Rl). 

T&R,  2003.  Draft  Site  Investigation  Report,  Commissary/Post  Exchange  Study  Area,  Presidio  of  San  Francisco,  California.  August.  (SIR). 

T&R,  2004a.  Draft  Small  Arms  Firing  Ranges  Remedial  Investigation  Report,  Presidio  of  San  Francisco,  California.  February.  (Small  Arms  Firing  Ranges  Rl). 

T&R,  2004b.   Draft  Small  Arms  Firing  Ranges  Feasibility  Study  Report,  Presidio  of  San  Francisco,  California.  November.  (Small  Arms  Firing  Ranges  FS). 

Trust,  2008.  Certification  and  Closure  Request,  Baker  Beach  Disturbed  Area  2A,  Presidio  of  San  Francisco,  California.  December.  (BB2A  Cert  Request). 

Trust,  201 1 .  PHSH  Fill  Site  Site-Specific  Addendum  to  the  Presidio  Trust  Land  Use  Controls  Master  Reference  Report.  May.  (PHSH  Fill  LUCMRR  Addendum). 

Trust,  2013.  Certification  Request,  PHSH  Fill  Site,  Presidio  of  San  Francisco.  January  24.  (PHSH  Fill  Cert  Request). 

Trust,  2014.  Transmittal  of  the  Final  Construction  Completion  Report  and  Site  Certification  Request,  RAP  3-12  Main  Installation  Sites,  Presidio  of  San  Francisco,  California.  April  7.  (RAP  3  Site  Cert  Request). 
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SUMMARY  OF  STATUS  OF  ADDITIONAL  NON-LISTED  SITES  ASSESSED  UNDER  OU  7 

Basewide  Report  of  Compliance 
Presidio  of  San  Francisco,  California 


Site  Name 

Reference  Document 

Trust's  Request  for  NFA 
or  VCA/Date 

DTSC  Guidance  Received 

Battery  Frontal 
Slopes 

S/te  Summary  and  Evaluation  of  Potential  Hazardous 
Substance  Releases,  Battery  Frontal  Slopes,  Presidio  of 
San  Francisco,  California 

02/05/2014 

Additional  investigation  and 
PEA; 

March  4,  2014;  VCA 

Merchant  Road 
Fill  Site 

Revised  Site  Summary,  Screening  Risk  Evaluation  and 
Evaluation  of  Potential  Hazardous  Substances  Releases, 
Merchant  Road  Fill  Site,  Presidio  of  San  Francisco, 
L/aiiiornia 

04/4/2014 

NFA; 
May  9,  2014 

Old  Fill 

Data  Summary  Report  and  Risk  Screening  Evaluation,  Old 

Cf7/  Qti  iri\/  Arar3 

riii  oiuoy  t\rea 

8/11/2013 

NFA; 
January  *iy,  d\j  \  4 

Bluff  Skeet 
Range 

Bluff  Skeet  Range  Evaluation  and  Investigation 

3/7/2014 

Additional  Investigation;  April 
8,  2014;  VCA 

Slag  Dump 

Slag  Dump  Evaluation 

1/6/2014 

NFA; 
January  31,  2014 

Lendrum  Court 

Lendrum  Court  Investigation  Summary  Report  and 
Screening  Risk  Evaluation 

Report  and  VCA 
Application  2/28/1 4 

Report  Approved; 
March  7,  2014; 
Further  Action;  VCA 

Sewer  Lift 
Station  1 
(SLF1)  Parking 
Area 

Review  and  Assessment  of  the  Sewer  Lift  Station  1  (SLS1) 
Parking  Lot  Area 

3/14/2014 

Additional  Investigation; 
May  9,  2014;  VCA 
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TABLE  4 
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SUMMARY  OF  STATUS  OF  ADDITIONAL  NON-LISTED  SITES  ASSESSED  UNDER  OU  7 

Basewide  Report  of  Compliance 
Presidio  of  San  Francisco,  California 


Site  Name 

Reference  Document 

Trust's  Request  for  NFA 
or  VCA/Date 

DTSC  Guidance  Received 

Miscellaneous 
Sites  on  IT  List 

Request  for  No  Further  Action  Building  644,  Miscellaneous 
Site  Study 

7/12/2013,  9/9/13,  and 
1/27/14 

NFA; 
2/5/2014 

Transmittal  of  Review  and  Assessment  of  Area  B  Buildings, 
Investigation  of  Potential  Sites  Identified  in  1999  IT  Report, 
Presidio  of  San  Francisco,  California 

05/02/2014 

Additional  Information  for  7 
Sites/Further  Action  under 
VCA  for8Sites/NFA  for 
Remaining  Sites; 

Pi  A              A  O       t~\f~\  4  A 

May  13,  2014 

Review  and  Assessment  of  Area  A  Buildings  -  including 
Coast  Guard  Buildings,  Investigation  of  Potential  Sites 
Identified  in  1999  IT  Report,  Presidio  of  San  Francisco  - 
Request  for  NFA 

05/05/2014 

Additional  Information  for 
Coast  Guard  and  Golden 

Gate  Bridge  District 
Sites/NFA  for  Remaining 
Sites; 
May  13,  2014 

Notes: 

NFA  =  No  Further  Action 

VCA  =  Voluntary  Cleanup  Agreement 
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Trust  Remediation  Program  Schedule 
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♦Submit  Draft  Repor 
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Submit  Draft  Report 

1167AREA 

0 

0 
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3 

RAP  3 

R1 20091 

DTSC  Review  of  Draft  Report 

1167AREA 

23 

0 

12AUG09A 

28MAR14A 

3 

RAP  3 

Trust  F 
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)f  Final  Report 

)TSC  Review  oi 
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Draft 

Rt 
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eport 

R1 20093 

Submit  Final  Report 

1167AREA 
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RAP  3 

II  I 

DTSC 

R1 20094 

DTSC  Review  of  Final  Report 

1167AREA 

21 
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25APR14 

3 
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0 

25APR14 

3 

RAP  3 



< 

►DTSC  Certification 

nedia 

tior 
nst 

&  Cert 

fic 

ato 

n  Request 

Remediation 

R1 60060 

Remediation/Construction 

633FR 

31 

0 

01DEC08A 

31DEC08A 

2 

RAP  3 

§Rer 

/Construction 
Comp  Report 

R1 60070 

Const  Comp  Report  &  Certification  Request 

633FR 

87 

0 

01OCT08A 

11AUG09A 

2 

RAP  3 

^Co 

Post-Remediation 

♦s 



t 

R1 60090 

Submit  Draft  Report 

633FR 

0 

0 

11AUG09A 

3 

RAP  3 

ubmit  Draft  Repor 

R1 60092 

DTSC  Review  of  Draft  Report 
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 1 
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R1 90010 

Prepare  Site  Certification  Request 

662AREA 

55 
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3 

RAP  3 

R1 90020 

Submit  Site  Certification  Request 

662AREA 

0 
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3 
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DTSC  Review  of  Site  Certification  Request 
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3 

RAP  3 

rsc  Re 

view 

cer 

ific 

ati 

R240095 

DTSC  Certification 

BB1 

0 

0 

25APR14* 

3 

RAP  3 

• 

IW 

►DTSC  Certification 
II  Abandonment 

R240096 

Well  Abandonment 

BB1 

23 

0 

26DEC13A 

27DEC13A 

3 

RAP  3 

Baker  Beach  2A 

Remediation 

R250060 

Punchlist  Completion 

BB2A 

44 

0 

01APR08A 

30MAY08A 

2 

RAP  3 

HPunch 

list  Cor 
onst  Cc 

npletion 

R250070 

Const  Comp  Report  &  Certification  Request 

BB2A 

130 

0 

01APR08A 

02DEC08A 

2 

RAP  3 

I  IC 

mp  Report  &  Certification  Request 
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c 
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cUlo 
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R250089 

Submit  Certification  Request 

BB2A 

0 

0 

02DEC08A 

3 

RAP  3 

R250090 

DTSC  Review  Certification 

BB2A 

980 

0 

03DEC08A 

12FEB14A 

3 

RAP  3 

ISC  Rev 
►DTSC  C 

R250092 

TJTSC  Certification 

BB2A 

0 

0 

25APR14* 

3 

RAP  3 

• 

- 



Post-Remediation 

II/ 

□r 

TSC 

,  Ce 

est 

i 

ation 
rient 

R260080 

DTSC  Certification  Request 

BB3 

42 

0 

31 MAR09A 

11MAY09A 

3 

RAP  2 

We 

rtification  Requ 

R260085 

DTSC  Review  Certification 

BB3 

700 

0 

12MAY09A 

19NOV12A 

3 

RAP  2 

L 

inc 

onn 

nen 

t  -  Coordination 

i 

with  NPJ 

►DT 

C  Reviev 

Certific 
cation 

bandon 

R260090 

DTSC  Certification 

BB3 

0 

0 

19NOV12A 

3 

RAP  2 

SC 

Certif 
]Well  t 

R260095 

Well  Abandonment  -  Coordination  with  NPS 

BB3 

87 

0 

31DEC12A 

30JUL13A 

3 

RAP  2 

R260096 

Well  Abandonment 

BB3 

22 

0 

31JUL13A 

04SEP13A 

3 

RAP  2 

est 

Certific 
cation 

ation 

Post-Remediation 

R270080 

DTSC  Certification  Request 

BB4 

42 

0 

31 MAR09A 

11MAY09A 

3 

RAP  2 

BDTSC 

rtification  Requ 

R270090 
R270092 

DTSC  Review  Certification 
DTSC  Certification 

BB4 
BB4 

700 
0 

0 
0 

12MAY09A 

19NOV12A 
19NOV12A 

3 
3 

RAP  2 
RAP  2 

♦DTSC  Certif 

Bldg  1351  Area 

— 

Re 

me 

i 

i  Construction 

nst  Cnmn  Rpnnrt  &  Cprtifir.a 

tion 

Rp 

ni 

p? 

t 

Remediation 

R1 40060 
R1 40070 

Remediation/Construction 

Const  Comp  Report  &  Certification  Request 

BLDG1351 
BLDG1351 

82 
130 

0 
0 

01MAY08A 
01OCT08A 

01SEP08A 
11AUG09A 

2 
2 

RAP  3 
RAP  3 

•diatio 

Post- Rem 

ediation 

♦Submit  Draft  Report 

R1 40090 

Submit  Draft  Report 

BLDG1351 

0 

0 

11AUG09A 

3 

RAP  3 

Rt 

R1 40091 

DTSC  Review  of  Draft  Report 

BLDG1351 

23 

0 

12AUG09A 

28MAR14A 

3 

RAP  3 

sponse  t 
eview  of 

)TSC  Re 
Submit 

view  of  D 
Final  Rep 

raft 

R1 40092 

Trust  Response  to  Comments 

BLDG1351 

24 

0 

31MAR14A 

07APR14A 

3 

RAP  3 

trust  Re 
DTSC  F 

o  Comments 
i 

Final  Report 

ort 

R1 40093 

Submit  Final  Report 

BLDG1351 

0 

0 

07APR14A 

3 

RAP  3 

R1 40094 

DTSC  Review  of  Final  Report 

BLDG1351 

21 

9 

08APR14A 

25APR14 

3 

RAP  3 

R1 40099 

DTSC  Certification 

BLDG1351 

0 

0 

25APR14 

3 

RAP  3 

« 

►DTSC  ( 

Certification 

Crissy  Field  Close-Out 

ew 

jest 

tertificat 

on 

ionmenl 
mdonm 

NPS  Coc 
3nt 

Post-Remediation 

H5 

R1 30020 

5-Yr  Review  &  Certification  Request 

CFC 

45 

0 

02JUN08A 

25JUL08A 

3 

RAP  CF 

-Yr  Rev 

&  Certification  Req 

R1 30030 

DTSC  Certification 

CFC 

0 

0 

25JAN11A 

3 

RAP  CF 

< 

►DTSC  c 

R1 30096 

Well  Abandonment  NPS  Coordination 

CFC 

22 

0 

01FEB11A 

25MAR13A 

3 

RAP  CF 

/Veil  Abar 
HWell  At 

rdina 

R1 30098 

Well  Abandonment 

CFC 

88 

0 

01MAY13A 

28JUN13A 

3 

RAP  CF 

Coal  Storage  Site  &  RR  Tracks 

i  ii  i    i  i 

i  i  i  i 
i  i  i  i 

Remediation 

>n/C 

ons 

i  i  i  i 
Certifica 

tion 

R280060 

Remediation/Construction 

COMPX 

30 

0 

01APR08A 

15MAY08A 

2 

RAP  3 

HRemediatk 

truction 

Request 

R280070 

Const  Comp  Report  &  Certification  Request 

COMPX 

130 

0 

01OCT08A 

11AUG09A 

2 

RAP  3 

^"^^Const  Corno  Reoort  & 

Post-Remediation 

♦Submit  Draft  Report 

)TSC  Re 
Submit 

view  of  D 
Final  Rep 

R280090 

Submit  Draft  Report 

COMPX 

0 

0 

11AUG09A 

3 

RAP  3 

raft  R< 
•oil 

R280091 

DTSC  Review  of  Draft  Report 

COMPX 

23 

0 

12AUG09A 

28MAR14A 

3 

RAP  3 

sponse  to  Comments 
i 

eview  of  Final  Report 

R280092 

Trust  Response  to  Comments 

COMPX 

24 

0 

31MAR14A 

07APR14A 

3 

RAP  3 

[rust  Re 
DTSC  F 

R280093 

Submit  Final  Report 

COMPX 

0 

0 

07APR14A 

3 

RAP  3 

R280094 

DTSC  Review  of  Final  Report 

COMPX 

21 

9 

08APR14A 

25APR14 

3 

RAP  3 
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All! 

Alii 

oni  A 
<JU14 

Oft  4 

201! 

5 

<iU1  D 

111 

ILL! 

liinii 

R280099 

DTSC  Certification 

COMPX 

0 

0 

25APR14 

3 

RAP  3 

< 

►DTS 

C  Certification 

Fill  Site  5 

1 1  1 1  1 1  1 1  i 

1  1    !  1    1  1    1  1  1 

i    i  i 
i    i  i 

Post-Remediation 

e 

Sit 

er 

ifi 

1  1     1  1    1  1     1  1  1 

cation  Reques 

t 

of  Rc 

•quest 
i 

iment 

R1 20020 

Site  Certification  Request 

FS5 

64 

0 

01JAN09A 

02MAR09A 

3 

RAP1 

?f  Ra\ria\ 

R1 20022 

DTSC  Review  of  Request 

FS5 

520 

0 

03MAR09A 

29NOV12A 

3 

RAP1 

♦DTSC  Certil 
I^HWell  Al 

catio 
ando 

R1 20030 

DTSC  Certification 

FS5 

0 

0 

29NOV12A 

3 

RAP1 

R1 20096 

Well  Abandonment 

FS5 

109 

0 

01JAN13A 

11JUL13A 

3 

RAP1 

Fill  Site  6A 

i 

Post-Remediation 

C 

juest 

Review 
:  Certif 
ndonm 

of  F 
catic 
ent 

R430020 

Site  Certification  Request 

FS6A 

64 

0 

01JAN09A 

24AUG09A 

3 

RAP  2 

l  IS 

ite 

ertification  Re 

R430033 

DTSC  Review  of  Request 

FS6A 

520 

0 

24AUG09A 

07APR14A 

3 

RAP  2 

i 

i 

)TSC 
DTS( 
II  Aba 

eque« 

Ml 

R430040 

DTSC  Certification 

FS6A 

0 

0 

07APR14A 

3 

RAP  2 

R430096 

Landfill  4 

Well  Abandonment 

FS6A 

45 

0 

26DEC13A 

27DEC13A 

3 

RAP  2 

c 

irt 

i 

st 

of  Rc 
catio 
ando 

i 

•quest 
i 

riment 

Post-Remediation 

fication  Requc 

R1 10020 

Site  Certification  Request 

LF4 

64 

0 

01JAN09A 

05MAY09A 

3 

RAP1 

3Site 

R1 10022 
R1 10030 

DTSC  Review  of  Request 
DTSC  Certification 

LF4 
LF4 

500 
0 

0 
0 

06MAY09A 

29NOV12A 
29NOV12A 

3 
3 

RAP1 
RAP1 

t 
i 
i 

♦DTSC  Certil 
1  iWell  Al 

R1 10040 

Well  Abandonment 

LF4 

109 

0 

01JAN13A 

15JUL13A 

3 

RAP1 

NIKE  Facility 

— 

— 

Remediation 

ill 

on 

an 
st 

stion  R 

ep 

ort 

R300060 

Remediation/Construction 

NIKE 

154 

0 

02JUN08A 

28NOV08A 

2 

RAP  3 

iRemedic 

Construction 
ruction  Complc 

R300070 

Construction  Completion  Report 

NIKE 

130 

0 

31DEC08A 

11AUG09A 

2 

RAP  3 

Post-Remediation 

♦Submit  Draft  Report 

Draf 
t&C 

R300094 

Submit  Draft  Report 

NIKE 

0 

0 

11AUG09A 

3 

RAP  3 

t  Repc 

R300095 

DTSC  Review  of  Draft  Report 

NIKE 

23 

0 

12AUG09A 

06DEC13A 

3 

RAP  3 

DTSC  Apr. 

=inal  CCRO 

C  Review  of 
>ring 

ation  Reques 

R300096 

DTSC  Approval  of  Final  CCR 

NIKE 

0 

0 

06DEC13A 

3 

RAP  3 

roval 

Df 

ou 

R300099 

Groundwater  Monitoring 

NIKE 

261 

0 

03NOV08A 

30MAR12A 

3 

RAP  3 

 iGr 

ndwater 

Moni 
Certific 

R300100 

DTSC  Certification  Request  &  GW  Analysis 

NIKE 

85 

0 

02NOV11A 

15NOV12A 

3 

RAP  3 

SC( 

3WAn 

R300101 
R300102 

Submit  Certification  Request  &  GW  Analysis 

NIKE 
NIKE 

0 
21 

0 
0 

25JAN13A 

24JAN13A 
14FEB14A 

3 
3 

RAP  3 
RAP  3 

Subrr 
n 

itC 

rsc 

erl 
R 

ific 

3Vi 

at 

2W 

o 
C 

i  Request  &  G\ 

prtifiratinn  A  C 

/VAnal 
WAnj 

ys 
ly 

< 

►DTSC  Certif 
II  Abandonm 

icati 
ent 

an 

R300104 

DTSC  Review  Certification  &  GW  Analysis 
DTSC  Certification 

NIKE 

0 

0 

25APR14* 

3 

RAP  3 

R300106 

Well  Abandonment 

NIKE 

65 

0 

26DEC13A 

27DEC13A 

^3 

RAP  3 

IW 

Remediation 

HRemedi 

ation 
onst 

atio 

R320060 

Remediation/Construction 

NS 

154 

0 

02JUN08A 

15DEC08A 

2 

RAP  3 

— 

/Construction 
Comp  Report 

n  Request 

R320070 

Const  Comp  Report  &  Certification  Request 

NS 

130 

0 

01OCT08A 

11AUG09A 

2 

RAP  3 

IC 

&  Certific 

Post-Remediation 

♦Submit 

R320090 

Submit  Draft  Report 

NS 

0 

0 

11AUG09A 

3 

RAP  3 

Draft  Report 

R320091 

DTSC  Review  of  Draft  Report 

NS 

23 

0 

12AUG09A 

06DEC13A 

3 

RAP  3 

iC  Review  of  Draf 
►DTSC  Certif icati 

tRe 

R320095 

DTSC  Approval  of  Final  CCR 

NS 

0 

0 

06DEC13A 

3 

RAP  3 

DTSC  Approval  of 

:ina 

ICCRO 

« 

an 

R320099 

DTSC  Certification 

NS 

0 

0 

25APR14* 

3 

RAP  3 
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I  I  I 
I  I  I 

Certificati 

nn  Rpni 

f?St 

Remediation 

no4UUDU 
rivj'fUU/ u 

RemGdiation/Construction 

Const  Comp  Report  &  Certification  Request 

CI  C1 
CI  C1 

i  no 
1  o.n 

I  v5U 

n 
U 

n 
u 

Hi  A  DQflR  A 
U  I  UL»  I  Uon 

U I otrUort 
1 1  Al  IfifiQA 

o 
o 

DAD  Q 

nAr  o 
RAP  *3 

*diati 

Post- Rem 

ediation 

♦Submit  Draft  Report 

oUDmn  uran  nepon 

CI  C1 

u 

n 

U 

1 1  A I  if^na  a 

o 

DAD  O 

nrtr  o 

m/innai 
r\o£tuuy  i 

PITQP  PawiQuf  rtf  Hroft  Ror\r\rt 
U  I  OL*  rlcVlcW  Ul  Uldll  ncpuil 

CI  C1 
OLo  I 

n 
u 

1  oai  innQA 

I  tnuuUyn 

OQM  A  R1*4  A 
C.ON\r\r\  I  H-M 

O 

RAP  Q 

nnr  o 

sponse  to 
ieview  of  F 

Comments 
i 

inal  Report 

>TSC  Re\ 
Submit 

/iew 
Fina 

of  Draft  R( 
Report 

R340092 

Trust  Response  to  Comments 

SLS1 

24 

0 

31MAR14A 

07APR14A 

3 

RAP  3 

rrust  Re 
DTSC  F 

R340093 

Submit  Final  Report 

SLS1 

0 

0 

07APR14A 

3 

RAP  3 

R340094 

DTSC  Review  of  Final  Report 

SLS1 

21 

9 

08APR14A 

25APR14 

3 

RAP  3 

R340099 

DTSC  Certification 

SLS1 

0 

0 

25APR14 

3 

RAP  3 

« 

►DTSC  Certification 

 — 

die 

Jtio 
oris 

Certificat 

r»n  Rf 

ni 

Remediation 

R360060 
R360070 

Remediation/Construction 

Const  Comp  Report  &  Certification  Request 

TS 
TS 

154 
130 

0 
0 

01AUG08A 
01OCT08A 

28NOV08A 
11AUG09A 

2 
2 

RAP  3 
RAP  3 

SReme 

i/Construction 
t  Onmn  Rpnnrt  & 

Post- Rem 

ediation 

♦Submit  Draft  Report 

R360090 

Submit  Draft  Report 

TS 

0 

0 

11AUG09A 

3 

RAP  3 

R360091 

DTSC  Review  of  Draft  Report 

TS 

23 

0 

12AUG09A 

28MAR14A 

3 

RAP  3 

Trust  Re 

sponse  to 
teview  of  F 

 1 

Comments 

inal  Report 

HSU  Ke\ 
Submit 

/iew 
Fina 

of  D 
Rep 

raft 

Re 

R360092 

Trust  Response  to  Comments 

TS 

24 

0 

31MAR14A 

07APR14A 

3 

RAP  3 

ort 

R360093 

Submit  Final  Report 

TS 

0 

0 

07APR14A 

3 

RAP  3 

ii  i 
DTSC  F 

R360094 

DTSC  Review  of  Final  Report 

TS 

21 

9 

08APR14A 

25APR14 

3 

RAP  3 

R360099 

DTSC  Certification 

TS 

0 

0 

25APR14 

3 

RAP  3 

< 

DTS 

cc 

ertif 

icatic 

>n 

Petroleum 

Bldg1065  Area  CAP 

Remediation 

on 

/Co 
rue 

Report 

R400060 

Remediation/Construction 

1065 

110 

0 

01APR08A 

16JUN08A 

2 

CAP 

jRemediat 

nstruction 
tion  Completion 

R400070 

Construction  Completion  Report 

1065 

210 

0 

02JUN08A 

10MAR09A 

2 

CAP 

I  ICons 

Post-Rem 

ediation 

V  Monitori 
Request 
trol 
iew 

Response t 

ng 

; 

R400080 

GW  Monitoring 

1065 

781 

0 

13JUN08A 

15SEP11A 

3 

CAP 

BDraft  Closure 
BLand  Use  Con 

R400082 

Draft  Closure  Request 

1065 

22 

0 

13MAY10A 

22JUN10A 

3 

CAP 

R400088 

Land  Use  Control 

1065 

22 

0 

13MAY10A 

22JUN10A 

3 

CAP 

R400090 

RWQCB  Review 

1065 

45 

0 

23JUN10A 

02SEP10A 

3 

CAP 

E 

3RWQCB  Rev 

o  Commen 

R400091 

Trust  Response  to  Comments 

1065 

140 

0 

03SEP10A 

05APR11A 

3 

CAP 

l       Trust  1 

R400092 

Submit  Final  Closure  Request 

1065 

0 

0 

05APR11A 

3 

CAP 

♦Subrr 

it  Final  CI 

♦rwqc 

BA 

jsure  Requ 
B  Closure  / 
/ell  Abando 

s 

t 

R400093 

RWQCB  Closure  Approval 

1065 

0 

0 

29MAR12A 

3 

CAP 

ppro 
men 

\ia\ 
t 

R400094 

Well  Abandonment 

1065 

34 

0 

15QCT12A 

29NOV12A 

3 

CAP 

Bldg  1349  Area  CAP 

i   i  1 1  i 

Remediation 

ed 

"at 

on/ 

uction  Con 

nDletion  Re 

ort 

R420060 
R420070 

Remediation/Construction 
Construction  Completion  Report 

1349 
1349 

109 

' 65 

0 
0 

01APR08A 
01SEP08A 

29SEP08A 
22MAR11A 

2 
2 

CAP 
CAP 

llRem 

Construction 

Post-Rem 

ediation 

JSt 

R420080 
R420082 

GW  Monitoring 
Closure  Request 

1349 
1349 

1,304 
23 

0 
0 

02JUN08A 
01OCT12A 

12JUN12A 
30OCT12A 

3 
3 

CAP 
CAP 

BCIosure  Reqi 
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CAP 

R420088 

Land  Use  Control 

1349 

21 

0 

10OCT12A 

30OCT1 2A 

3 

CAP 

R420090 

RWQCB  Closure  Approval 

1349 

0 

0 

11FEB13A 

3 

CAP 

R420092 

Well  Abandonment 

1349 

45 

0 

01NOV12A 

30AUG13A 

3 

CAP 

Bldg  1451  Area  Mini-CAP 


Post-Remediation 


R380020 

Site  Closure  Request 

1451MC 

57 

0 

15JUL08A 

22JUL08A 

3 

CAP 

R380030 

RWQCB  Closure 

1451MC 

0 

0 

02SEP08A 

3 

CAP 

2008 


2009 


2010 


2011 


2012 


2013 


2014 


2015 


2016 


iSite  Closure  Request 
♦RWQCB  Closure 


Bldg  207/231  Area  CAP 

Planning 


R440050  |  Plans,  Specs 
Remediation 


207-231 


210 


0    01APR08A    29OCT08A  1 


CAP 


R440060 

Remediation/Construction  - 1 

207-231 

132 

0 

02JUN08A 

30SEP09A 

2 

CAP 

R440062 

Remediation/Construction  -  2 

207-231 

153 

0 

26APR10A 

01JUN10A 

2 

CAP 

R440064 

Remediation/Construction  -  3 

207-231 

151 

0 

01APR11A 

16FEB12A 

2 

CAP 

R440066 

Remediation/Construction  -  4 

207-231 

109 

0 

09JUL12A 

150CT12A 

2 

CAP 

R440070 

Construction  Completion  Report 

207-231 

65 

0 

01NOV12A 

15AUG13A 

2 

CAP 

Post-Remediation 


R440080 

GW  Monitoring 

207-231 

783 

0 

02DEC11A 

31DEC13A 

3 

CAP 

R440082 

Closure  Request 

207-231 

22 

23 

01JAN14A 

15MAY14 

3 

CAP 

R440088 

Land  Use  Control 

207-231 

22 

0 

01JAN14A 

24FEB14A 

3 

CAP 

R440089 

RWQCB  Review 

207-231 

65 

0 

03MAR14A 

05MAR14A 

3 

CAP 

R440090 

RWQCB  Closure  Approval 

207-231 

0 

0 

01MAY14* 

3 

CAP 

R440092 

Well  Abandonment 

207-231 

44 

44 

01MAY14 

01JUL14 

3 

CAP 

I      Plans,  Specs 


BLand  Use  Coi 
♦RWQCB 

I  Well  fi 


trol 

C  osu  re  Approval 
bandonment 


Remediation/Construction  - 1 

HRemediation/Construction  -  2 

iRemediation/Constr 


iction  -  3 
HRemediation/(  onstruction 


Construction  Completion  Report^ 


rG\  I  Monitoring 

Closure  Request 
HL  md  Use  Control 
il  WQCB  Review 


RWQCB  Closure  Approval 


Commissary  PX  Area  C> 

Remediation 


R460060 

Remediation/Construction 

605-610 

44 

0 

01APR08A 

30MAY08A 

2 

CAP 

R460070 

Const  Comp  Report  &  Closure  Request 

605-610 

108 

0 

01MAY08A 

24NOV08A 

2 

CAP 

Post-Remediation 

R460090 

RWQCB  Closure  Approval 

605-610 

0 

0 

13JUL09A 

3 

CAP 

R460092 

Well  Abandonment 

605-610 

66 

0 

14JUL09A 

30JUL09A 

3 

CAP 

□Well  Abandonment 


□Remediation  Construction 
I      IConst  Comp  Report  &  Closure  Request 


Fuel  Distribution  Syster 

Planning 


♦RWQCB  Closure  Appi 
§Well  Abandonment 


ro\ 


,val 


R390020 

Phase  II  Field  Investigation 

FDSAREAB 

65 

0 

01AUG08A 

30SEP08A 

PET 

R390021 

Draft  Phase  MB  Report  &  Closure  Request 

FDSAREAB 

20 

0 

03NOV08A 

16FEB09A 

PET 

R390022 

RWQCB  Comment  Phase  I  IB  Request 

FDSAREAB 

0 

0 

27JUL10A 

PET 

R390023 

Final  Phase  MB  Report  &  Closure  Request 

FDSAREAB 

70 

0 

20JUL10A 

07MAR11A 

PET 

R390031 

Phase  MA  Report  &  Closure  Request 

FDSAREAB 

40 

0 

03NOV08A 

13MAR09A 

PET 

R390032 

Final  Phase  MA  Report  &  Closure  Request 

FDSAREAB 

70 

0 

28JUL10A 

16MAR11A 

PET 

R390033 

Phase  III  Field  Investigation 

FDSAREAB 

64 

0 

01JAN09A 

29JUN09A 

PET 

R390034 

Phase  III  Report  &  Closure  Request 

FDSAREAB 

24 

0 

01JUL09A 

07OCT09A 

PET 

R390035 

Final  Phase  III  Report  &  Closure  Request 

FDSAREAB 

70 

0 

28JUL10A 

08MAR11A 

PET 

Post-Remediation 

R390040 


RWQCB  Closure  Phase  I 


FDSAREAB 


16SEP09A 


PET 


□Phase  II  Field  Investigation 
HDraft  Phase  IIB  Report  &  Closure  Request 

ORWQCB  Comment  Phase  IIB  ReqJest 

i    i    i    i  i    i    i  i! 

I       IFinal  Phase  IIB  Report  &  Clo«  jre  Request 
SPhase  HA  Report  &  Closure  Request 


l        IFinal  Phase  MA  Report  &  Clo: 
I      iPhasp  Ml  Field  Investigation 

SPhase  III  Report  &  Closure  Request 

l        IFinal  Phase  III  Report  &  Clos 


ure  Request 


re  Request 


♦RWQCB  Closure  Phase  I 
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ID 
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Proj 
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Orig 
Dur 

Rem 
Dur 

Early 
Start 

Early 
Finish 

Ph 
No. 

RAP/ 
CAP 

2 

nno  ' 

JUo  i 

duuy      iui u 

oni  a 

b 

/ 

U  lb 

R390050 

RWQCB  Closure  Phase  IIA 

FDSAREAB 

0 

0 

14APR14* 

3 

PET 

RWQCB  Closure  Phase  IIA 
RWQCB  Closure  Phase  IIB  (BR7-1,MT-10,MT-11)  + 
RWQCB  Closure  Phase  IIB  (BR1-1,  BR1-2,BR3-1)+ 
RWQCB  Closure  Phase  IIB  (BR5-3,BR6-1,BR7-2)+ 

R390051 

RWQCB  Closure  Phase  I  IB  (BR7-1  ,MT-10,MT-11) 

FDSAREAB 

0 

0 

02OCT1 3A 

3 

PET 

R390052 

RWQCB  Closure  Phase  I  IB  (BR1-1,  BR1-2,BR3-1) 

FDSAREAB 

0 

0 

05NOV13A 

3 

PET 

R390053 

RWQCB  Closure  Phase  IIB  (BR5-3,BR6-1,BR7-2) 

FDSAREAB 

0 

0 

19NOV13A 

3 

PET 

R390054 

RWQCB  Closure  Phase  IIB  (BR10-2,BR10-3,BR13-1) 

FDSAREAB 

0 

0 

02DEC13A 

3 

PET 

RWQCB 

Closure  P 
1WQCB  C 
RW 

hase  IIB  (BR10-2 
losure  Phase  IIB 
/QCB  Closure  Ph 

BR10-3.B 
(BR15-1.B 
ase  IIB  (Rc 
B  Closure 

=t13-1)^ 
R16-1)+ 

>maining)< 

R390055 

RWQCB  Closure  Phase  IIB  (BR15-1.BR16-1) 

FDSAREAB 

0 

0 

19DEC13A 

3 

PET 

F 

R390057 

RWQCB  Closure  Phase  IIB  (Remaining) 

FDSAREAB 

0 

0 

07APR14A 

3 

PET 

R390058 

RWQCB  Closure  Phase  III 

FDSAREAB 

0 

0 

07APR14A 

3 

PET 

RWQC 

Pha 

se 

II 

— 



>n 

on  Compl 



i 

— 

Remediation 

R480060 

Remediation/Construction 

MCAREAA 

131 

0 

01APR08A 

30JUN09A 

2 

CAP 

HRemediation/C 

unstructk 
Construct 

etion  Repc 

R480070 

Construction  Completion  Report 

MCAREAA 

46 

0 

30JUN09A 

31DEC10A 

2 

CAP 

Post-Remediation 

St 

iew 

esponse  t 
t  Final  Ck 

s 

St 

R480090 

Groundwater  Monitoring 

MCAREAA 

261 

0 

02JUN08A 

30JUN09A 

3 

CAP 

ter  Monitoring 
Closure  Reque 

R480092 

Closure  Request 

MCAREAA 

46 

0 

30JUN09A 

13JUL10A 

3 

CAP 

—I' 

R480093 

RWQCB  Review 

MCAREAA 

66 

0 

14JUL10A 

14OCT10A 

3 

CAP 

HRWQCB  Rev 

R480094 

Trust  Response  to  Comments 

MCAREAA 

110 

0 

14OCT10A 

09MAY11A 

3 

CAP 

I— iTrust  F 
♦Subm 

o  Commer 
>sure  Reqi 

R480095 

Submit  Final  Closure  Request 

MCAREAA 

0 

0 

09MAY11A 

3 

CAP 

R480096 

RWQCB  Closure  Approval 

MCAREAA 

0 

0 

15FEB12A 

3 

CAP 

onment  - 

i 

►RWQCB  Closure  A| 
hNPS|— | 

BWell  Abi 

jrov 
idor 

al 

R480098 

Well  Abandonment  -  Coordination  with  NPS 

MCAREAA 

139 

0 

150CT12A 

30APR13A 

3 

CAP 

Well  Abanc 

Coordination  wit 

R480099 

Well  Abandonment 

MCAREAA 

88 

0 

01MAY13A 

30MAY13A 

3 

CAP 

ment 

Mini-CAPs  -  Area  B  (Bldg  920) 

iii  i 
i   i  i 

Remediation 

equest 

R490060 

Remediation/Construction 

MCAREAB 

65 

0 

01APR08A 

30JUN08A 

2 

CAP 

BRemed 
HConst 

ation/Construction 

R490070 

Const  Comp  Report  &  Closure  Request 

MCAREAB 

66 

0 

02JUN08A 

19AUG08A 

2 

CAP 

Comp  Report  &  Closure  R 

Post-Remediation 

►  RWQCB  Closure  Approva 

I 

— 

R490090 

RWQCB  Closure  Approval 

MCAREAB 

0 

0 

07MAY10A 

3 

CAP 

Tank  Removal  Area  A 

Post-Remediation 

R1 40020 

Priority  2  Tank  Closure  Request 

TRAREAA 

110 

0 

01APR08A 

01JUL08A 

3 

PET 

SPriority  2  Tank  Closure  Request 
♦RWQCB  Closure  -  AST 
♦  RWQCB  Closure  -  923/932 

SPriority  3  Tank  Closure  Request 
♦RWQCB  Closure 

R1 40030 

RWQCB  Closure  -  AST 

TRAREAA 

0 

0 

01AUG08A 

3 

PET 

R1 40035 

RWQCB  Closure  -  923/932 

TRAREAA 

0 

0 

04NOV08A 

3 

PET 

R 140040 

Priority  3  Tank  Closure  Request 

TRAREAA 

110 

0 

01APR08A 

01JUL08A 

3 

PET 

R 140050 

RWQCB  Closure 

TRAREAA 

0 

0 

20AUG08A 

3 

PET 

R1 50096 

Priority  8  Tank  Closure  Req  -  Group  3,  Area  A 

TRAREAA 

100 

0 

30OCT09A 

08FEB11A 

3 

PET 

Priority  8 

Tank  Clos 

ure  Req  -  < 
♦RWQC 

roup 
JP8 

3,  Area 
Closure 

A 

R1 50098 

RWQCB  P8  Closure  #3,  Area  A 

TRAREAA 

0 

0 

20JUN13A 

3 

PET 

#3 

Area  A 

Tank  Removal  Area  B 

y  4  Tank  ( 
QCB  P4  ( 
WQCB  P< 
RWQCB 
RWQCB 

;io 

sure 

Request 

Tanks 
6  Tanks) 
(2  Tanks) 
(11  Tanks 

) 

Post-Remediation 

R1 50020 

Priority  4  Tank  Closure  Request 

TRAREAB 

110 

0 

01APR08A 

08AUG08A 

3 

PET 

SPriorit 

♦rw 
♦r 
4 
4 

R1 50030 

RWQCB  P4  Closure  -  AST  (10  Tanks) 

TRAREAB 

0 

0 

22OCT08A 

3 

PET 

Closure -AST  (10 
1  Closure  -  UST  (1 
P4  Closure  -  UST 
P4  Closure  -  UST 

R1 50035 

RWQCB  P4  Closure  -  UST  (16  Tanks) 

TRAREAB 

0 

0 

13JAN09A 

3 

PET 

R1 50036 

RWQCB  P4  Closure  -  UST  (2  Tanks) 

TRAREAB 

0 

0 

23MAR09A 

3 

PET 

R1 50037 

RWQCB  P4  Closure  -  UST  (11  Tanks) 

TRAREAB 

0 

0 

23MAR09A 

3 

PET 
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Activity 
ID 

R1 50039 


Activity 
Description 

RWQCB  P4  Closure  -  UST  (6  Tanks) 


Proj 
Code 

TRAREAB 


Orig 
Dur 


Rem 
Dur 

0 


Early 
Start 


Early 
Finish 

12MAY09A 


Ph 
No. 

3 


RAP/ 
CAP 

PET 


R1 50041     RWQCB  P4  Closure  -  UST  (7  Tanks) 


R1 50042 


R 150043 


R1 50045 


Priority  6  Tank  Closure  Request  #1 


RWQCB  P6  Closure  #1 


RWQCB  Review  (1260  &  1750.2) 


TRAREAB 


TRAREAB 


TRAREAB 


TRAREAB 


175 


360 


01APR08A 


29APR09A 


12MAY09A 


28APR09A 


09NOV10A 


01NOV10A 


PET 


PET 


PET 


PET 


2008 


2009 


2010 


2011 


2012 


2013 


2014 


2015 


2016 


♦RWQCB  P4  Closure  -  UST  (6  Tanks) 
♦RWQCB  P4  Closure  -  UST  (7  Tanks) 
^Priority  6  Tank  Closure  Request  #1 

♦RWQCB  P6  Closure  #1 
RWQCB  Review  (1260  &  1750.2) 


R1 50046 


Priority  6  Closure  #1B  (1260  &  1750.2) 


TRAREAB 


40 


02NOV10A 


10JAN11A 


PET 


R1 50050 


RWQCB  P6  Closure  #1B  (1260,  1750.2) 


TRAREAB 


20JUN12A 


PET 


R1 50051 


Priority  6  Tank  Closure  Request  #2 


TRAREAB 


33 


01APR09A 


09JUN09A 


PET 


R1 50052 


RWQCB  P6  Closure  #2 


TRAREAB 


30JUL10A 


PET 


R1 50053 


Priority  6  Tank  Closure  Request  #3 


TRAREAB 


53 


01APR09A 


20JUL09A 


PET 


HPriority  6  Closure  #1B  (1260  & 
♦RWQCB  P6  Clo: 
HPrior  ty  6  Tank  Closure  Request  #2 
♦RWQCB  P6  Closure  #2 
SPriority  6  Tank  Closure  Request  #3 


750.2) 
ure#1B(1260, 1750.2) 


R1 50054 


RWQCB  P6  Closure  #3 


TRAREAB 


09JUN10A 


PET 


R1 50055 


Priority  6  Tank  Closure  Request  #4 


TRAREAB 


63 


30JUN09A 


07AUG09A 


PET 


R1 50056 


RWQCB  P6  Closure  #4 


TRAREAB 


20DEC10A 


PET 


R1 50060 


Priority  7  Tank  Closure  Request  -  Infantry  T. 


TRAREAB 


67 


30JUN09A 


07OCT09A 


PET 


R1 50062 


RWCQB  Review  -  Infantry  T. 


TRAREAB 


220 


08OCT09A 


31AUG10A 


PET 


♦RWQCB  P6  Closure  #3 
□Priority  6  Tank  Closure  Request  #4 

♦RWQCB  P6  Closure  #4 
HPriority  7  Tank  Closure  Request  -  Infantry 
IRWCQB  Review  -  Infantry  T. 


R1 50064 


Final  P7  Tank  Closure  Request  -  Infantry  T. 


TRAREAB 


25 


01SEP10A 


15OCT10A 


PET 


R1 50070 


RWQCB  Closure  -  Infantry  T. 


TRAREAB 


01MAR11A 


PET 


R1 50072 


Priority  7  Tank  Closure  Request  - 1213.1 


TRAREAB 


65 


31DEC09A 


01SEP10A 


PET 


R1 50074 


RWQCB  Review  1213.1 


TRAREAB 


145 


02SEP10A 


22MAR11A 


PET 


R1 50075 


Priority  7  Revised  Tank  Closure  Request  1213.1 


TRAREAB 


30 


23MAR11A 


09MAY11A 


PET 


BFinal  P7  Tank  Closure  Request  -  |ifantry " 

♦RWQCB  Closure  -  Infantry  T. 
^Priority  7  Tank  Closure  Request  -  21 3.1 
l==3RWQCB  Review  1213.1 

HPriority  7  Revised  Tank  Clo  ure  Request  1213.1 


R1 50078 


RWQCB  Closure  -  1213.1 


TRAREAB 


26SEP12A 


PET 


Clos  ire 


R1 50080 


Priority  8  Tank  Closure  Request  -  Group  1 


TRAREAB 


30OCT09A 


13SEP10A 


PET 


R1 50090 


RWQCB  P8  Closure  #1 


TRAREAB 


28JAN13A 


PET 


R1 50092 


Priority  8  Tank  Closure  Request  -  Gp  2,  Area  B 


TRAREAB 


30OCT09A 


04JAN11A 


PET 


R1 50093 


Priority  8  Tank  Closure  Req  -  Substantiated  Tnks 


TRAREAB 


200 


30OCT09A 


06JAN11A 


PET 


♦RWQCB 

^Priority  8  Tank  Closure  Request  - 
♦RWQCB 
^Priority  8  Tank  Closure  Reque^ 
^Priority  8  Tank  Closure  Req  - 


-1213.1 
(Sroup  1 
Closure  #1 
-  Gp  2,  Area  B 
Substantiated  Tnks 


P  5 


R1 50094 


RWQCB  P8  Closure  #2,  Area  B 


TRAREAB 


08APR13A 


PET 


R1 50095    RWQCB  P8  Closure  #2  -  Substantiated  Tanks 

2009  Construction  Season 

CERCLA  

Graded  Area  9 


TRAREAB 


06SEP12A 


PET 


Planning 


R540040    Remedial  Construction  Work  Plan 


R540050    Plans,  Specs,  Contractor  Selection 


GA9 


GA9 


174 


85 


03NOV08A 


01AUG08A 


15MAY09A 


15MAY09A 


RAP  3 


RAP  3 


♦RWQCB  38 
♦RWQCB  P8  C  >sure 


Closure  #2,  Area  B 
#2  -  Substantiated] 


I  Remedial  Construction  Work  Plan 

Plans,  Specs,  Contractor  Selection 


Remediation 


R540060 

Remediation/Construction 

GA9 

110 

0 

08JUN09A 

30SEP10A 

2 

RAP  3 

R540070 

Const  Comp  Report 

GA9 

65 

0 

01NOV10A 

08DEC11A 

2 

RAP  3 

R540072 

Prepare  O&M  Plan 

GA9 

110 

0 

01NOV11A 

28JUN12A 

2 

RAP  3 

R540074 

Prepare  LUC 

GA9 

176 

0 

01APR11A 

08DEC11A 

2 

RAP  3 

Post-Remediation 

R540090 

Submit  Draft  Report  &  LUC 

GA9 

0 

0 

08DEC11A 

3 

RAP  3 

R540091 

DTSC  Review  of  Draft  Report 

GA9 

42 

0 

09DEC11A 

08MAY12A 

3 

RAP  3 

R540092 

Trust  Response  to  Comments 

GA9 

21 

0 

09MAY12A 

22JUN12A 

3 

RAP  3 

R540093 

Submit  Final  Report  &  O&M  Plan 

GA9 

0 

0 

22JUN12A 

3 

RAP  3 

(Remediation  Construction 
I  tonnst  Comp  Report 

I       Prepare  O&M  Pl*i 


Prepare  LUC 


♦Submit  Draft  Report 
SDTSC  Review  of  I 
BTrust  Response  t> 
♦Submit  Final  Re  )ort 


LUC 

aft  Report 
Comments 
&  O&M  Plan 
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Activity 
ID 

Activity 
Description 

Proj 
Code 

Orig 
Dur 

Rem 
Dur 

Early 
Start 

Early 
Finish 

Ph 
No. 

RAP/ 
CAP 

nno 

II               All  4 

:        <£U  lo 

<2U14 

> 

cU  lb 

yj- -Te- 

.JliLLLL 

JILL 

iililil 

■■■■ii 

R540094 

DTSC  Review  of  Final  Report  &  O&M  Plan 

GA9 

24 

0 

22JUN12A 

28NOV12A 

3 

RAP  3 

leview  oi 

Fina 

Report  &  O&M  Plan^ 

R540096 

Certification  Request 

GA9 

20 

0 

03DEC12A 

02JAN13A 

3 

RAP  3 





— 



III  1 
1    1  1 
1    1  1 


BCertificatior 

Request 

►DTSC  Certification 

R540099 

DTSC  Certification 

GA9 

0 

0 

25APR14* 

3 

RAP  3 

< 

Landfill  1 

) 

Appr 
nedia 

is,  S 

ion  Work  P 
actor  Selec 

an 
tion 

Planning 

R590030 

RAP 

LF10 

131 

0 

01APR08A 

17NOV08A 

1 

RAP  4 

HRAP 

R590035 

RAP  Approval 

LF10 

0 

0 

27FEB09A 

1 

RAP  4 

♦RAP 

li^Rer 

oval 

R590040 

Remedial  Construction  Work  Plan 

LF10 

65 

0 

03NOV08A 

15MAY09A 

1 

RAP  4 

1  Construe 
Decs,  Contr 

R590050 

Plans,  Specs,  Contractor  Selection 

LF10 

85 

0 

01AUG08A 

15MAY09A 

1 

RAP  4 

— iPla 

Remediation 

on  R< 

Tl 

jport 

R590060 

Remediation/Construction 

LF10 

110 

0 

08JUN09A 

30SEP10A 

2 

RAP  4 

- 

BRemec 

iation/Cons 

truction 

>mple 

R590070 

Construction  Completion  Report 

LF10 

44 

0 

01NOV10A 

08DEC11A 

2 

RAP  4 

=dConstr 
BPrepar 
■^Prepar 

uction  C 

R590072 

Prepare  O&M  Plan 

LF10 

22 

0 

01NOV11A 

08DEC11A 

2 

RAP  4 

e  O&M  Plan 
e  LUC  Addendt 

R590074 

Prepare  LUC  Addendum 

LF10 

160 

0 

01APR11A 

08DEC11A 

2 

RAP  4 

Post-Remediation 

Rev 

iew  c 

>f  Fin 

♦Submit  Draft  Report, 
i— IDTSH  Review  of  C 
HTrust  Response  i 
♦Submit  Final  Re 
Approval  hH 

D&M 
aftR 
)  Con 
jort,  ( 

Plan,  LI 
eport,  C 
iments 
D&M  PI; 

JC 
>&M 

in 

R590093 

Submit  Draft  Report,  O&M  Plan,  LUC 

LF10 

0 

0 

08DEC11A 

3 

RAP  4 

R590094 

DTSC  Review  of  Draft  Report,  O&M  Plan 

LF10 

42 

0 

09DEC11A 

08MAY12A 

3 

RAP  4 

»lan 

R590095 

Trust  Response  to  Comments 

LF10 

21 

0 

09MAY12A 

22JUN12A 

3 

RAP  4 

R590096 

Submit  Final  Report,  O&M  Plan 

LF10 

0 

0 

22JUN12A 

3 

RAP  4 

R590098 

DTSC  Review  of  Final  Report  &  Approval 

LF10 

24 

0 

29JUN12A 

28NOV12A 

3 

RAP  4 

DTSC 

al  Report  & 

R590100 

Groundwater  Monitoring 

LF10 

524 

0 

01OCT10A 

01MAY12A 

3 

RAP  4 

/An 

alysi 

3  &  R 

equest  Wei 

 Ifirr 

1  Abandonrr 

lundwater  Mon 
BCertificatior 

:orinc 
Requ 
►DTS 

►DTS 

est 

CCertif 
2  Comr 

icatic 
nent 

R590101 

Certification  Request 

LF10 

35 

0 

03DEC12A 

02JAN13A 

3 

RAP  4 

R590102 

DTSC  Certification 

LF10 

0 

0 

25APR14A 

3 

RAP  4 

« 

>n 

R590103 

GW  Analysis  &  Request  Well  Abandonment 

LF10 

62 

0 

04FEB13A 

09OCT13A 

3 

RAP  4 

GV 

entl  1 

< 

R590104 

DTSC  Comment 

LF10 

0 

0 

14APR14A 

3 

RAP  4 

P 

i 

Appr 
nedia 

ion  Work  P 
actor  Selec 

an 

Planning 

R580030 

RAP 

LF8 

131 

0 

01APR08A 

17NOV08A 

1 

RAP  4 

HR/i 

R580035 

RAP  Approval 

LF8 

0 

0 

27FEB09A 

1 

RAP  4 

♦RAP 

F=lRer 

oval 

R580040 

Remedial  Construction  Work  Plan 

LF8 

65 

0 

03NOV08A 

15MAY09A 

1 

RAP  4 

1  Construe 

R580050 

Plans,  Specs,  Contractor  Selection 

LF8 

85 

0 

01AUG08A 

15MAY09A 

1 

RAP  4 

Plans,  Specs,  Contr 

tion 

Remediation 

ion/Constri 

on  R< 
i 

jport 

R580060 

Remediation/Construction 

LF8 

110 

0 

08JUN09A 

30JUN10A 

2 

RAP  4 

iction 

jmple 

R580070 

Construction  Completion  Report 

LF8 

43 

0 

01NOV10A 

08DEC11A 

2 

RAP  4 

uction  C< 

R580072 

Prepare  O&M  Plan 

LF8 

22 

0 

01NOV11A 

28JUN12A 

2 

RAP  4 

I^^P 

repare  O&M  Pte 
eLUC 

R580074 

Prepare  LUC 

LF8 

160 

0 

01APR11A 

08DEC11A 

2 

RAP  4 

r^HPrepar 

Post-Remediation 

♦Subm 

SDT 

BTr 

♦s 

tLUC 
aft  Report 
>  Comments 
>ort  &  O&M  F 

Ian 

R580093 

Submit  Draft  Report  &  LUC 

LF8 

0 

0 

08DEC11A 

3 

RAP  4 

it  Draft  Report 
SC  Review  of  I 

R580094 

DTSC  Review  of  Draft  Report 

LF8 

42 

0 

09DEC11A 

08MAY12A 

3 

RAP  4 

R580095 

Trust  Response  to  Comments 

LF8 

21 

0 

09MAY12A 

22JUN12A 

3 

RAP  4 

ust  Response  1 

R580096 

Submit  Final  Report  &  O&M  Plan 

LF8 

0 

0 

22JUN12A 

3 

RAP  4 

Submit  Final 

Re 

R580098 

DTSC  Review  of  Final  Report  &  Approval 

LF8 

24 

0 

29JUN12A 

06DEC13A 

3 

RAP  4 

DTSC  Review  of  Final  Report  & 

R580100 

Groundwater  Monitoring 

LF8 

524 

0 

01  OCT!  OA 

01MAY12A 

3 

RAP  4 

I  IGrf 

)und water  Mon 

torinc 
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3 
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G 

W  An 

alysis  & 

Request  Well  Abando 
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Request 
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R580102 

DTSC  Certification 

LF8 

0 

0 

25APR14* 

3 

RAP  4 

• 

►DTSC  Certi 
►DTSC  Comr 

R580103 

GW  Analysis  &  Request  Well  Abandonment 

LF8 

22 

0 

04FEB13A 

09OCT1 3A 

3 

RAP  4 

imenti^-^H 

< 

R580104 
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LF8 

0 

0 

14APR14A 

3 

RAP  4 



Planning 

P 

►RAP  Ap 

provE 

I- 

N 

i 

FA 

R610030 

RAP 

PHSH-SFS 

131 

0 

01APR08A 

17NOV08A 

1 

RAP  4 

HRA 

R610035 

RAP  Approval  -  NFA 

PHSH-SFS 

0 

0 

27FEB09A 

1 

RAP  4 

4 

Remediation 

>mit  L 

uc 

-  - 

R610060 

LUC  Preparation  &  Submit  LUC 

PHSH-SFS 

22 

0 

01APR11A 

08DEC11A 

2 

RAP  4 

Preparation  &  Si 

Post-Remediation 

BCertificatio 

Request 
►DTSC  Certi 

icat 

R6 10070 

Certification  Request 

PHSH-SFS 

22 

0 

01JAN13A 

24JAN13A 

3 

RAP  4 

R610090 

DTSC  Certification 

PHSH-SFS 

0 

0 

25APR14* 

3 

RAP  4 

< 

on 

2010  Construction  Season 

CERCLA 

El  Polin  Springs 

Planning 

i  i 

i 

R660029 

Preliminary  Draft  Rap 

EPS 

120 

0 

01JUN09A 

22JAN10A 

RAP5A 

Preliminary  Draft  Rap 
HDTSC  Review 
BDraft  RAP 
BFinal  RAP 
♦RAP  Approval 

R660030 

DTSC  Review 

EPS 

24 

0 

22JAN10A 

11MAR10A 

RAP  5A 

R660031 

Draft  RAP 

EPS 

21 

0 

22MAR10A 

23APR10A 

RAP5A 

R660032 

Final  RAP 

EPS 

5 

0 

23APR10A 

24JUN10A 

RAP  5A 

R660035 

RAP  Approval 

EPS 

0 

0 

24JUN10A 

RAP  5A 

Post-Remediation 

A 

i 

R660090 

DTSC  Certification 

EPS 

0 

0 

10MAY12A 

3 

RAP  5A 

►DTSC  Cert 

ifi 

;at 

C 

Fill  Site  1 

Planning 

R680020 

Investigation 

FS1 

88 

0 

01JUL08A 

29MAY09A 

RAP5A 

igation 

Preliminary  Draft  RAP 
HDTSC  Review 
BDraft  RAP 
BFinal  RAP 

R680021 

Preliminary  Draft  RAP 

FS1 

20 

0 

01JUN09A 

22JAN10A 

RAP  5A 

I  

R680022 

DTSC  Review 

FS1 

24 

0 

22JAN10A 

11MAR10A 

RAP  5A 

R680023 

Draft  RAP 

FS1 

21 

0 

22MAR10A 

23APR10A 

RAP  5A 

R680030 

Final  RAP 

FS1 

5 

0 

23APR10A 

24JUN10A 

RAP  5A 

R680035 

RAP  Approval 

FS1 

0 

0 

24JUN10A 

RAP  5A 

♦RAP  Approval 
■=iRemedial  Construe 
BBiPlans,  Specs,  Con 

R680040 

Remedial  Construction  Work  Plan 

FS1 

85 

0 

01JAN10A 

01JUN10A 

RAP  5A 

:tion  Work  Plan 
tractor  Selection 

R680050 

Plans,  Specs,  Contractor  Selection 

FS1 

85 

0 

01JAN10A 

14JUN10A 

RAP  5A 

Remediation 

B=BRemediation/C 

onstruction  - 1 
ediation  Construe 
nst  Comp  Report 

ion -2 

[  Certif icatio 

R680060 

Remediation/Construction  - 1 

FS1 

78 

0 

24JUN10A 

19NOV10A 

2 

RAP5A 

R680062 

Remediation  Construction  -  2 

FS1 

110 

0 

02MAY11A 

15NOV11A 

2 

RAP  5A 

1  iRem 
SCo 

R680070 

Const  Comp  Report  &  Certification  Request 

FS1 

131 

0 

03OCT11A 

26JAN12A 

2 

RAP  5A 

n Request 

Post-Remediation 

♦s. 

BDl 
BT 

jbmit  Draft  Repor 
rSC  Review  of  Drj 
rust  Response  to 

ft  Report 
Comments 

R680090 

Submit  Draft  Report 

FS1 

0 

0 

26JAN12A 

3 

RAP  5A 

R680091 

DTSC  Review  of  Draft  Report 

FS1 

22 

0 

27JAN12A 

24FEB12A 

3 

RAP  5A 

R680092 

Trust  Response  to  Comments 

FS1 

22 

0 

24FEB12A 

29MAR12A 

3 

RAP  5A 
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R680093 

Submit  Final  Report 

FS1 

0 

0 

29MAR12A 

3 

RAP5A 

♦Submit  Final  Rep< 
BDTSC  Review  of  F 

rt 

nal  Rep 

art 

R680094 

DTSC  Review  of  Final  Report 

FS1 

22 

0 

02APR12A 

1 0MAY1 2A 

3 

RAP  5A 

R680095 

DTSC  Certification 

FS1 

0 

0 

1 0MAY1 2A 

3 

RAP  5A 
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HPrepare  GW  An 
♦Submit  GW  Ar 
BBBDTSC  Revi 
♦Submi 

i 

ilysis 
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wGWA 
Revisei 

nalysis 

R680096 

Prepare  GW  Analysis 

FS1 

1 

0 

03JUL12A 

27AUG12A 

3 

RAP  5A 

R680097 

Submit  GW  Analysis 

FS1 

0 

0 

27AUG12A 

3 

RAP  5A 

R680098 

DTSC  Review  GW  Analysis 

FS1 

44 

0 

28AUG12A 

28JAN13A 

3 

RAP  5A 

R680099 

Submit  Revised  GW  Analysis 

FS1 

0 

0 

26JUN13A 

3 

RAP  5A 

i  GW  Analysis 

R680100 

DTSC  Approval  ot  GW  Analysis 

FS1 

0 

0 

09AUG13A 

3 

RAP5A 

DTS 

C 

Af 

proval  of  GW  Analysis  ♦ 

SWell  i 

bandon 

nent 

R680101 

Well  Abandonment 

FS1 

21 

0 

09AUG13A 

30AUG13A 

3 

RAP  5A 

Landfill  2 

nv 

ssti 

AP 

Planning 

R720020 

Investigation 

LF2 

88 

0 

01JUL08A 

29MAY09A 

RAP5A 

HI 

gation 

R720021 

Prelininary  Draft  RAP 

LF2 

20 

0 

01JUN09A 

22JAN10A 

RAP  5A 

h 

IPrellninary  Draft  F 
BDTSC  Review 
□Draft  RAP 
BFinal  RAP 

R720022 

DTSC  Review 

LF2 

24 

0 

22JAN10A 

11MAR10A 

RAP  5A 

R720023 

Draft  RAP 

LF2 

21 

0 

22MAR10A 

23APR10A 

RAP  5A 

R720030 

Final  RAP 

LF2 

14 

0 

23APR10A 

24JUN10A 

RAP  5A 

R720035 

RAP  Approval 

LF2 

0 

0 

24JUN10A 

RAP  5A 

— 

♦RAP  Approve 
l=IRemedial  Con 
l~— iPlans,  Specs, 

1 

struction  V 
Contracto 

i 

R720040 

Remedial  Construction  Work  Plan 

LF2 

85 

0 

01JAN10A 

01JUN10A 

RAP5A 

/ork  Plan 
r  Selection 

R720050 

Plans,  Specs,  Contractor  Selection 

LF2 

85 

0 

01JAN10A 

14JUN10A 

RAP  5A 

Remediation 

(^Remediati 

on/Construction  - 1 
Remediation/Construe 
BConst  Comp  Report 

ion -2 
i  Certif  ic 

R720060 

Remediation/Construction  - 1 

LF2 

78 

0 

24JUN10A 

19NOV10A 

2 

RAP  5A 

R720062 

Remediation/Construction  -  2 

LF2 

110 

0 

02MAY11A 

15NOV11A 

2 

RAP  5A 

1  II 

R720070 

Const  Comp  Report  &  Certification  Request 

LF2 

131 

0 

03OCT11A 

26JAN12A 

2 

RAP  5A 

ation  Request 

Post-Remediation 

i   i   i  i 
i   i   i  i 

III! 
1       1       1  1 
1       1       1  1 
1       1       1  1 
1       1       1  1 

1       1       1  1 

1       1       1  1 
1       1       1  1 

♦Submit 

BDTSC  R« 
BTrust  R 
♦Submi 
BDTSC 

Draft  Repor 
jview  of  Dr; 
asponse  to 

ft  Repor 
Jommen 
rt 

nal  Rep 

t 

ts 
art 

R720090 

Submit  Draft  Report 

LF2 

0 

0 

26JAN12A 

3 

RAP  5A 

R720091 

DTSC  Review  of  Draft  Report 

LF2 

22 

0 

27JAN12A 

24FEB12A 

3 

RAP  5A 

R720092 

Trust  Response  to  Comments 

LF2 

22 

0 

24FEB12A 

29MAR12A 

3 

RAP  5A 

R720093 

Submit  Final  Report 

LF2 

0 

0 

29MAR12A 

3 

RAP  5A 

t  Final  Repc 
Review  of  F 

R720094 

DTSC  Review  of  Final  Report 

LF2 

22 

0 

02APR12A 

10MAY12A 

3 

RAP  5A 

R720095 

DTSC  Certification 

LF2 

0 

0 

10MAY12A 

3 

RAP  5A 

1       1  1 

1       I       I  1 

1       1       1  1 

♦DTSC  Certificatk 
HPrepare  GW  An 
♦Submit  GW  At 
HHBDTSC  Revi 
♦Submi 

i 

ilysis 
alysis 
wGWA 
Revise 

nalysis 

R720096 

Prepare  GW  Analysis 

LF2 

1 

0 

03JUL12A 

27AUG12A 

3 

RAP  5A 

R720097 

Submit  GW  Analysis 

LF2 

0 

0 

27AUG12A 

3 

RAP  5A 

R720098 

DTSC  Review  GW  Analysis 

LF2 

44 

0 

28AUG12A 

28JAN13A 

3 

RAP  5A 

R720099 

Submit  Revised  GW  Analysis 

LF2 

0 

0 

26JUN13A 

3 

RAP  5A 

i  GW  Analysis 

R720100 

DTSC  Approval  of  GW  Analysis 

LF2 

0 

0 

09AUG13A 

3 

RAP  5A 

DTS 

C 

AF 

proval  c 

f  GWAnal 

ysis^ 

DWell  / 

bandon 

nent 

R720101 

Well  Abandonment 

LF2 

21 

0 

09AUG13A 

30AUG13A 

3 

RAP5A 

2011  Construction  Season 
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tr 

JC 
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B 
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R380060 
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937AREA 
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0 

01APR08A 

12SEP08A 

2 

CF 

R380065 

Remediation  Construction  Phase  2 

937AREA 

29 

0 

240CT11A 

15DEC11A 

2 

CF 

an  Construe 
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R380070 

Construction  Completion  Report 

937AREA 

23 
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CF 
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in   i   i  i 
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in   i   i  i 
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♦S 
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ubmit  Draft  CCR  F 
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♦Submit  Air  I 

> 
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I  Analys 
onitorin 

s 
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1  1  JUUU  /  <— 

Air  Mnnitnrinn  -  1 
nn  iviui  iiiwi  ii  ly  i 

Q?7ARFA 

22 

o 

"31.IAN1PA 

??FFR1?A 
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CF 
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/mi  iviui  iiiui  ii  ly  c 
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n 
u 

1  fi  II II  1  PA 
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o 

CF 

R380074 

Submit  Draft  CCR  Report 

937AREA 

o 

o 

26JAN12A 

3 

CF 

R380075 

Air  Monitoring  Analysis 

937AREA 

50 

o 

01AUG12A 

19NOV12A 

3 

CF 

R?Rnri7fi 

1  UUUU/  \J 

^iihmit  Air  Mnnitnrinn  An?il\/Qi*i 
o u ui  1 1 1 1  rAii  iviui  iiiui  ii  ly  r\i  idi y oio 

Q^TARFA 

o 

o 

iqNDV1?A 

3 

CF 

R380084 

DTSC  Review  of  Draft  Report 

937AREA 

20 

o 

27JAN12A 

16JAN13A 

3 

CF 

 = 

U 

 ^DTSC 

Revi( 
t  Resf 

n  of  Draft  Report 
onse  to  Comment 

DTSC  Certificatioi 

S 
1 

R380085 

Trust  Response  to  Comments 

937AREA 

22 

0 

17JAN13A 

25FEB13A 

3 

CF 

BTrus 

R380086 

Submit  Final  Report  &  Certification  Request 

937AREA 

0 

0 

25FEB13A 

3 

CF 

Submit  Final  Report  &  Certification  Request^ 

R380087 

DTSC  Review  of  Final  Report 

937AREA 

22 

0 

26FEB13A 

17MAR14A 

3 

CF 

c 

TSC 

ev 

iew  of  Fina 

4 

R380090 

DTSC  Certification 

937AREA 

0 

0 

17MAR14A 

3 

CF 

i 

i  Report 
Report 

Planning 

R780020 

Investigation 

LFE 

130 

0 

01OCT09A 

30SEP10A 

RAP  6A 

R780021 

Complete  Data  Report 

LFE 

22 

0 

01JUN10A 

13OCT10A 

RAP  6A 

SComplete  Dat£ 
OSubmit  Data 
SDTSC  Rev 

R780022 

Submit  Data  Report 

LFE 

0 

0 

13OCT10A 

RAP  6A 

R780023 

DTSC  Review 

LFE 

26 

0 

13OCT10A 

22MAR11A 

RAP  6A 

iew 

R780024 

Preliminary  Draft  RAP/FS 

LFE 

22 

0 

30SEP10A 

01DEC10A 

RAP  6A 

HPreliminary  I 

)raft  RAP/FS 

R780025 

DTSC  Review 

LFE 

15 

0 

01DEC10A 

02FEB11A 

RAP  6A 

HDTSC  Revic 

iW 
»/FS 
tf>/FS 
jproval 

k  Plan 

R780026 

Draft  RAP/FS 

LFE 

17 

0 

22MAR11A 

22APR11A 

RAP  6A 

BDraft  RAF 
HFinal  Rt 
♦RAP  Af 

SRemedi 

R780030 

Final  RAP/FS 

LFE 

16 

0 

25APR11A 

15JUN11A 

RAP  6A 

R780035 

RAP  Approval 

LFE 

0 

0 

15JUN11A 

RAP  6A 

R780040 

Remedial  Construction  Work  Plan 

LFE 

44 

0 

01MAR11A 

09JUN11A 

RAP  6A 

al  Construction  Wc 

R780050 

Plans,  Specs,  Contractor  Selection 

LFE 

44 

0 

01MAR11A 

09JUN11A 

RAP  6A 

SPIans,  Specs,  Contractor  £ 
♦DTSC  Approval  Of  Work  I 

election 
Ian 

R780051 

DTSC  Approval  Of  Work  Plan 

LFE 

0 

0 

21JUN11A 

RAP  6A 

Remediation 

E^Remediation/Construc 
^Construction  Comp 

ion 

etion  Re 

port 

R780060 

Remediation/Construction 

LFE 

64 

0 

05JUL11A 

15NOV11A 

2 

RAP  6A 

R780070 

Construction  Completion  Report 

LFE 

98 

0 

16NOV11A 

01MAR12A 

2 

RAP  6A 

Post-Remediation 

B 

i 
i 
i 

Submit  Draft  Repo 
DTSC  Review  of  D 
=?Trust  Response 
♦Submit  Final  Re 
BBB3DTSC  Revie\ 

t 

aft  Repo 
a  Comm 
iort  &  C 
1  of  Fina 

rt 

ents 

ertificatio 
Report 

R780090 

Submit  Draft  Report 

LFE 

0 

0 

01MAR12A 

3 

RAP6A 

R780091 

DTSC  Review  of  Draft  Report 

LFE 

43 

0 

02MAR12A 

11APR12A 

3 

RAP  6A 

R780092 

Trust  Response  to  Comments 

LFE 

22 

0 

12APR12A 

25JUN12A 

3 

RAP  6A 

R780093 

Submit  Final  Report  &  Certification  Request 

LFE 

0 

0 

25JUN12A 

3 

RAP  6A 

i  Req 

R780094 

DTSC  Review  of  Final  Report 

LFE 

26 

0 

25JUN12A 

05DEC12A 

3 

RAP  6A 

R780097 

DTSC  Certification 

LFE 

0 

0 

05DEC12A 

3 

RAP  6A 



♦DTSC  Certi 

cation 

R780098 

GW  Monitoring 

LFE 

805 

340 

02APR12A 

03AUG15 

3 

RAP  6A 

law  Monitoring; 

Well  A 

1 

andonmentD 

R780099 

Well  Abandonment 

LFE 

23 

23 

04AUG15 

03SEP15 

3 

RAP  6A 
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0 

03NOV08A 

31JUL09A 
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93 
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0 
0 

03MAY10A 
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 in 

Specs,  Cont 

R600051 

Plans,  Specs,  Contractor  Selection  -  Phase  2 

SAFRANGE 

149 

0 

06MAY10A 

29JUL11A 

RAP  4 

Plans,  Sf 

>ecs,  Contractor 
construction  Co 

Selection  -  Phase  2 
ifirmation  Sampling 

SPre 

R600052 

Preconstruction  Confirmation  Sampling 

SAFRANGE 

100 

0 

30SEP11A 

01MAR12A 

RAP  4 

Remediation 

iRemt 
BR 
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■ 

idiation/Constru 
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Sheet  13  of  16 


Activity 
ID 

Activity 
Description 

Proj 
Code 

Orig 
Dur 

Rem 
Dur 

Early 
Start 

Early  Ph 
Finish  No. 

RAP/ 
CAP 

nno 
JUo 

onnn 

zuuy 

Ai  IU 

i\J 

1  ^U1 

2.  lUlo 

All  4  ^Ul 

5       zU  lb 

-TT- 

1LLLJ1LLLL 

J_U_L  JJJJJJJJJ. 

i  :  

R860070 

Const  Comp  Report  &  Certification  Request 

BB1A 

22 

0 

04NOV13A 

06JAN14A  2 

RAP  5B 

c 

D 

ns 

C 

on 

rip  Report  & 

Certificati 

on  Requests 

Post-Remediation 

DTSC 
Trust 

iii  i 

Review  o 
Response 

C  Review 

♦s 

Draft  ReportB 
to  Comments! 

of  Final  ReportD 

jbmit  Draft 
Submit  Fina 

Report 
Report 

1  1UUUUJU 

Ruhmit  Draft  Rpnnrt 

OLIUIIIIl  L/l  all  1  ICLJUI  I 

BB1A 

o 

o 

flfi  IAN14A 

3 

RAP  5B 

RRfinnQi 

1  1UUUUC/  1 

DTRC  Rpvipw  nf  Draft  Rpnnrt 

BB1 A 

33 

o 

07.IAN14A 

C-\J  1  1 —  LJ  1  "-rr\ 

3 

RAP  5B 

R860092 

Trust  Response  to  Comments 

BB1A 

23 

0 

27FEB14A 

03MAR14A 

3 

RAP  5B 

R860093 

Submit  Final  Report 

BB1A 

0 

0 

10MAR14A 

3 

RAP  5B 

DTS 

R860094 

DTSC  Review  of  Final  Report 

BB1A 

20 

0 

11MAR14A 

28MAR14A 

3 

RAP  5B 

R860099 

DTSC  Certification 

BB1A 

0 

0 

28MAR14A 

3 

RAP  5B 

DTSC  Certif 

cat  on 



i 
i 



i  i  i 
i  i  i 
i  i  i 

l 

Planning 

jnl 

R760015 

Data  Review  &  Assessment 

BB2 

500 

0 

29SEP08A 

16MAY11A 

1 

RAP  5C 

ata  Reviev 
Suppleme 
DTSC  Rev 
Blnvestiga 
SPre 

v  &  Assessmc 

R760016 

Supplemental  Rl  Work  Plan 

BB2 

44 

0 

17MAY11A 

15JUL11A 

1 

RAP  5C 

H 

nlal  Rl  Work  PI; 

R760017 

DTSC  Review 

BB2 

11 

0 

18JUL11A 

01AUG11A 

1 

RAP  5C 

Mew 
tion 

Jcii  c  ncviocu  ni 

R760020 

Investigation 

BB2 

44 

0 

22AUG11A 

31AUG11A 

1 

RAP  5C 

R760021 

Prepare  Revised  Rl 

BB2 

129 

0 

30SEP11A 

12MAR12A 

RAP  5C 

R760022 

Submit  Revised  Rl 

BB2 

0 

0 

12MAR12A 

RAP  5C 

Su 

sc 

T 

bmit  Revised  Rl 
)TSC  Review  & 
^Preliminary  Dr 
HDTSC  Reviev 
BDraft  FS/Rj 

pproval 
ft  FS/RAP 

P 

R760023 

DTSC  Review  &  Approval 

BB2 

44 

0 

13MAR12A 

29JUN12A 

RAP  5C 

R760024 

Preliminary  Draft  FS/RAP 

BB2 

23 

0 

02MAY12A 

17SEP12A 

RAP  5C 

R760025 

DTSC  Review 

BB2 

21 

0 

17SEP12A 

27NOV12A 

RAP  5C 

R760026 

Draft  FS/RAP 

BB2 

40 

0 

05DEC12A 

05FEB13A 

RAP  5C 

R760030 

Final  FS/RAP 

BB2 

8 

0 

06FEB13A 

11APR13A 

RAP  5C 

n  Work  P 
tor  Select 

HFinal  FS/I 
♦FS/RAP 

am  I 

oni  l 

♦DTSC 

AP 

Vpproval 
Work  Plan  Aj 

R760035 

FS/RAP  Approval 

BB2 

0 

0 

11APR13A 

RAP  5C 

R760040 

Remedial  Construction  Work  Plan 

BB2 

45 

0 

03DEC12A 

04JUN13A 

RAP  5C 

Remedial  Constructic 
Plans,  Specs,  Contrac 

R760050 

Plans,  Specs,  Contractor  Selection 

BB2 

55 

0 

03DEC12A 

04JUN13A 

RAP  5C 

R760051 

DTSC  Work  Plan  Approval 

BB2 

0 

0 

19JUN13A 

RAP  5C 

sproval 

Remediation 

Certificati 

SRen 
on  Requests 

ediation/Construction 

R760060 

Remediation/Construction 

BB2 

89 

0 

08JUL13A 

310CT13A 

2 

RAP  5C 

R760070 

Const  Comp  Report  &  Certification  Request 

BB2 

22 

0 

01NOV13A 

09JAN14A 

2 

RAP  5C 

Const  Comp  Report  & 

Post-Remediation 

Review  of  Draft  Report;] 

Response  to  Comments) 

J  i   J  ii   i   i  i 

Review  of  Final  Report) 

jbmit  Draft 
ubmit  Final 

Report 
Report 

R760090 

Submit  Draft  Report 

BB2 

0 

0 

09JAN14A 

3 

RAP  5C 

DTSC 

R760091 

DTSC  Review  of  Draft  Report 

BB2 

32 

0 

10JAN14A 

22JAN14A 

3 

RAP  5C 

R760092 

Trust  Response  to  Comments 

BB2 

23 

0 

23JAN14A 

03FEB14A 

3 

RAP  5C 

Trust  F 
DTSC 

R760093 

Submit  Final  Report 

BB2 

0 

0 

03FEB14A 

3 

RAP  5C 

R760094 

DTSC  Review  of  Final  Report 

BB2 

20 

0 

04FEB14A 

13FEB14A 

3 

RAP  5C 

R760099 

DTSC  Certification 

BB2 

0 

0 

13FEB14A 

3 

RAP  5C 

♦ 

)TSC  Certification 



iew  &  Assessm 
Dlete  Revised  R 
mit  Revised  Rl 
SC  Review  &  Af 
ust  Response  ti 

nt 

Report 

iroval 
Comments 

Planning 

R880019 

Data  Review  &  Assessment 

BHW 

110 

0 

01OCT10A 

31AUG11A 

RAP6B 

1— — ICnm 
OSub 
HDT 
BTr 

R880021 

Complete  Revised  Rl  Report 

BHW 

74 

0 

01SEP11A 

26JAN12A 

RAP  6B 

R880022 

Submit  Revised  Rl 

BHW 

0 

0 

26JAN12A 

RAP  6B 

R880023 

DTSC  Review  &  Approval 

BHW 

23 

0 

27JAN12A 

11APR12A 

RAP  6B 

R880025 

Trust  Response  to  Comments 

BHW 

22 

0 

12APR12A 

30MAY12A 

RAP  6B 

R880027 

DTSC  Review 

BHW 

22 

0 

01JUN12A 

25JUN12A 

RAP  6B 

BDTSC  Review 

Sheet  14  of  16 


Activity 
ID 

Activity 
Description 

Proj 
Code 

Orig 
Dur 

Rem 
Dur 

Early 
Start 

Early  Ph 
Finish  No. 

RAP/ 
CAP 

I 

nno 

All  4 

A) 

5 

£\ilb 

-TT- 

1111111 

mil 

-1111111 

R880035 

DTSC  Approval 

BHW 

0 

0 

13JUL12A  1 

RAP6B 

♦DTSC  Approval 

Post-Remediation 

— 

HWell  Abando 

imen 

t 

— 

R880099 

Well  Abandonment 

BHW 

35 

0 

150CT12A 

30NOV12A 

3 

RAP  6B 

Basewide  RAP 

i  i 
i  i 
i  i 
i  i 
i  i 

Igement  o 
t  Preliminj 

;sponse  t( 

1      lil!    II    II  II 

SDTSC  Guic 
f  Satisfaction  ♦ 
»ry  Report  PrepS 

>  DTSC  Comments 

ince 
3TSC 

i 

-Misc 
Revie 

Sites 

IV 

Planning 

R990040 

DTSC  Guidance  -  Misc  Sites 

BWRAP 

25 

0 

04OCT12A 

12FEB13A 

RAP  9 

R990041 

DTSC  Guidance  -  Acknowledgement  of  Satisfaction 

BWRAP 

0 

0 

06NOV13A 

RAP  9 

DTSC  Guidance  -  Acknowlec 

R990049 

Trust  Preliminary  Report  Prep 

BWRAP 

34 

0 

17DEC13A 

19MAR14A 

RAP  9 

Trus 
Trust  R 

R990050 

DTSC  Review 

BWRAP 

20 

4 

20MAR14A 

18APR14 

RAP  9 

R990051 

Trust  Response  to  DTSC  Comments 

BWRAP 

9 

9 

21APR14 

01MAY14 

RAP  9 

R990061 

DTSC  Final  Report  Review  &  Approval 

BWRAP 

10 

10 

02MAY14 

15MAY14 

RAP  9 

DTSC  Final  Report 

Review  &  Approva 

TT 

Post-Remediation 

►DTSC  App 

roval 

R990090 

DTSC  Approval 

BWRAP 

0 

0 

30MAY14* 

3 

RAP  9 

Ml  1 

i  i 

i  in 

Planning 

essmc 

nt 

1  Report 
Report 

e  to  Comme 

nts 

R700015 

Data  Review  &  Assessment 

FS6B 

120 

0 

01OCT10A 

15AUG11A 

RAP  6B 

O 

eview  &  Ass 

R700021 

Complete  Revised  Rl  Report 

FS6B 

23 

0 

01SEP11A 

01MAR12A 

RAP6B 

omplete  Revised  F 
Submit  Revised  Rl 
BDTSC  Review 

R700022 

Submit  Revised  Rl  Report 

FS6B 

0 

0 

01MAR12A 

RAP  6B 

R700023 

DTSC  Review 

FS6B 

44 

0 

02MAR12A 

22JUN12A 

RAP  6B 

R700024 

Trust  Response  to  Comments 

FS6B 

56 

0 

22JUN12A 

120CT12A 

RAP  6B 

STrust  Respo 

n 
>r| 

R700025 

Investigation  (As  Required) 

FS6B 

22 

0 

01NOV12A 

30NOV12A 

RAP  6B 

Blnvestigatic 

(As  Require 
linary  Draft 
Review 
PEA 
1  PEA 

d) 

PEA 

R700026 

Preliminary  Draft  PEA 

FS6B 

35 

0 

03DEC12A 

20SEP13A 

RAP  6B 

1  IPrpli 
IDTS( 
BDraf 
BFin 

R700027 

DTSC  Review 

FS6B 

20 

0 

20SEP13A 

23SEP13A 

RAP  6B 

R700028 

Draft  PEA 

FS6B 

23 

0 

24SEP13A 

160CT13A 

RAP  6B 

R700030 

Final  PEA 

FS6B 

22 

0 

170CT13A 

15NOV13A 

RAP  6B 

R700035 

DTSC  PEA  Approval 

FS6B 

0 

0 

14NOV13A 

RAP6B 

♦Dl 

5C  PEA  Approval 

Post-Remediation 

BW 

II  Abandonment 

R700100 

Well  Abandonment 

FS6B 

31 

0 

18NOV13A 

27DEC13A 

3 

RAP  6B 

Lobos  Creek  Area 

on  Doc (R 

ii  M  ii 
ii  M  ii 

jmmary  Rl 
*l 

view  Rl 
>C  Review 

Planning 

R960020 

DTSC  Request  Summary  Rl 

LOBOS 

0 

0 

04JUN12A 

RAP  8B 

♦DTSC  Request 

S 

y 

R960030 

Summary  Rl 

LOBOS 

86 

0 

04JUN12A 

15MAR13A 

RAP  8B 

1  ISummar 

R960035 

DTSC  Review  Rl 

LOBOS 

20 

0 

18MAR13A 

20MAY13A 

RAP  8B 

HDTSC  R 
evised  RI)S 

R960040 

Preliminary  Decision  Doc  (Revised  Rl) 

LOBOS 

23 

0 

21MAY13A 

02OCT13A 

RAP  8B 

Preliminary  Decis 

R960050 

DTSC  Review 

LOBOS 

12 

0 

01OCT13A 

09DEC13A 

RAP8B 

HDT 

R960053 

DTSC  Approval 

LOBOS 

0 

0 

09DEC13A 

RAP8B 

4 

y 

c 

CA 

pprova 

1 

Mountain  Lake 

i  i 
ssessrr 

ent 

Planning 

R980020 

Investigation  -  Data  Review  &  Alt  Assessment 

MTNLAKE 

88 

0 

01SEP09A 

02MAR11A 

RAP  8A 

 II 

nvestigati 
♦Subm 
BDTSC 
BFina 
♦Rl 

an  -  Data  Re 

view  & 

Alt  A 

R980021 

Submit  Rl 

MTNLAKE 

0 

0 

29JUL11A 

RAP  8A 

it  Rl 

R980022 

DTSC  Review 

MTNLAKE 

22 

0 

01AUG11A 

20SEP11A 

RAP  8A 

Review 
Rl 

Approval 

R980023 

Final  Rl 

MTNLAKE 

22 

0 

21SEP11A 

250CT11A 

RAP  8A 

R980024 

Rl  Approval 

MTNLAKE 

0 

0 

02DEC11A 

RAP  8A 

Sheet  15  of  16 


Activity 
ID 

R980026 


Activity 
Description 

Preliminary  Draft  of  FS/RAP 


Proj 
Code 

MTNLAKE 


Orig  Rem  Early 
Dur    Dur  Start 

44        0  03MAR11A 


Early 
Finish 

03FEB12A 


Ph  RAP/ 
No.  CAP 

RAP8A 


R980027    DTSC  Review 


R980028 


R980029 


R980035 


Draft  RAP 


Final  RAP 


RAP  Approval 


MTNLAKE 


MTNLAKE 


MTNLAKE 


MTNLAKE 


13 


34 


06FEB12A 


19MAR12A 


04MAY12A 


09MAR12A 


03MAY12A 


14MAY12A 


14MAY12A 


RAP8A 


RAP  8A 


RAP  8A 


RAP  8A 


2008 


2009 


2010 


2011 


2012 


2013 


2014 


2015 


2016 


^Preliminary  Draft  of 
BDTSC  Review 

BDraft  RAP 

BFinal  RAP 

♦RAP  Approval 


S/RAP 


R980040 


Remedial  Construction  Work  Plan 


MTNLAKE 


186 


16MAY12A 


15FEB13A 


RAP  8A 


Remedial  (  onstruction  Work  Plan 


R980050  Plans,  Specs,  Contractor  Selection 
Remediation 


MTNLAKE 


186 


16MAY12A 


15FEB13A 


RAP  8A 


Plans,  Specs,  Contractor  Selection^ 


R980060  Remediation/Construction 


R980070  Const  Comp  Report  &  Certification  Request 
Post-Remediation 


MTNLAKE 


MTNLAKE 


175 


66 


04MAR13A 


01  OCT!  3  A 


07FEB14A 


04MAR14A 


RAP8A 


Remediation/Construction  I 


RAP  8A 


Const  Comp  Report  &  Certification  RequestiBj-B 


R980090    Submit  Draft  Report 


R980091 


R980092 


R980093 


R980094 


DTSC  Review  of  Draft  Report 


Trust  Response  to  Comments 


Submit  Final  Report 


DTSC  Review  of  Final  Report 


MTNLAKE 


MTNLAKE 


MTNLAKE 


MTNLAKE 


MTNLAKE 


15 


10 


05MAR14A 


14MAR14A 


24MAR14A 


04MAR14A 


13MAR14A 


24MAR14A 


24MAR14A 


25MAR14A 


RAP  8A 


RAP  8A 


RAP8A 


RAP  8A 


RAP  8A 


♦  Submit  Draft  Report 


DTSC  Review  of  Draft  Report! 
Trust  Response  to  Comments 


i  Submit  Final  Report 


DTSC  Review  of  Final  Report 


R980099 


DTSC  Certification 


MTNLAKE 


25MAR14A 


RAP  8A 


Small  Arms  Firing  Range  (Barnard  Ave 

Planning 


R982002  Investigation 


R982003 


R982004 


R982005 


R982006 


Draft  Rl 


DTSC  Review 


Preliminary  Draft  RAWP 


DTSC  Review 


SAFR 


SAFR 


SAFR 


SAFR 


SAFR 


60 


22 


22 


21 


02AUG10A 


01SEP11A 


03NOV11A 


01DEC11A 


02APR12A 


13OCT10A 


02NOV11A 


30NOV11A 


29MAR12A 


17JUL12A 


RAP  6C 


RAP  6C 


RAP  6C 


RAP  6C 


RAP  6C 


i  DTSC  Certification 


^Investigation 

BDraft  Rl 
BDTSC  Review 
^Preliminary  Draft  R|\WP 
SDTSC  Review 


R982007 


Trust  Response  to  Comments 


SAFR 


50 


18JUL12A 


03JAN13A 


RAP  6C 


R982008 


DTSC  Approval  of  Draft  RAW 


SAFR 


03JAN13A 


RAP  6C 


R982010 


Draft  RAWP 


SAFR 


24 


28JAN13A 


27FEB13A 


RAP  6C 


R982011 


Final  RAWP 


SAFR 


20 


28FEB13A 


15MAR13A 


RAP  6C 


R982012 


RAWP  Approval 


SAFR 


11APR13A 


RAP  6C 


I— — flmst  Respc  ise  to  Comments 
♦DTSC  App  oval  of  Draft  RAW 
BDraft  RAW  » 

BFinal  RAW  » 

i   i   i  !  i i  ii  ii  i 

♦RAWP  Abproval 


R982016  Plans,  Specs,  Contractor  Selection 
Remediation 


SAFR 


23 


02JUL12A 


11JUL13A 


RAP  6C 


Plans,  Specs,  Contractor  Selection!! 


R982030  Remediation/Construction 


R982032  Const  Comp  Report  &  Certification  Request 
Post-Remediation 


SAFR 


SAFR 


36 


15 


12AUG13A 


31QCT13A 


28QCT13A 


20DEC13A 


RAP  6C 


RAP  6C 


R982040 


R982042 


R982044 


R982046 


R982048 
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Matthew  Rodriquez 

Secretary  for 
Environmental  Protection 


Department  of  Toxic  Substances  Control 

Deborah  0.  Raphael,  Director 
700  Heinz  Avenue 
Berkeley,  California  94710-2721 


Edmund  G.  Brown  Jr. 

Governor 


May  19,  2004 


Ms.  Eileen  Fanelli 
Remediation  Program  Manager 
The  Presidio  Trust 

103  Montgomery  Street,  Post  Office  Box  29052 
San  Francisco,  California  94123-0052 

Dear  Ms.  Fanelli: 

The  Department  of  Toxic  Substances  Control  (DTSC)  has  reviewed  the  "Basewide 
Report  of  Compliance  1999  Consent  Agreement  Presidio  Trust  (Trust),  Department  of 
the  Interior,  National  Park  Service  (DOI),  and  California  Environmental  Protection 
Agency  Department  of  Toxic  Substances  Control  (DTSC)  Presidio  of  San  Francisco, 
California"  report. 

Based  on  our  review  of  the  available  documentation,  DTSC  approves  the  Consent 
Agreement  report.  If  you  have  any  questions,  please  contact  me  by  telephone  at  (510) 
540-3798  or  by  email  at  Randy.Reyes@dtsc.ca.gov. 


Sincerely, 


Randy  Reyes,  MPH 
Project  Manager 

Brownfields  and  Environmental  Restoration  Program 

cc:      Ms.  Nina  Larssen 

Environmental  Remediation  Specialist 
nlarssen@presidiotrust.gov 

Mr.  Brian  Ullensvang 
National  Park  Service 
brian_ullensvang@nps.gov 


®  Printed  on  Recycled  Paper 


May  19,  2014 
Ms.  Eileen  Fanelli 
Page  2 


cc:      Mr.  Doug  Kern 

Presidio  RAB  Co-Chair 
dougkern@sbcglobal.net 

Mr.  Mark  Youngkin 
Presidio  RAB  Co-Chair 
my@markyoungkin.com 


Department  of  Toxic  Substances  Control 


Edmund  G.  Brown  Jr. 

Governor 


Environmental  Protection  Berkeley,  California  94710-2721 


May  20,  2014 


Ms.  Eileen  Fanelli 
Remediation  Program  Manager 
The  Presidio  Trust 
103  Montgomery  Street 
P.  O.  Box  29052 

San  Francisco,  California  94129-0052 
Dear  Ms.  Fanelli: 

The  Department  of  Toxic  Substances  Control  (DTSC)  acknowledges  the  Presidio  Trust 
has  satisfied  the  terms  of  the  August  1999  Consent  Agreement.  The  Basewide  Report 
of  Compliance,  1 999  Consent  Agreement  presents  a  summary  of  actions  and  decisions 
undertaken  pursuant  to  the  Consent  Agreement.  Please  find  attached  the 
Acknowledgement  of  Satisfaction.  The  Consent  Agreement  is  hereby  terminated. 

DTSC  wishes  to  thank  The  Presidio  Trust  for  their  efforts  taken  with  the  remediation  at 
the  Presidio  of  San  Francisco, 


Denise  M.  Tsuji 
Unit  Chief 

Brownfields  and  Environmental  Restoration 
Program  -  Berkeley 

Enclosure 

cc:     See  next  page 


Sincerely,' 


®  Printed  on  Recycled  Paper 


Eileen  Fanelli 
May  20,  2014 
Page  2 


cc:      Mr.  Brian  Ullensvang 
National  Park  Service 
Building  201  Fort  Mason 
San  Francisco,  California  94123 

Mr.  Doug  Kern 

Presidio  RAB  Co-Chair 

3229A  Clement  Street 

San  Francisco,  California  94121 

Mr,  Mark  Youngkin 

Presidio  RAB  Co-Chair 

3301  Clay  Street,  #105 

San  Francisco,  California  94118 


ACKNOWLEDGEMENT  OF  SATISFACTION  AND  RESERVATION  OF  RIGHTS 
CONSENT  AGREEMENT  FOR  THE  PRESIDIO  OF  SAN  FRANCISCO 


The  Department  of  Toxic  Substances  Control  (DTSC),  the  Presidio  Trust  (Trust),  and  the  United  States 
Department  of  Interior,  National  Park  Service  (DO!)  (hereafter  collectively  referred  to  as  "Parties") 
entered  into  a  Consent  Agreement  (Agreement)  on  August  30, 1999  for  the  remediation  of  hazardous 
substances  at  the  Presidio  of  San  Francisco  (Presidio).  Pursuant  to  Section  8.22  (A)(1)  of  the  Agreement, 
the  provisions  of  the  Agreement  shall  be  deemed  satisfied  and  the  Agreement  will  be  terminated  upon 
execution  of  this  Acknowledgement  of  Satisfaction. 


1.  The  Trust  has  demonstrated  to  DTSC's  satisfaction  that  the  terms  of  the  Agreement  have  been 
satisfactorily  completed. 

2.  The  Parties  agree  and  acknowledge  that  termination  of  the  Agreement  does  not  alter  the 
continuing  obligations  of  records  retention,  operation  and  maintenance  requirements,  and 
payment  of  any  DTSC  costs  that  will  be  invoiced  pursuant  to  the  Agreement,  but  after  the 
execution  date  of  this  Acknowledgement. 

i.  Section  8.12  Records  Retention  remains  in  effect  until  May  23,  2020. 

ii.  Section  5.13,  Operation  and  Maintenance  of  the  Agreement,  is  superseded  by  the 
Presidio  Operation  and  Maintenance  Agreement  (O&M  Agreement)  executed  on 
December  3,  2012,  which  remains  in  effect.  As  required  by  the  O&M  Agreement,  the 
Trust  is  implementing  the  approved  O&M  Plan,  dated  November  5,  2012,  which 
included  the  Land  Use  Control  Master  Reference  Report  and  associated  Site  Specific 
Land  Use  Addendum. 

■Hi.     Pursuant  to  Sections  8.15  and  8.16  of  the  Agreement,  the  Trust  is  responsible  to 
reimburse  all  DTSC  costs  incurred  and  DTSC  will  invoice  the  Trust  quarterly  for  the 
oversight  activities  performed  by  DTSC  under  the  terms  of  the  Agreement.  The  Trust 
has  maintained  a  current  account  status.  This  acknowledges  that  the  final  billing  from 
DTSC  is  forthcoming. 

3.  The  Parties  agree  and  acknowledge  that  the  Parties'  completion  of  the  terms  of  the  Agreement 
does  not  limit  or  otherwise  preclude  DTSC  from  taking  additional  enforcement  action  pursuant 
to  the  Health  and  Safety  Code  Section  251S7,  or  other  available  legal  authorizes,  should  DTSC 
determine  the  such  actions  are  warranted. 
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4.    The  Parties  agree  and  acknowledge  that  Trust's  and  DOi's  completion  of  the  terms  of  the 
Agreement  does  not  relieve  the  Trust  or  DOI  of  their  obligations  to  comply  with  the 
Comprehensive  Environmental  Response,  Compensation  and  Liability  Act,  Resource 
Conservation  and  Recovery  Act,  or  any  other  applicable  local,  state;  or  federal  laws  and 
regulation.  DTSC  agrees  and  acknowledges  that  the  Trust  and  DOI  retain  all  existing  rights  under 
applicable  law. 

it  is  so  agreed  and  acknowledged: 


Craig  MicJflleton 
Executive  Director 
Presidio  Trust 


Frank  Dean 

General  Superintendent 


Golden  Gate  National  Recreation  Area 


Department  of  Interior 
National  Park  Service 


Date: 


Stewart  W.  Black  P,G. 
Deputy  Director 

Department  of  Toxic  Substances  Control 
Brownfieidsand  Environmental  Restoration  Program 


